Filing  #  90155667  E-Filed  05/28/2019  11:34:04  AM 


IN  THE  CIRCUIT  COURT  OF  THE  FIFTEENTH  JUDICIAL  CIRCUIT, 
IN  AND  FOR  PALM  BEACH  COUNTY,  FLORIDA 
CIVIL  DIVISION 

CASE  NO.:  50-201 8-CA-003359-XXXX-MB-AE 


CCK  CONSTRUCTION  SERVICES,  INC. 
a  North  Carolina  corporation. 


Plaintiff, 


vs. 

HUNT  CONSTRUCTION  GROUP,  INC. 
an  Indiana  corporation,  LIBERTY  MUTUAL 
INSURANCE  COMPANY,  XL  SPECIALTY 
INSURANCE  COMPANY,  FEDERAL 
INSURANCE  COMPANY,  and  ZURICH 
AMERICAN  INSURANCE  COMPANY, 


Defendants. 


A 


& 


HUNT  CONSTRUCTION  GROUP,  INC, 


Third-Party  Plaintiff, 


\> 


vs. 


c 


HW  SPRING  TRAINING  COMPLEX,  LLC, 


Third-Party  Defendant. 


THIRD-PARTY  COMPLAINT 

Defendant/Third-Party  Plaintiff,  HUNT  CONSTRUCTION  GROUP,  INC.  (hereinafter, 


“Construction  Manager”),  hereby  files  this  Third-Party  Complaint  against  Third-Party 
Defendant,  HW  SPRING  TRAINING  COMPLEX,  LLC  (hereinafter,  “Developer”),  and  alleges 


as  follows: 
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FILED:  PALM  BEACH  COUNTY,  FL,  SHARON  R.  BOCK,  CLERK,  05/28/2019  11:34:04  AM 


THE  PARTIES.  JURISDICTION.  AND  VENUE 


1.  This  is  an  action  for  damages  exceeding  $15,000.00,  exclusive  of  interest,  costs, 
and  attorneys’  fees. 

2.  Construction  Manager  is  an  Indiana  corporation  with  its  principal  place  of 
business  located  in  Indianapolis,  Indiana  and  is  authorized  to  conduct  business  in  the  State  of 


Florida. 
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3.  Developer  is  a  Florida  limited  liability  corporation  with  its  principal  place  of 

c- 

4.  Venue  is  proper  in  Palm  Beach  County,  Florida  in  that  this  action  relates  to 


business  located  in  West  Palm  Beach,  Florida. 


improvements  to  real  property  located  in  Palm  Beach  County,  Florida  and  because  the  events  or 
omissions  giving  rise  to  the  claims  herein  occurred  in  Palm  Beach  County,  Florida. 

GENERAL  ALLEGATIONS 

5.  On  or  about  October  7,  2015,  Construction  Manager  entered  into  a  contract  titled 
Construction  Manager  At  Risk  Services  (hereinafter,  the  “CMR  Contract”)  with  Developer  for 
the  construction  of  a  baseball  training  facility  in  Palm  Beach  County,  Florida  referred  to  as  the 
Ballpark  of  the  Palm  Beaches  (hereinafter,  the  “Project”  or  the  “Ballpark”).  (A  true  and  accurate 
copy  of  the  CMR  Contract  is  attached  hereto  as  Exhibit  “1”). 

6.  The  CMR  Contract  provides  that  the  estimated  cost  of  the  work  required  under 
the  contract,  including  Construction  Manager’s  fee  for  its  work  and  other  amounts,  would  be 
$107,63^763,  subject  to  the  terms  of  the  CMR  Contract.  The  CMR  Contract  also  indicates  that 
the  amount  of  the  contract,  the  estimated  cost  of  the  work,  and  the  required  work  may  increase. 

7.  Pursuant  to  Developer’s  obligations  under  the  CMR  Contract,  Developer  was 
required  to,  among  other  things: 
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a)  pay  Construction  Manager  for  its  work  and  services  under  the  CMR  Contract, 
including  but  not  limited  to  for  work,  material,  labor,  and  services  furnished  by  Construction 


Manager’s  subcontractors; 

b)  timely  approve  and  issue  payments  for  Construction  Manager’s  applications  for 


terms  of  subcontracts  entered  into  by  Construction  Manager  for  work  required  under  the  CMR 
Contract; 


payment  for  amounts  owed  under  the  CMR  Contract,  including  amounts  owed  pursuant  to  the 

2d  under  the  1 

, 

c)  timely  approve  and  issue  payments  for  change  orders  and  approve  requests  for 
equitable  adjustment,  requests  for  appropriate  adjustments  of  the  CMR  Contract  amount,  or  other 
requests  for  additional  time  and/or  additional  amounts  under  the  CMR  Contract  due  to,  among 
other  things,  certain  changes  in  the  scope  of  work,  arid/or  extra  work,  material,  labor  and  services 
required  for  the  Project,  including  but  not  limited  to  work,  material,  labor,  and  services  furnished 
pursuant  to  the  terms  of  subcontracts  entered  into  by  Construction  Manager  for  work  required 
under  the  CMR  Contract; 

d)  increase  the  amount  of  the  CMR  Contract  as  otherwise  required  or  contemplated 
under  the  CMR  Contract,  or  as  required  due  to,  inter  alia ,  acts  or  omissions  of  Developer, 
including  for  amounts  required  or  sought  through  change  orders,  request  for  equitable 
adjustment,  and  requests  for  appropriate  adjustment  for,  among  other  things,  owner  directed 
changes,  additional  work  and  materials,  temporary  installations,  design  and  plan 
corrections/revisions,  acceleration,  hurricane  delays/costs,  extended  general  conditions,  premium 
time  costs,  applicable  markups,  additional  costs  to  resolve  subcontractor  claims  due  to  acts  of 
Developer,  and  other  costs  and  expenses  incurred  because  of  acts  or  omissions  of  Developer; 
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e)  timely  provide  plans  and  specification  that  were  complete,  appropriate,  build-able 
and  without  design  errors  or  omissions; 

f)  not  assesses  unwarranted,  inappropriate,  or  meritless  holdbacks,  offsets, 
liquidated  damages,  back  charges,  delay  costs,  or  other  costs  or  damages  as  a  basis  to  withhold 
payments  due  under  the  CMR  Contract; 

g)  timely  respond  to  requests  for  change  orders,  requests  for  information,  payment 


applications,  requests  for  payment,  requests  for  extensions  of  time,  requests  for  equitable 

AV 

adjustment,  and  requests  for  appropriate  adjustment;  and 


h)  to  act  in  good  faith  and  deal  fairly  with  Construction  Manager  in  all  respects  and 
to  cooperate  and  not  interfere  with  Construction  Manager’ $  performance  under  the  CMR 
Contract  and/or  with  regards  to  Construction  /;M|nager’s  obligations  under  subcontracts, 
including  Construction  Manager’s  obligation  to  pay  subcontractors  for  work  furnished  pursuant 


to  the  CMR  Contract. 

8.  In  connection  with  the  CMR  Contract,  Defendants,  FEDERAL  INSURANCE 
COMPANY,  LIBERTY  MUTUAL  INSURANCE  COMPANY,  XL  SPECIALTY  INSURANCE 
COMPANY,  and  ZURICH  AMERICAN  INSURANCE  COMPANY  (collectively,  the 
“Sureties”),  Constructiof^Manager,  and  others  executed  a  Public  Construction  Bond  and  a  Rider 
Adding  Additional  Obligees  (hereinafter  collectively  referred  to  as  the  “Payment  Bond”). 
(A  true  and  accurate  copy  of  the  Payment  Bond  is  attached  hereto  as  composite  Exhibit  “2”). 

The  Payment  Bond  was  issued  in  favor  of  and  for  the  benefit  of,  among  others, 


Developer. 

10.  Among  other  things,  the  Payment  Bond  guaranteed  the  payment  of  legitimate 
claims  for  non-payment  made  by  Construction  Manager’s  subcontractors  for  work  furnished 
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pursuant  and  subject  to  the  terms  of  subcontracts  entered  into  with  Construction  Manager  on  the 
Project. 


11.  On  or  about  October  29,  2015,  Construction  Manager,  entered  into  a  Subcontract 
(hereafter,  the  “Subcontract”)  with  Plaintiff,  CCK  CONSTRUCTION  SERVICES,  INC. 
(hereafter  “Subcontractor”),  whereby  Subcontractor  agreed  to  provide,  among  other  things,  all 
labor,  supervision,  services,  inspections,  testing,  tools,  equipment,  supplies,  fuel,  transportation, 
installation,  temporary  facilities,  clean  up  and  all  items  or  services  of  any  kind  related  to  concrete 
work  required  for  the  Project.  (A  copy  of  the  Subcontract  is  attached  to  Subcontractor’s 
Complaint  in  this  case  and  is  incorporated  herein  by  reference). 

12.  The  CMR  Contract  is  incorporated  by  reference  iijto  the  Subcontract. 

13.  The  Subcontract  provides  that  Developer’s  payment  to  Construction  Manager  for 
work  furnished  by  Subcontractor  under  the  Subcontract  is  a  condition  precedent  to 
Subcontractor’s  right  to  receive  payment  from  Construction  Manager  for  that  work. 


14.  The  Subcontract  also  prohibits  Subcontractor  claims,  including  claims  for  extra 
work,  that  do  not  entitle  Construction  Manager  to  payment  from  Developer  under  the  CMR 
Contract. 

15.  During  the  course  of  the  Project,  Subcontractor  requested  payment  from 
Construction  Manager  for  work  allegedly  furnished  to  the  Project.  In  turn,  Construction 
Manager  sought  payment  from  Developer  or  otherwise  presented  Developer  with  claims  for 
payment  made  by  Subcontractor. 

16.  All  amounts  paid  by  Developer  to  Construction  Manager  for  work  furnished  by 
Subcontractor  have  been  paid  to  Subcontractor.  Furthermore,  Developer  has  improperly 
withheld  and/or  otherwise  failed  to  pay  amounts  owed  to  Construction  Manager  under  the  Prime 
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Contract  because  of,  inter  alia ,  alleged  delays  caused  by  Construction  manager,  directly  and/or 
through  its  subcontractors  on  the  Project. 

17.  On  March  19,  2018,  Subcontractor  sued  Construction  Manager  and  Sureties 
alleging  Construction  Manager  breached  the  Subcontract  and  that  Construction  Manager  and 
Sureties  breached  the  Payment  Bond  by  failing  to  pay  amounts  which  Subcontractor  believes  it  is 
owed  under  the  Subcontract.  Subcontractor’s  non-payment  claim  includes  a  claim  for  extra  work 


Cr 


allegedly  furnished  pursuant  to  its  obligations  under  the  Subcontract. 

18.  Hunt  and  Sureties  filed  Affirmative  Defenses  to  Subcontractor’s  Complaint 
alleging,  among  other  things,  that  Subcontractor’s  claims  are  barred  due  to  Developer’s  failure  to 
pay  Construction  Manager  for  the  amounts  claimed  owet 

19.  All  conditions  precedent  to  this  Third-Party  Complaint  have  occurred,  have  been 
performed,  or  have  been  waived. 

^ICOUNT  I 

(BREACH  OF  CONTRACT  AGAINST  DEVELOPER) 

20.  Construction  Manager  reasserts  and  realleges  the  allegations  in  paragraphs  1 
through  1 9  above  as  if  fully  set  forth  herein. 

2 1 .  This  is  an  action  for  breach  of  the  CMR  Contract  against  Developer. 

22.  At  all  times  material  hereto,  Construction  Manager  performed  its  obligations 
under  the  CMR  Contract. 

23.  In  contrast,  Developer  materially  breached  the  terms  of  the  CMR  Contract  by 
failing  to  perform  its  obligations  under  the  CMR  Contract  and  failing  to  comply  with  its  duty  to 
act  in  good  faith  and  deal  fairly  with  regards  to  its  obligations  under  the  CMR  Contract.  Among 
other  things,  Developer  breached  the  CMR  Contract,  including  Developer’s  obligations  outlined 
in  paragraph  7  above,  by  doing  the  following. 
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a)  Developer  failed  to  pay  Construction  Manager’s  payment  application  number  19 
for  $7,194,456.15  which  was  submitted  in  October  2018  and  Developer 
unnecessarily  delayed  the  timely  payment  of  prior  payment  applications 
submitted  by  Construction  Manager.  These  actions  resulted  in  material  breaches 
of  the  CMR  Contract,  including  Article  7.1 .2  of  the  contract  which  provides  that 
“[t]he  Guaranteed  Maximum  Price,  which  includes  the  Construction  Manager's 
Fee  as  described  in  Paragraph  6.3,  Construction  Manager's  Contingency  as 
described  in  Paragraph  6.3,  Construction  Manager's  General  Requirements  as 
described  in  Paragraph  6.4  and  the  Cost  of  the  Work  as  described  in  Article  8,  is 
to  be  paid  monthly  as  described  in  the  General  Conditions  of  the  Contract...” 


b)  Developer  failed  to  pay  undisputed  amounts  owed  to  Construction  Manager  and 
Developer  disputed  amounts  owed  to  Construction  Manager  without  a  proper 
basis  and/or  in  bad  faith.  These  acts  resulted  in  material  breaches  of  the  CMR 
Contract,  including  §  65.8  of  the  General  Conditions  attached  as  Exhibit  C  to  the 
CMR  Contract  (hereinafter,  the  “General  Conditions”)  which  provides  that 
“Developer  shall  pay  the  undisputed  amounts  associated  with  the  CCD  as  the 
subject  changed  work  is  performed...”  and  §  68.3  which  provides  that  “[i]n  the 
event  of  any  dispute  over  the  amount  invoiced,  the  Developer  shall  pay  the 
undisputed  portion  of  the  invoice. . .” 


c) 


d) 


Developer  failed  to  issue  and/or  approve  change  orders,  requests  for  equitable 
adjustment,  and/or  requests  for  appropriate  adjustment  which  require  the  amount 
of  the  contract  to  be  increased  and  which  require  the  contract  time  to  be  extended, 
as  required  or  contemplated  by  the  contract,  because  of  changes  in  the  scope  of 
work,  additional  work,  and/or  resulting  from  other  acts  or  omissions  of 
Developer.  Theso^bts  resulted  in  material  breaches  of  the  CMR  Contract, 
including  Articlej6.7  of  the  contract  which  provides  that  “[wjhile  the  Construction 
Manager  shall  provide  in  the  Guaranteed  Maximum  Price  for  this  further 
development,  such  further  development  does  not  include  such  things  as  changes 
in  scope,  sequences,  systems,  kinds  and  quality  of  materials,  finishes  or 
equipment,  all  of  which,  if  required,  shall  be  incorporated  by  Change  Order...” 
and  Article  2.1.15.1.1  requiring  that  “...  [i]n  the  event  there  is  an  increase  or 
decrease  to  the  Cost  of  the  Work  due  to  changes  in  scope,  sequencing  (to  the 
extent  such  further  refinements  modify  the  Critical  Path  schedule  prepared  by  the 
Construction  Manager  and  cause  a  delay),  systems,  kinds  and  quality  of  materials, 
finishes  or  equipment,  the  same  shall  be  identified  and  incorporated  by  Change 
Order...” 

Developer  failed  to  extend  the  contract  time  in  response  to  requests  for  equitable 
adjustment  and/or  similar  requests  from  Construction  Manager  as  allowed  or 
contemplated  by  the  CMR  Contract.  These  acts  resulted  in  material  breaches  of 
the  CMR  Contract,  including  General  Conditions  §  27.1,  providing  that  “[i]f  the 
Construction  Manager's  performance  of  the  Work  is  delayed,  which  delay  is 
beyond  the  reasonable  control  and  without  the  fault  or  negligence  of  the 
Construction  Manager  or  its  subcontractors  and  directly  impacts  the  Critical  Path, 
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including  but  not  limited  to  (i)  act(s)  of  God,  (ii)  war  or  wars,  (iii)  government 
regulation  (including,  but  not  limited  to,  any  law,  rule,  order,  proclamation, 
regulation,  ordinance,  demand  or  requirement  of  any  governmental  agency),  (iv) 
act  of  terror,  (v)  disaster  (including,  but  not  limited  to,  hurricane,  flood,  ice, 
tornado,  tropical  storm,  earthquake,  earth  movement  or  subsidence,  or  major 
storm),  (vi)  any  pandemic,  epidemic,  pestilence,  plague,  or  outbreak, (vii)  strike, 
(viii)  civil  disorder,  riot,  or  disturbance  of  the  peace,  (ix)  any  third  party  act  for 
which  the  Construction  Manager  is  not  responsible,  or  (x)  any  other  condition  or 
circumstance,  whether  similar  to  or  different  from  the  foregoing  (it  being  agreed 
that  the  foregoing  enumeration  shall  not  limit  or  be  characteristic  of  such 
conditions  or  circumstances)  beyond  the  Construction  Manager's  control,  then  to 
the  extent  such  delay  directly  impacts  the  Critical  Path,  Construction  Manager 
shall  be  entitled  to  an  equitable  adjustment  to  the  Contract  Time  by  Change 
Order...”  AV 


e)  Developer  failed  to  timely  provide  plans  and  specification  that  were  complete, 
appropriate,  build-able  and  without  design  errors  or  omissions.  These  failures 
resulted  in  material  breaches  of  the  CMR  Contract,  including  Article  2.1.15.1 1  of 
the  contract  which  provides  that  "...  [t]he  Developer  shall  provide  to  the 
Construction  Manager  design  documents  prepared  by  the  Architect  in  accordance 
with  the  level  of  completeness  referenced  below  and  by  the  dates  listed  as 
follows:  50%  Construction  Documents  — Bid  Package  Release  2  — October  20, 
2015...  100%  Construction  Documents  — Bid  Package  Release  3  — January  19, 
2016.  These  document  packages  will  include  and  incorporate  all  Value 
Engineering,  Value  Management,  Alternates,  and  other  information  as  needed  to 
complete  the  document  set  and  support  the  Project  scheduled  activities.. .” 

f)  Developer  asserted  liquidated  damages,  claims  regarding  incomplete/defective 
work,  delay  costs,  and  other  damages,  set  offs,  and/or  back  charges  that  are  not 
recoverable,  unwarranted,  baseless  and/or  specifically  barred  by  the  CMR 
Contract  as  a  basis  not  to  pay  amounts  due  under  the  CMR  Contract.  This 
resulted  in  a  violations  of,  for  example,  General  Conditions,  §  70.1  providing  that 
"...  [t]he  Construction  Manager  and  the  Developer  waive  claims  against  each 
other  for  consequential  damages,  as  that  term  is  defined  under  the  laws  of  the 
state  of  Florida,  arising  out  of  or  relating  to  this  Contract. 


81 


sta 
e)  De 


g)  Developer  failed  to  act  in  good  faith  and  deal  fairly  with  Construction  Manager, 
including  but  not  limited  to  with  regards  Developer’s  obligations  to  (i)  timely 
respond  to  requests  for  change  orders,  requests  for  information,  payment 
applications,  requests  for  payment,  requests  for  extensions  of  time,  requests  for 
equitable  adjustment,  requests  for  appropriate  adjustment,  to  refme/complete  the 
architectural  plans,  and  to  otherwise  increase  the  amount  of  the  contract  or  extend 
the  contract  time,  and  (ii)  to  cooperate  and  not  interfere  with  Construction 
Manager’s  performance  under  the  CMR  Contract  and/or  with  regards  to 
Construction  Manager’s  obligations  under  subcontractors,  including  Construction 
Manager’s  obligations  to  pay  subcontractors. 


118150249.2 


8 


24.  Construction  Manager  has  incurred,  and  will  continue  to  incur,  damages  as  a 


result  of  Developer’s  breaches. 

25.  Construction  Manager  has  retained  the  law  firm  of  Carlton  Fields,  P.A.  to  pursue 
this  action  and  to  defend  against  Subcontractor’s  claims.  Construction  Manager  is  entitled  to 
recover  its  reasonable  fees  and  costs  from  Developer  pursuant  to  the  terms  of  the  CMR  Contract 
and  Florida  law. 


Wherefore,  Construction  Manager  respectfully  requests  that  this  Honorable  Court  enter 
judgment  for  damages  against  Developer,  together  with  interest,  costs,  attorneys’  fees,  and  any 
and  all  further  relief  the  Court  may  deem  proper. 


COUNT  II 

(COMMON  LAW  INDEMNITW^GAINST  DEVELOPER) 

26.  Construction  Manager  reasserts  and  re-alleges  the  allegations  in  paragraphs  1 
through  1 9  above  as  if  fully  set  forth  herein. 


27.  This  is  an  action  for  Common  Law  Indemnity  against  Developer. 

28.  Subcontractor  alleges  that  Sureties  breached  the  Payment  Bond  by  failing  to  pay 
amounts  owed  to  Subcontractor  under  the  Subcontract.  Construction  Manager,  as  the  principal 
under  the  Payment  Bond,  has  an  obligation  to  indemnify  Sureties  regarding  any  amounts  owed  to 
Subcontractor  under  the  Payment  Bond. 

29.  Subcontractor  also  alleges  that  Construction  Manager  breached  the  Subcontract 
by  failing  to  pay  amounts  owed  to  Subcontractor  under  the  Subcontract. 

30.  Construction  Manager  and  Sureties  are  wholly  without  fault  for  Subcontractor’s 
claims.  Any  liability  that  Construction  Manager  and/or  Sureties  have  to  Subcontractor  for  such 
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claims  would  be  solely  the  result  of  Developer’s  actions  or  omissions  and  not  as  a  result  of 
Sureties’  or  Construction  Manager’s  actions  or  omissions. 

31.  Due  to  the  nature  of  the  relationship  between  Developer  and  Construction 
Manager,  Developer  owes  Construction  Manager  a  special  duty  and/or  has  a  special  relationship 
with  Construction  Manager  giving  rise  to  a  common  law  duty  by  Developer  to  Thdemnify 
Construction  Manager  for  the  non-payment  and  damages  claims  alleged  by  Subcontractor. 

32.  Subcontractor’s  claims  impute  liability  on  Construction  Manager  for  acts  and/or 
omissions  of  Developer,  who  was  at  all  times  responsible  for  the  payment  of  any  amounts  this 
Court  determines  are  owed  to  Subcontractor. 

33.  Developer  breached  its  special  relationship  with  Construction  Manager  to  the 
extent  this  Court  determines  Subcontractor  is  owed  the  amounts  sought  by  Subcontractor  in  this 
lawsuit. 

34.  To  the  extent  Subcontractor  is  entitled  to  recover  damages  from  Construction 
Manager  or  Sureties  arising  out  ^developer’s  actions  or  omissions,  Construction  Manager’s 
and  Sureties’s  liability  are  entirely  derivative  from  Developer’s  actions  or  omissions. 

Wherefore,  Construction  Manager  respectfully  requests  that  this  Honorable  Court  enter 
judgment  for  damages  against  Developer,  together  with  interest,  costs,  attorneys’  fees,  and  any 

sr 


and  all  further  relief  the  Court  may  deem  proper. 


Respectfully  submitted. 


By:  Is/  Christopher  0.  Aird 


Wm.  Cary  Wright 
Florida  Bar  Number  0862797 
CARLTON  FIELDS,  P.A. 
Post  Office  Box  3239 
Tampa,  Florida  33607-5736 
Telephone:  (813)223-7000 
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Facsimile:  (813)229-4133 
cwright@carltonfields.com 
bwoolard@carltonfields.com 
tpaecf@cfdom.net 

and 

Jason  Perkins 
Florida  Bar  No.  610852 
CARLTON  FIELDS,  P.A. 
Post  Office  Box  1171 
Orlando,  Florida  32802-11 
Telephone:  (407)  849-0300 
Facsimile:  (407)  648-9099 
iperkins@carltonfields.com 
dcarlucci@carltonfields.com 
rkemper@carltonfields.com 
orl  ec  f@cfdo  m .  net 


and 

CL.  2 


Chi 

Flo 


Christopher  O.  Aird 
Florida  Bar  No.  87601 1 
aird@carltonfields.com 
mramudo@carltonfields.com 
miaecf@cfdom.net 
CARLTON  FIELDS,  P.A. 

100  S.E.  Second  Street 
Suite  4200 

Miami,  Florida  33131-2114 

Telephone:  305-530-0050 

Facsimile:  305-530-0055 

Attorneys  for  Defendants  and  Third-Party 

Plaintiff 


CERTIFICATE  OF  SERVICE 


I  HEREBY  CERTIFY  that  on  May  28,  2019,  I  electronically  filed  the  foregoing  with 
the  Clerk  of  the  Court  by  using  the  CM/ECF  system  which  will  send  a  notice  of  electronic 
filing  to  anyone  who  has  entered  an  appearance  in  this  case  as  of  the  date  and  time  of  this  filing. 


By:  /s/  Christopher  O.  Aird 
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EXHIBIT  1 


CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


THIS  CONTRACT,  dated  as  of  the  7th  day  of  October,  2015,  between  HW  Spring 
Training  Complex,  LLC,  a  Florida  Limited  Liability  Company,  hereinafter  referred  to  as 
“Developer”  or  “HW”  and  Hunt  Construction  Group,  Inc.,  which  is  authorized  to  do  business  in 
the  State  of  Florida  and  which  is  a  wholly  owned  subsidiary  of  AECOM  Technology  Corporation, 
a  California  Corporation  and  also  is  authorized  to  do  business  in  the  state  of  Florida.  Hunt 
Construction  Group,  Inc.  is  hereinafter  referred  to  as  the  “Construction  Manager”  or  “CM”. 

WITNESSETH: 


That  the  said  Construction  Manager  having  been  awarded  the  contract  for  the: 

CM  AT  RISK  SERVICES  FOR  BALLPARK  OF  THE  PALM  BEACHES 

hereinafter  referred  to  as  “Project”  and  in  accordance  with  the  Construction  Manager’s  Proposal 
therefor  and  for  and  in  consideration  of  the  promises  and  of  the  covenants  and  agreements  and  of 
the  payments  herein  specified,  to  be  made  and  performed  by  the  Construction  Manager  and  the 
Developer,  the  Construction  Manager  hereby  covenants  and  agrees  to  undertake  and  execute  all  of 
the  said  named  work,  in  a  good,  substantial  and  workmanlike  manner,  and  to  furnish  and  pay  for 
all  materials,  labor,  supervision,  equipment,  supplies,  fees,  expertise,  and  services  necessary  to 
fully  complete  all  work  in  accordance  with  all  requirements  of  the  Contract  Documents  and  in 
accordance  with  all  applicable  codes  and  governing  regulations.  The  Contract  Documents 
(sometimes  referred  to  as  the  “Contract”)  consist  of  this  Agreement  (including  all  attached 


Exhibits  below)  which  are  incorporated  herein  by  reference. 


A 

B- 

C- 

D- 

E- 

F- 

G- 


osal 


Request  for  Proposal 
Construction  Manager’s  Pro 
General  Conditions 
Special  Conditions 


Insurance 

Construction  Drawings  and  Specifications 

Change  Orders,  Construction  Change  Directives  and  all  written  amendments 
-signed  by  both  parties -  - 


H-  General  Requirements 

I-  Living  Wage  Certificate 

J-  Public  Construction  Bond  and  Form  of  Guarantee 

K-  Guaranteed  Maximum  Price 


K.  1  -  Detailed  Estimate 


K.2  -  Assumptions  and  Clarifications 
K.3  -  Added  Scope  Items 

K.4  -  Allowances  (All  Allowances  are  for  Labor  and  Material) 
K.5  -  Lists  of  Documents  /  Drawings 
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K.6-  Schedule 


K.7  -  List  of  DFCI  Items 


K.8  -  Key  Employees  Assigned 

K.9  -  Alternates 

K.10  Value  Management  Log 

All  activities  associated  with  the  Construction  Manager’s  obligations  unde 
Documents  herein  referred  to  as  the  “Work”. 


ntract 


ARTICLE  1 

The  Construction  Team  and  Extent  of  Agreement 

■ 

1.1  The  Construction  Manager  agrees  to  furnish  its  best  skilL^nd  judgment  and  to  cooperate 
with  the  Developer  and  Architect  in  furthering  the  interests  of  the  Developer.  The  Construction 
Manager  agrees  to  furnish  efficient  business  administration  and  superintendence  and  to  use  its  best 
efforts  to  complete  the  Work  in  an  expeditious  and  economical  manner  consistent  with  the 
interests  of  the  Developer. 


1.2  The  Construction  Team:  The  Construction  Manager,  the  Developer,  the  Program  Manager 
and  the  Architect  shall  be  known  as  the  “Construction  Team”.  The  Construction  Manager  shall 
provide  leadership  to  the  Construction  Team  on  all  matters  relating  to  construction.  The  Developer 
shall  cause  the  Architect  to  provide  leadership  to  the  Construction  Team  on  all  matters  relating  to 
design.  Nothing  herein  is  intended  to  make  the  Developer  liable  for  the  acts  or  deeds  of  the 
Construction  Manager. 

1.3  Extent  of  Agreement:  This  Agreement  is  intended  to  be  read  in  conjunction  with  the 
General  Conditions  and  Special  Conditions  of  the  Contract  attached  hereto  as  Exhibits  A  and  B 
respectively,  and  together  with  them  and  the  other  Contract  Documents,  represents  the  entire 
agreement  between  the  Developer  and  the  Construction  Manager  and  supersedes  all  prior 
negotiations,  representations  or  agreements.  Where  this  Agreement  is  expressly  in  conflict  with 
the  General  Conditions  and  Special  Conditions  of  the  Contract,  this  Agreement  will  prevail. 
Where  this  Agreement  is  silent,  the  General  Conditions  and  Special  Conditions  of  the  Contract, 
and  the  requirements  of  the  Construction  Drawings  and  Specifications  will  prevail.  This 
Agreement  may  be  amended  only  by  written  instrument  signed  by  the  Developer  and  the 
Construction  Manager. 


1.4  Terms  used  in  the  Contract  shall  have  the  following  meanings: 


.  1  “Developer”  means  HW  Spring  Training  Complex,  LLC,  a  Florida  limited  liability 
company, 

.2  “Contractor”  means  Construction  Manager,  and  the  terms  will  be  used 

interchangeably; 

.3  “Subcontractor”  means  Trade  Contractor,  and  the  terms  will  be  used 

interchangeably;  and, 
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.4  “Contract  Sum”  means  Guaranteed  Maximum  Price,  and  the  terms  will  be 
used  interchangeably. 

.5  Intentionally  omitted. 

.6  “Architect”  means  HKS. 

.7  “Project  Construction  Budget”  means  the  sum  to  be  mutually  established  by  the 
Construction  Team  on  or  before  June  15,  2015,  which  shall  be  the  total  estimated  cost  budget  for 
the  performance  of  all  Construction  Phase  Services  by  Construction  Manager. 

.8  “Trade  Contracts”  means  the  written  contracts  between  Construction  Manager  and 
Subcontractors. 

.9  “Trade  Contractor  Work”  means  the  services  performed  by  Trade  Contractors. 

.  1 0  “Program  Manager”  means  the  company  or  individual  designated  by  the  Developer 
to  manage  the  Project  on  its  behalf  identified  in  writing  to  the  Construction  Manager. 

.11  “Project  Construction  Schedule”  means  the  overall  schedule  of  the  Construction 
Phase  portion  of  the  Work,  provided  as  part  of  Exhibit  K  Guaranteed  Maximum  Price  ,  which 
schedule  shall  include  the  date  of  commencement  and  completion  for  each  element  of  the 
construction  of  the  Project  described  using  a  critical  path  methodology,  as  said  schedule  and 
elements  identified  therein  are  to  be  adjusted  per  the  terms  and  conditions  of  the  Contract 
Documents. 

.12  “Cost  Control  Reports”  means  the  written  reports  provided  by  Construction 
Manager  analyzing  the  Guaranteed  Maximum  Price  from  time  to  time. 

.13  “Construction  Drawings  and  Specifications”  means  the  architectural  plans  and 
specifications  as  is  issued  by  HKS  and  approved  by  Developer  for  construction  and  in  accordance 
with  the  terms  of  the  Contract  Documents. 

.14  “Design  Development  Documents”  means  the  architectural  plans,  as  issued  by  the 
Architect,  on  which  the  Construction  Manager  shall  base  the  Guaranteed  Maximum  Price. 

.15  “Cost  of  the  Work”  shall  have  the  meaning  ascribed  to  it  in  Article  8. 

.  1 6  “County”  means  Palm  Beach  County,  a  political  subdivision  of  the  State  of  Florida. 
.17  “City”  means  the  City  of  West  Palm  Beach,  a  political  subdivision  of  the  State  of 

Florida. 

.  1 8  “Critical  Path”  is  defined  in  Section  2.1.14  below. 

1.5  Representatives.  Construction  Manager  and  Developer  each  will  designate  the  following 
representatives  who  have  express  authority  to  bind  their  respective  party  with  respect  to  all  matters 
under  the  Contract;  provided,  however,  that  the  authority  of  the  Developer’s  Program  Manager 
(Marc  Taylor,  Inc.)  to  approve  expenditures  on  behalf  of  the  Developer  shall  be  limited  to  the 
amount  of  $50,000  per  occurrence,  and  $250,000  in  the  aggregate.  Any  expenses  in  excess  of  those 
amounts  shall  require  the  approval  of  the  Developer. 

Representative  for  Developer: 

Marc  Taylor 
Marc  Taylor,  Inc. 

99  East  Virginia  Avenue,  Suite  225 
Phoenix,  AZ  85004 

Representatives  for  Construction  Manager: 
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Kenneth  L.  Johnson,  Executive  Vice  President 
Hunt  Construction  Group,  Inc.  _ 

150  North  Orange  Avenue,  Suite  200 
Orlando,  FL  32801 

Doug  Utt,  Vice  President 
Hunt  Construction  Group,  Inc. 

150  North  Orange  Avenue,  Suite  200 
Orlando,  FL  32801 


Either  party  may  designate  a  different  representative  by  providing  written  notice  to  the  other  party 
of  such  designation. 


ARTICLE  2 

Construction  Manager’s  Basic  Services 


0 


o 


2.0  The  Construction  Manager’s  Basic  Services  under  this  Agreement  consist  of 

the  Preconstruction  Phase  Services  and  Construction  Phase  Services. 

2.1.  Preconstruction  Services 

2.1.1  Unless  agreed  to  the  contrary  in  writing  by  Developer,  the  Construction 
Manager  shall  provide  continuity  in  the  assignment  of  the  Construction  Manager’s  Project 
Manager  during  the  Preconstruction  Phase  Services  and  Construction  Phase  Services. 

2.1.2  In  regards  to  the  Construction  Manager’s  obligations  under  the  Contract 
Documents  with  respect  to  its  reviempr the  Construction  Drawings  and  Specifications  as  they  are 
developed  by  the  Architect  and  the  Developer’s  other  design  professionals,  except  for  those 
specific  items  for  which  the  design  has  been  delegated  to  Construction  Manager  per  Paragraph 
77.1  of  the  General  Conditions,  the  following  terms  apply  to  Construction  Manager’s  review 
responsibilities  and  liabilities  as  a  result  of  any  such  review,  notwithstanding  any  other  terms  of 
the  Contract  Documents  to  the  contrary  :U 

- 2. 1.2.1 _ Construction  Manager  does  not  assume  any  of  the  Architect’s  or  other  Project 

design  professionals’  design  liability,  all  such  liability  remaining  with  the  Architect  and  other 
Project  design  professionals. 

2. 1.2.2  Construction  Manager’s  review  of  the  Construction  Drawings  and  Specifications 
shall  be  made  as  that  of  a  competent  construction  manager  exercising  due  diligence  and  prudent 
care  ,  and  not  as  a  licensed  design  professional.  The  scope  and  breadth  of  the  Construction 
Manager’s  review  shall  be  what  a  competent  general  contractor  with  national  expertise  in 
constructing  large  multi-seat  sporting  facility  projects  with  a  stadium  would  reasonably  have  been 
expected  to  undertake  and  know  having  diligently  and  comprehensively  reviewed  the 
Construction  Drawings  and  Specifications.  vThis  standard  shall  apply  to  any  design  review  terms 
herein  that  would  make  Construction  Manager  liable  for  anything  it  should  have  known,  should 
have  recognized  or  similar  terms. 
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2. 1 .2.3 .  Without  limiting  or  restricting  Construction  Manager’ s  contractual  obligations 
in  Section  2. 1.2. 2  above,  nothing  in  the  Contract  Documents  shall  be  construed  as  a  warranty  or 
guaranty  by  Construction  Manager  as  to  the  correctness  or  completeness  of  the  Construction 
Drawings  and  Specifications. 

2.1 .2.4.  Subject  to  the  provisions  of  Section  19.2  of  the  General  Conditions,  in  the 
event  Construction  Manager  fails  to  promptly  notify  Developer  of  any  error,  omission  or  other 
deficiency  in  the  Construction  Drawings  and  Specifications  it  knew  of,  or  using  the  above  review 
standard  should  have  known,  it  is  agreed  that,  without  releasing  the  Architect  or  other  responsible 
Project  design  professional,  Construction  Manager’s  liability  shall  not  exceed  the  actual  and  direct 
out  of  pocket  costs  and  expenses  that  would  have  been  avoided  had  Construction  Manager 
provided  the  required  notice,  subject  to  Paragraph  19.2  of  the  General  Conditions. 

2. 1.2. 5.  All  of  Construction  Manager’s  reviews  of  the  Construction  Drawings  and 
Specifications  are  solely  for  the  benefit  of  Developer  and  County,  and  not  for  the  benefit  of  any 
other  person  or  entity  (including  the  Architect  or  other  Project  design  professionals). 

2. 1 .2.6.  Nothing  contained  herein  shall  be  deemed  to  release  Construction  Manager  of 
all  obligations  reasonably  inferable  from  the  Construction  Drawings  and  Specifications. 
Preconstruction  Phase  Services. 

It  is  the  intent  of  the  Construction  Manager  at  Risk  project  delivery  system  to  engage  the 
Construction  Manager  as  an  active  participant  of  the  Construction  Team  in  the  design  process. 
During  the  Preconstruction  Phase,  Construction  Manager  will  review  the  Project  design  as  it  is 
being  developed  by  the  Architect,  the  Project  Construction  Budget  and  the  Project  scope  and, 
based  upon  that  review  as  an  experienced  construction  contractor,  Construction  Manager  will 
provide  comments  and  recommendations  to  the  other  members  of  the  Construction  Team.  The 
intent  of  the  parties  being  that  the  Construction  Team  will  work  cooperatively  and  in  good  faith 
with  each  other  to  implement  comments  and  recommendations  from  Construction  Manager  and 
the  other  Construction  Team  members.  The  goal  of  such  efforts  being  to  maintain  the  cost  of 
construction  within  the  Project  Construction  Budget.  Notwithstanding  the  foregoing  or  anything 
in  the  Contract  Documents  to  the  contrary,  it  is  acknowledged  and  agreed  by  Developer  that 
Construction  Manager  shall  not  assume  any  Project  design  liability  as  a  result  of  its  review, 
comments  and  recommendations  concerning  the  Project  design,  it  being  agreed  that  all  such 
design  liability  shall  remain  with  the  Architect.  As  part  of  the  Preconstruction  Phase  Services  to  be 
provided  by  Construction  Manager,  the  Construction  Manager  shall: 

2.1.3  Meet  with  the  other  Construction  Team  members  to  fully  understand  the  program,  the 
design  documents,  the  Project  scope  and  all  other  pertinent  aspects  of  the  Project. 

2.1.4  During  the  Preconstruction  Services,  the  deliverable  shall  be  the  GMP  attached  as 
Exhibit  K. 

2.1.5  Review  Architect’s  design  documents  during  the  various  stages  of  their  development 
as  to  constructability,  including  without  limitation  bringing  to  the  Developer’s,  Program 
Manager’s  and  Architect’s  attention  any  known  observations  in  the  design  that  appear  to  be 
ambiguous,  confusing,  conflicting  or  erroneous.  Promptly  after  each  such  release  of  design 
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documents  by  the  Architect  and  based  upon  Construction  Manager’s  review  of  those  design 
documents,  with  each  deliverable  under  Section  2.1.4  above,  Construction  Manager  shall  submit  a 
written  bidability  and  constructability  report  to  the  Developer,  Program  Manager  and  the 
Architect.  At  a  minimum,  each  such  written  report  shall  contain:  (1)  A  description  of  the  perceived 
constructability  issue  with  background  information;  (2)  A  summary  of  the  Construction 
Manager’s  in-depth  study/research;  and,  (3)  Written  recommendations  for  addressing  the  issue. 
Proactively  advise  the  Architect  with  regard  to  effective  alternative  approaches  to  the  design  of  the 
Project  by  Architect  regarding  issues  of  on  site  use  and  improvements,  selection  of  materials, 
building  systems  and  equipment.  Provide  recommendations  on  relative  feasibility  of  construction 
methods,  compliance  with  applicable  laws,  codes,  (relating  to  installation  only)  design  standards, 
and  ordinance,  availability  of  materials  and  labor,  time  requirements  for  procurement,  installation 
and  construction  and  factors  related  to  cost  including,  but  not  limited  to,  costs  of  alternative 
designs  or  materials,  preliminary  budgets  and  possible  economies,  wfcle  maintaining  the 
Developer’s  Project  objectives.  Conduct  the  comparisons  and  reviews  required  by  GC  19. 

2.1.6  Attend  regularly  scheduled  meetings  with  the  Developer,  Architect,  the  Program 
Manager  and  other  Developer  consultants  to  advise  them  on  matters  relating  to  site  use, 
improvements,  selection  of  materials,  building  methods,  construction  details,  building  systems  and 
equipment,  phasing  and  sequencing.  The  Construction  Manager  shall  provide  written 
recommendations  on  construction  feasibility. 

2.1.7  After  a  complete  review  of  the  Schematic  Design  Phase  documents,  evaluate  the 
design  and  obtain  an  understanding  of  the  intent  of  the  Developer  and  Architect,  provide  an  initial 
value  analysis  and  offer  cost  savings  suggestions  and  best  value  recommendations  to  the 
Architect,  Program  Manager  and  Developer.  All  recommendations  shall  be  in  writing  and  must 
be  fully  reviewed  with  the  Architect  and  Program  Manager  and  approved  by  the  Developer  prior 
to  implementation. 

2. 1.7.1  Value  analysis  efforts  shall  seek  to  promote  and  facilitate  a  design  that  is 
highly  effective  in  the  first  costs  as  well  as  long  term  operational  costs  relative  to  issues  of  energy 
use  and  facility  maintainability.  As  requested  by  Developer,  value  analysis  studies  shall  include 
life  cycle  cost  analysis  as  may  be  required  to  assist  the  Architect  or  Program  Manager  to  achieve 
an  appropriate  balance  between  costs,  aesthetics  and  function.  Value  analysis  efforts  shall  also 
take  into  consideration  applicable  constructability  issues.  All  value  analysis  studies  shall  continue 
as  the  design  is  being  developed  and  must  be  provided  on  a  timely  basis  consistent  with  the  design 
schedule. 

2.1.8  Provide,  for  the  Architect’s,  Program  Manager’s  and  the  Developer’s  review  and 
acceptance,  a  preliminary  construction  schedule  that  details  the  Construction  Phase  Services.  The 
Construction  Manager  shall  update  this  schedule  periodically,  as  required,  but  not  more  frequently 
than  once  per  month.  Provided,  however,  Construction  Manager  does  not  warrant  or  guarantee 
any  of  the  timeframes  identified  within  such  preliminary  schedule  or  any  updates  thereof,  except 
as  may  be  included  as  part  of  the  Project  Construction  Schedule  as  incorporated  into  Exhibit 
KGuaranteed  Maximum  Price. 

2.1.9  Based  on  design  documents  prepared  by  Architect,  prepare  for  the  Developer’s 
review,  a  preliminary  detailed  estimate  of  the  cost  of  construction,  developed  by  using  estimating 
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techniques  which  anticipate  the  various  elements  of  the  Work.  Construction  Manager  will  update 
and  refine  this  preliminary  estimate  as  the  Architect  prepares  each  design  phase  of  the  Project 
(DDs,  CDs).  Construction  Manager  will  advise  the  Developer,  Program  Manager  and  the 
Architect  if  it  appears  this  estimated  cost  of  construction  may  exceed  the  Project  Construction 
Budget.  In  such  event,  Construction  Manager  shall  make  recommendations  to  Developer, 
Program  Manager  and  Architect  for  corrective  action  to  bring  the  estimated  cost  of  construction 
back  within  the  Project  Construction  Budget.  The  Construction  Team  shall  work  together  in  good 
faith  to  identify  and  implement  as  approved  by  Developer,  the  necessary  design  changes  to 
maintain  the  integrity  of  the  Project  Construction  Budget.  Provided,  however,  Construction 
Manager  does  not  warrant  or  guarantee  the  Project  Construction  Budget  or  any  preliminary 
estimate  or  any  updates  thereof;  only  the  Guaranteed  Maximum  Price  is  guaranteed  by 
Construction  Manager. 

2.1.10  The  Construction  Manager  shall  review  the  Schematic  Design  Phase  documents, 
Design  Development  Phase  documents  and  the  Construction  Drawings  and  Specifications  as  they 
are  being  prepared,  recommending  alternative  solutions  whenever  design  details  adversely  affect 
costs,  construction  feasibility  or  schedules.  The  Construction  Manager  shall  notify  the  Architect 
and  Program  Manager  in  writing  upon  observing  any  known  features  in  the  Construction 
Drawings  and  Specifications  which  appear  to  be  ambiguous,  confusing,  conflicting  or  erroneous. 
The  Construction  Team  will  thereafter  work  cooperatively  and  in  good  faith  to  correct  any  such 
ambiguous,  confusing,  conflicting  and/or  erroneous  features  discovered  in  the  Construction 
Drawings  and  Specifications  by  the  Construction  Manager  during  the  review  process  If  a 
solution  is  agreed  to  by  the  Construction  Team  and  approved  by  Developer,  Construction 
Manager  will  confirm  such  solution  has  been  incorporated  by  Architect  into  the  Construction 
Documents. 

2.1.10.1  Subject  to  the  terms  of  Section  2.1.2  above,  the  Construction  Manager 
shall  provide  an  internal  interdisciplinary  coordination  review  of  the  Construction  Drawings  and 
Specifications  submitted  for  review  to  the  agency  having  jurisdiction  for  plan  review  and  building 
permits,  before  Trade  Contract  Bidding  Review  shall  be  performed  utilizing  a  structured  and 
industry  accepted  process.  The  Construction  Manager  shall  review  the  final  documents  to  see 
that  all  comments  have  been  incorporated. 


2.1.1 1  The  Developer  and  Construction  Manager  agree  that  time  is  of  the  essence  in  this 
Contract.  In  an  effort  to  maintain  the  Project  design  schedule,  the  Architect  will  rely  upon  the 
input  and  recommendations  of  the  Construction  Manager  in  preparing  the  Construction  Drawings 
and  Specifications,  recognizing  that  cost  is  one  of  a  number  of  issues  which  will  influence  the 
selection  of  building  components  and  systems.  Construction  Manager  will  be  relying  upon 
Architect  developing  the  Project  design  documents  in  accordance  with  the  Project  design 
schedule. 


2.1.12  The  Construction  Manager  shall  advise  the  Architect  of  recommended  building 
components  and  systems  before  the  design  professionals  have  comprehensively  documented  the 
materials,  systems  and  equipment  within  the  Project. 

2.1.13  Construction  Manager  shall  advise  on  the  separation  of  the  Project  into 
subcontracts  for  various  categories  of  the  Work.  If  separate  contracts  are  to  be  awarded, 
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Construction  Manager  will  review  the  Construction  Drawings  and  Specifications  and  make 
recommendations  to  the  Construction  Team,  and  the  Construction  Team  will  thereafter  work 
cooperatively  and  in  good  faith  together  as  required  to  provide  that  (1)  the  Work  of  the  separate 
contractors  is  coordinated  with  that  of  the  Trade  Contractors,  (2)  all  requirements  for  the  Project 
have  been  assigned  to  the  appropriate  separate  contract,  (3)  the  likelihood  of  jurisdictional 
disputes  has  been  minimized,  and  (4)  proper  coordination  has  been  provided  for  phased 
construction. 


2.1.14  Developed  a  Project  Construction  Schedule  which  is  incorporated 
KGuaranteed  Maximum  Price. 


Provide  the  Project  Construction  Schedule  for  each  set  of  bidding  documents.  Develop  a 
plan  for  the  phasing  of  construction.  The  Project  Construction  Schedule  shall  be  developed  using 
the  critical  path  method  of  scheduling.  Only  those  delays  which  delay  progress  of  the  Work  that  is 
at  that  time  on  the  critical  path  of  the  Project  Construction  Schedule  may  be  the  basis  for  a  time 
extension  under  the  Contract  Documents  (“Critical  Path”).  Construction  Manager  shall  establish 
a  schedule  for  the  purchase  of  materials  and  equipment  requiring  long  lead  time  procurement,  and 
coordinate  the  schedule  with  the  early  preparation  of  portions  of  the  Construction  Documents  by 
the  Architect.  The  Construction  Manager  shall  expedite  and  coordinate  the  ordering  and  delivery 
of  these  purchases.  Construction  Manager  shall  develop  procedures  which  are  acceptable  to  the 
Developer  for  the  prequalification  of  Trade  Contractors.  Construction  Manager  shall  develop 
Trade  Contractor  pre-qualification  standards,  promote  interest  in  the  Project  and  publicly 
advertise  and  conduct  pre-bid  conferences  with  interested  bidders  to  review  the  bid  documents. 
Construction  Manager  shall  take  competitive  bids  on  the  various  categories  of  the  Work  (from  at 
least  three  bidders)  from  pre-qualifled  Trade  Contractors  or,  if  authorized  by  the  Developer  in 
writing,  negotiate  for  the  performance  of  that  Work.  Construction  Manager  shall  use 
commercially  reasonable  efforts  to  encourage  Palm  Beach  County  Trade  Contractors  to  bid  on 
the  Project  and  to  award  various  categories  of  the  Work  to  Palm  Beach  County  firms.  The 
Construction  Manager  may  require  bidders  to  submit  bid  bonds  or  other  bid  security  acceptable  to 
the  Construction  Manager  as  a  prerequisite  to  bidding  on  various  categories  of  the  Work. 
Construction  Manager  shall  analyze  and  evaluate  the  results  of  the  various  bids  and  their 
relationship  to  budgeted  and  estimated  amounts,  and  prepare  for  review  with  the  Developer  and 
Architect  a  bid  tabulation  analysis  and  such  other  support  data  as  necessary  to  properly  compare 
the  various  bids  and  their  responsiveness  to  the  desired  scope  of  Work.  Specifically, 
Construction  Manager  shall  review  the  scope  of  Work  in  detail  with  apparent  low  responsive 
bidders  who  have  met  the  pre-qualification  standards  established  to  determine  that  their  bids  are 
complete  but  do  not  include  duplicate  scope  items.  Construction  Manager  shall  maintain  records 
of  all  pre-award  interviews  with  apparent  low  bidders 

2.1.14.1  Small  Business  Enterprise  Program 


2.1.14.1.1  Policy  -  It  is  the  policy  of  the  Board  of  County  Commissioners  of  Palm 
Beach  County,  Florida,  that  SBE(s)  have  the  maximum  practical  opportunity  to  participate  in  the 
competitive  process  of  supplying  goods,  services  and  construction  to  the  County.  To  that  end,  the 
Board  of  County  Commissioners  adopted  a  Small  Business  Ordinance  which  is  codified  in 
Sections  2-80.21  through  2-80.34  (as  amended)  of  the  Palm  Beach  County  Code,  which  sets  forth 
the  County’s  requirements  for  the  SBE  program.  The  provisions  of  this  Ordinance  are  applicable 
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to  this  Contract,  and  shall  have  precedence  over  the  provisions  of  this  Contract  in  the  event  of  a 
conflict. 


Although  preferences  will  not  be  extended  to  certified  M/WBEs,  unless  otherwise 
provided  by  law,  businesses  eligible  for  certification  as  an  M/WBE  are  encouraged  to  maintain 
their  certification  in  order  to  assist  in  the  tracking  of  M/WBE  availability  and  awards  of  contracts 
to  M/WBEs.  This  information  is  vital  to  determining  whether  race  and  gender  neutral  programs 
assist  M/WBE  firms  or  whether  race  and  gender  preferences  are  necessary  in  order  to  address  any 
continued  discrimination  in  the  market.  y  \ 


2.1.14.1.2  SBE  Goals  -  The  County  has  established  a  minimum  goal 
of  15%  SBE  participation  for  all  County  solicitations,  inclusive  of  all  alternates  and  change 
orders.  This  goal  is  a  minimum,  and  no  rounding  will  be  accepted. 

2.1.14.1.3  When  evaluating  competitive  bids/quotes,  in  order  to 
achieve  the  overall  project  goal  of  15%,  the  Construction  Manager  may  award  to  a  bidder 
responsive  to  the  1 5%  SBE  requirement  as  long  as  the  bid  does  not  exceed  a  lower  bid  amount  by 
ten  percent  (10%),  to  a  cumulative  total  of  all  bids  for  any  project  in  an  amount  not  to  exceed  the 
sum  of  one  hundred  thousand  dollars  ($100,000)  plus  three  percent  (3%)  of  the  total  contract  in 
excess  of  one  million  dollars  ($1,000,000). 

2. 1.1 4. 1.3. a  Schedule  1  -  Cist  of  Proposed  SBE  and  M/WBE 
Subcontractors  -  This  list  shall  contain  the  names  of  all  SBE  and  M/WBE  subcontractors  intended 
to  be  used  in  performance  of  the  contract  if  awarded.  The  type  of  work  to  be  performed  by  each 
subcontractor  and  the  dollar  value  or  percentage  shall  also  be  specified. 


2. 1. 14.1. 3. b  Schedule(s)  2  -  Letter(s)  of  Intent  to  Perform  as  an 
SBE  or  M/WBE  Subcontractor  -  One  Schedule  2  for  each  SBE  and  M/WBE  Subcontractor  listed 
on  Schedule  1  shall  be  completed  and  executed  by  the  proposed  SBE  and  M/WBE  Subcontractor. 

2.1.14.1.4  SBE  Certification  -  Only  those  firms  certified  by  Palm 
Beach  County  at  the  time  of  bid  opening  shall  be  counted  toward  the  established  SBE  goals.  Upon 
receipt  of  a  complete  application,  it  is  the  responsibility  of  the  Construction  Manager  to  confirm 
the  certification  of  any  proposed  SBE;  Construction  Manager  may  contact  the  OSBA  at  (561) 
616-6840  to  verify  certification. 

2.1.14.1.5  Counting  SBE  Participation  (and  M/WBE  Participation 


r> . , 


\  _ 

for  Tracking  Purposes) 


2. 1.1 4. 1.5. a  A  subcontractor  may  count  toward  its  SBE  goal  the 
entire  expenditures  for  materials  and  equipment  purchased  by  an  SBE  subcontractor,  provided  that 
the  SBE  subcontractor  has  the  responsibility  for  the  installation  of  the  purchased  materials  and 
equipment. 


2. 1 . 1 4. 1 .5 .b  A  subcontractor  may  count  the  entire  expenditure  to 
an  SBE  manufacturer  (i.e.,  a  supplier  that  produces  goods  from  raw  materials  or  substantially 
alters  the  goods  before  resale). 
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2. 1 . 14. 1 .5.  c  A  subcontractor  may  count  sixty  percent  (60%)  of  its 
expenditure  to  SBE  suppliers  that  are  not  manufacturers. 

2.1.14.1.5. d  A  subcontractor  may  count  toward  its  SBE  goal  second 
and  third  tiered  SBE  subcontractors,  provided  that  the  Prime  identifies  the  SBE  subcontractors  as 
second  and  third  tier  subs  in  their  bid/proposal  submittal. 

2.1.14.1.6  Responsibilities  After  Contract  Award  -  Construction 
Manager  shall  use  good  faith  efforts  to  meet  the  SBE  participation  percentages  contained  on 
Schedules  1  &  2  and  agree  to  provide  any  additional  information  requested  by  the  County  to 
substantiate  participation. 


_oum 


2. 1.1 4. 1.6. a  The  contractor  shall  submit  an  SBE-M/WBE 
Activity  Form  (Schedule  3)  and  SBE-M/WBE  Payment  Certification  Forms  (Schedule  4)  with 
each  payment  application.  Failure  to  provide  these  forms  may  result  in  a  delay  in  processing 
payment  or  disapproval  of  the  invoice  until  they  are  submitted.  The  SBE-M/WBE  Activity  Form 
is  to  be  filled  out  by  the  Prime  Contractor  and  the  SBE-M/WBE  Payment  Certification  Forms  are 
to  be  executed  by  the  SBE  or  M/WBE  firm  to  verify  receipt  of  payment, 

2.1.14.1.7  SBE  Substitutions  -  After  contract  award,  the 
Construction  Manager  will  only  be  permitted  to  replace  a  certified  SBE  subcontractor  who  is 
unwilling  or  unable  to  perform.  To  the  extent  reasonably  possible,  such  substitution  must  be  done 
with  other  certified  SBEs  in  order  to  maintain  the  SBE  percentages.  Requests  for  substitutions 
must  be  submitted  in  writing. 

2.1,14.2  Local  Preference 

2.1.14.2.1  In  accordance  with  the  Palm  Beach  County  Local 
Preference  Ordinance,  a  preference  will  be  given  to  firms  having  a  permanent  place  of  business  in 
Palm  Beach  County.  The  Construction  Manager  may  apply  this  preference  when  evaluating 
subcontractor  bids.  Local  preference  means  that  if  the  lowest  responsive,  responsible  Bidder  is  a 
non-local  business,  then  all  bids  received  from  responsive,  responsible  local  Bidders  are  decreased 
by  5%,  to  a  maximum  of  $100,000  difference.  The  original  bid  amount  is  not  changed;  the  5% 
decrease  is  calculated  only  for  the  purposes  of  determining  local  preference.  The  $100,000  is  a 


cumulative  value  for  all  subcontractors  under  one  project. 


2.1.1 4.2.2  Glades  Local  Preference:  not  applicable 


2.1.14.2.3  To  receive  a  local  preference,  a  Bidder  must  have  a 
permanent  place  of  business  in  existence  prior  to  the  issuance  of  the  Invitation  to  Bid.  A 
permanent  place  of  business  means  that  the  business’  headquarters  is  located  in  Palm  Beach 
County  or  for  the  Glades  preference  in  the  Glades  area;  or,  the  business  has  a  permanent  office  or 
other  site  in  Palm  Beach  County  or  Glades  area  where  the  business  will  produce  a  substantial 
portion  of  the  goods  or  services  to  be  purchased. 

2.1.14.2.4  A  valid  business  tax  receipt  issued  by  the  Palm  Beach 
County  Tax  Collector  will  be  used  to  verify  that  the  Bidder  had  a  permanent  place  of  business.  A 
Palm  Beach  County  business  tax  receipt  is  required  unless  specifically  exempted  by  law. 
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2.1.14.2.5  The  ranking  of  responsive  Bidders  pursuant  to  the  SBE 
Ordinance  which  results  in  an  award  to  a  Bidder  in  compliance  with  the  Ordinance  shall  not  be 
re-ordered  by  the  provisions  of  the  Local  Preference  Ordinance  to  the  extent  that  the  application  of 
local  preference  would  result  in  an  award  to  a  non-SBE  firm. 

2.1.15  Guaranteed  Maximum  Price 

2.1.15.1  The  Construction  Manager  has  prepared  a 
Guaranteed  Maximum  Price  (“GMP”)  of  $107,636,763.00  which  is  based  on  the  Contract 
Documents  and  is  attached  hereto  as  Exhibit  K.  The  GMP  is  the  sum  of  the  estimated  Cost  of  the 
Work,  Construction  Manager’s  Fee,  the  Construction  Manager’s  Contingency  and  the 
Construction  Manager’s  General  Requirements.  The  GMP  in  the  attached  Exhibit  K  includes:  (1) 
a  written  statement  of  its  basis,  which  shall  include  a  list  of  the  Design  Development  Documents 
upon  which  it  is  based,  (2)  a  list  of  the  clarifications  and  assumptions  made  by  the  Construction 
Manager  in  the  preparation  of  the  GMP,  (3)  a  statement  of  the  estimated  Cost  of  the  Work 
organized  by  trade  categories  or  systems,  allowances,  Construction  Manager’s  Contingency, 
General  Requirements,  and  the  Construction  Manager’s  Fee,  (4)  the  Project  Construction 
Schedule  upon  which  the  GMP  is  based,  (5)  a  schedule  of  the  Construction  Documents  issuance 
dates  upon  which  the  date  of  Substantial  Completion  is  based,  (6)  a  list  of  the  key  employees 
assigned  to  this  Project,  (7)  a  list  of  all  DFCI  to  be  installed  by  Construction  Manager,  (8)  a  list  of 
all  design  delegated  items  in  the  GMP,  (9)  a  list  of  all  alternatives  included  in  the  GMP,  (10)  a  list 
of  GMP  Drawings  and  Specifications,  (11)  a  value  management  log  and  (12)  additional  scope 
items.  Although  the  Construction  Manager  is  solely  responsible  for  the  preparation  of  the  GMP, 
the  Developer  and  the  Program  Manager  shall  be  permitted  to  participate  in  subcontractor  bid 
openings,  review  bid  packages  released  to  the  subcontracting  community  and  be  permitted  to 
attend  all  post  bid  interviews  with  subcontractors.  Developer  shall  have  the  right  to  reject  any 
subcontractor  proposed  by  Construction  Manager  if  Developer  is  dissatisfied  with  such 
subcontractor’s  qualifications  or  bid,  with  the  GMP  being  equitably  adjusted  accordingly.  For 
those  portions  of  the  Work  where  the  design  documents  are  less  than  one-hundred  percent  (100%) 
complete,  the  Developer  may  request  Construction  Manager  to  deliver,  a  detailed  quantity  survey 
with  a  unit  cost  estimate  to  support  the  GMP.  Construction  Manager  shall  coordinate  with  the 
Developer,  Program  Manager  and  HKS  with  regard  to  allowance  items  contained  in  the  GMP. 
Allowances  shall  be  provided  to  Developer  with  a  detailed  description,  an  assumed  unit  cost  and 
total  estimated  cost  to  the  extent  practicable.  The  GMP  includes  and  assumes  complete  operable 
systems  in  its  pricing. 

2.1.15.1.1  The  Construction  Manager  expressly 
acknowledges  and  understands  that  the  Architect  will  be  releasing  further  refinements  and 
clarification  packages  to  the  Construction  Drawings  and  Specifications  after  execution  of  this 
Agreement.  As  a  consequence  thereof,  should  pricing  by  any  existing  Trade  Contractor  with 
respect  to  any  such  later  refinement  deviate  substantially  from  what  Construction  Manager  and 
Developer  reasonably  consider  appropriate,  the  Construction  Manager  shall  seek  alternative 
pricing  from  other  pre-qualified  Trade  Contractors,  or,  if  authorized  by  the  Developer  in  writing, 
negotiate  for  the  performance  of  that  Work  with  existing  Trade  Contractors.  In  the  event  there  is 
an  increase  or  decrease  to  the  Cost  of  the  Work  due  to  changes  in  scope,  sequencing  (to  the  extent 
such  further  refinements  modify  the  Critical  Path  schedule  prepared  by  the  Construction 
Manager  and  cause  a  delay),  systems,  kinds  and  quality  of  materials,  finishes  or  equipment,  the 
same  shall  be  identified  and  incorporated  by  Change  Order.  The  Developer  shall  provide  to  the 
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Construction  Manager  design  documents  prepared  by  the  Architect  in  accordance  with  the  level 
of  completeness  referenced  below  and  by  the  dates  listed  as  follows: 

50%  Construction  Documents  -  Bid  Package  Release  2  -October  20,  2015 

100%  Construction  Documents  -  Bid  Package  Release  3  -January  19,  2016 

These  document  packages  will  include  and  incorporate  all  Value  Engineering,  Value 
Management,  Alternates,  and  other  information  as  needed  to  complete  the  document  set  and 
support  the  Project  scheduled  activities. 

2.1.15.2  A  Public  Construction  Bond  and  Form  of  Guarantee  on  the 
form  attached  hereto  collectively  as  Exhibit  J,  shall  be  provided  by  the  Construction  Manager  prior 
to  the  commencement  of  construction..  The  County,  the  Washington  Nationals  Baseball  Club, 
LLC  and  the  Houston  Astros,  LLC  shall  be  added  to  the  Public  Construction  Bond  as  additional 
obligees  through  the  form  of  Additional  Obligee  Rider  also  attached  as  Exhibit  J.  The  Form  of 
Guarantee  shall  be  issued  jointly  to  Developer  and  County. 

2.2  Construction  Phase.  Unless  otherwise  authorized  by  the  Developer,  all  Work 
shall  be  performed  under  Trade  Contracts  held  by  the  Construction  Manager.  The  Construction 
Manager  shall  not  bid  on  any  of  the  Trade  Contractor  Work  or  perform  such  Work  with  its  own 
forces  without  the  prior  written  consent  of  the  Developer.  The  Construction  Manager  shall: 

2.2.1  Administer  the  construction  phase  as  provided  herein  and  in  the  Contract 

Documents. 

2.2.2  Commence  the  Work  within  10  days  after  receipt  of,  all  permits,  and  Notice  to 
Proceed  from  the  Developer. 

2.2.3  Promptly  award  and  execute  Trade  Contracts  with  approved  Trade 
Contractors.  Provide  copies  of  fully  executed  Trade  Contracts,  insurance  certificates  and,  if 
required,  bonds  to  the  Developer.  The  Subcontractor  buyout  is  to  be  completed  after  receipt  of  the 
Construction  Drawings  and  Specifications,  as  agreed  to  by  the  parties.  Notwithstanding  anything 
in  the  Contract  Documents  to  the  contrary,  Construction  Manager  reserves  the  right  to  obtain 
Subcontractor  Default  Insurance  in  lieu  of  requiring  bonds  from  Subcontractors.  In  the  event 
Construction  Manager  is  able  to  negotiate  any  savings  during  the  buyout  process(“Buy-Out 
Savings”),  (and  such  savings  are  not  the  result  of  Developer  initiated  scope  changes)  such  Buy-out 
Savingsl^shall  be  transferred  seventy  percent  (70%)  to  Developer’s  Contingency,  twenty-five 
percent  (25%)  to  Construction  Manager  as  additional  fee  and  five  percent  (5%)  to  the  Architect,  as 
additional  fee;  provided,  however,  Buy-Out  Savings  will  be  evaluated  on  an  aggregate  basis, 
meaning  that  savings  from  the  favorable  buy-out  of  one  line  item  may  be  used  to  offset  buy-out 
deficits  on  another  line  item  before  the  overall  calculation  of  Buy-out  Savings  is  performed.  Funds 
in  the  Construction  Manager’s  Contingency  (after  adjustment  for  overall  savings)  may  only  be 
applied  by  the  Construction  Manager  as  provided  in  Section  6.3  below. 

2.2.4  Manage,  schedule  and  coordinate  the  Work,  including  the  Work  of  the  Trade 
Contractors,  and  coordinate  the  Work  with  the  activities  and  responsibilities  of  the  Developer, 
Architect  and  Construction  Manager  in  order  to  complete  the  Work  in  accordance  with  the 
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Developer  requirements  of  the  Contract  Documents.  Develop  and  maintain  a  program,  acceptable 
to  the  Developer,  Program  Manager  and  Architect,  to  assure  quality  control  of  the  construction. 
Supervise  the  Work  of  all  Trade  Contractors  so  that  the  work  conforms  to  the  requirements  of  the 
Contract  Documents.  Provide  instructions  to  each  Trade  Contractor  when  its  Work  does  not 
conform  to  the  requirements  of  the  Contract  Documents  so  that  the  Work  conforms  to  the 
requirements  of  the  Contract  Documents,  and  continue  to  manage  each  Trade  Contractor  to  ensure 
that  corrections  are  made  in  a  timely  manner  so  as  to  not  adversely  affect  the  progress  of  the  Work. 
Should  disagreement  occur  between  the  Construction  Manager  and  the  Architect  or  Program 
Manager  over  acceptability  of  Work  and  conformance  with  the  requirements  of  the  Contract 
Documents,  the  Developer  shall  be  the  final  judge  of  performance  and  acceptability,  subject  to 
Construction  Manager’s  right  per  the  Contract  Documents  to  file  a  claim  regarding  such  final 
determination  by  Developer. 

2.2.5  Maintain  exclusively  for  this  Project  a  competent  full-time  staff  at  the  Project 
site  to  coordinate  and  direct  the  Work  and  progress  of  the  Trade  Contractors  on  the  Project.  The 
Construction  Manager  shall  maintain  sufficient  off- site  support  staff,  and  competent  full  time  staff 
at  the  Project  site  authorized  to  act  on  behalf  of  the  Construction  Manager  to  coordinate,  inspect 
and  provide  general  direction  of  the  Work  and  progress  of  the  Subcontractors  and  it  shall  provide 
no  less  than  those  key  personnel  throughout  the  Construction  Phase  as  identified  in  Exhibit  K.  So 
long  as  such  key  personnel  remain  employed  by  Construction  Manager,  Construction  Manager 
shall  not  change  any  of  those  key  personnel  unless  mutually  agreed  to  by  the  Developer  and 
Construction  Manager.  In  such  case,  the  Developer  shall  have  the  right  of  approval  of  the 
qualifications  of  replacement  personnel.  All  of  the  Construction  Manager’s  on-site  management 
and  supervisory  personnel  shall  be  consistent  with  the  interview  presentation  and  shall  not  be 
removed  or  replaced  without  the  Developer’s  consent.  Upon  written  notice,  the  Developer  shall 
have  the  right  to  direct  the  Construction  Manager  to  remove  or  replace  any  on-site  personnel 
whose  performance  becomes  unsatisfactory  to  the  Developer.  In  such  event,  the  Construction 
Manager  shall  promptly  replace  such  personnel,  without  consideration  of  additional  compensation 
for  the  replacement. 

2.2.5. 1  Establish  on-site  organization  and  lines  of  authority  in  order  to 
carry  out  the  overall  plans  of  the  Construction  Team.  Identify  an  on-site  staff  member  to  represent 
the  Construction  Manager,  on  a  daily  basis,  with  authority  to  negotiate  change  orders  and  contract 
modifications  on  behalf  of  the  Construction  Manager.  Make  available  such  executive  personnel  as 
necessary  to  execute  change  orders  or  other  contract  modifications  on  behalf  of  the  Construction 
Manager  so  as  not  to  delay  the  progress  of  the  Work. 

2.2.6  Establish  procedures  for  coordination  among  the  Developer,  Program 
Manager,  Architect,  Trade  Contractors  and  Construction  Manager  with  respect  to  all  aspects  of 
the  Work.  Implement  such  procedures,  incorporate  them  into  a  project  resource  manual,  and 
distribute  manuals  to  the  Construction  Team. 

2.2.6. 1  Require  of  the  various  Trade  Contractors  such  coordination 
drawings  as  may  be  necessary  to  properly  coordinate  the  Work  among  the  Trade  Contractors. 


Construction  Management  Agreement  -  Page  13  of  3 1 


2.2. 6. 2  In  coordination  with  the  Architect  and  Program  Manager,  establish 
and  implement  procedures  for  tracking  and  expediting  the  processing  of  shop  drawings  and 
samples,  as  required  by  the  Contract  Documents. 

2.2.7  Schedule  and  conduct  weekly  progress  meetings  with  Trade  Contractors  to 
review  such  matters  as  job  procedures,  job  safety,  construction  progress,  schedule,  shop  drawing 
status  and  other  information  as  necessary.  Attend  Construction  Team  meetings  with  the  Architect, 
Program  Manager  and  Developer. 

2.2.8  Review  the  Project  Construction  Schedule  with  the  various  Trade  Contractors 
and  review,  or  expand,  the  level  of  detail  to  incorporate  specific  Trade  Contractor  input  consistent 
with  the  overall  completion  requirements.  Regularly  monitor  and  update  the  Project  Construction 
Schedule  and  various  sub-networks  as  construction  progresses.  Identify  potential  variances 
between  scheduled  and  probable  completion  dates.  Review  the  Project  Construction  Schedule  for 
Work  not  started,  or  incomplete,  and  make  adjustments  in  the  Project  Construction  Schedule  to 
meet  the  scheduled  completion  date.  Provide  summary  reports  of  each  monitoring  and  document 
all  changes  in  the  Project  Construction  Schedule.  Regular  Project  Construction  Schedule  updates 
and  reporting  shall  be  included  as  part  of  the  monthly  project  report  outlined  herein. 

2.2.9  Determine  the  adequacy  of  the  Trade  Contractors’  personnel  and  equipment, 
and  the  availability  of  materials  and  supplies  to  meet  the  Project  Construction  Schedule.  In 
consultation  with  the  Developer,  Program  Manager  and  the  Architect,  take  necessary  corrective 
actions  when  requirements  of  a  Trade  Contract  or  a  Trade  Contract  Schedule  are  not  being  met. 

2.2.10  Whenever  Developer-Furnished  Contractor-Installed  (“DFCI”)  materials  or 
equipment,  which  shall  be  identified  in  Exhibit  K,  are  shipped  to  the  Project  site,  the  Construction 
Manager  shall  notify  the  Developer  and  shall  be  responsible  for  their  acceptance,  proper  storage, 
and  incorporation  into  the  Work  provided  the  scope  of  the  DFCI  work  is  included  within  the 
Guaranteed  Maximum  Price.  Notwithstanding  anything  herein  to  the  contrary,  the  Construction 
Manager  shall  not  be  liable  for  latent  defects  or  warranty  of  materials  provided  by  Developer  for 
the  DFCI  work. 

2.2.11  Develop  and  maintain  an  effective  system  of  Project  cost  control  which  is 
satisfactory  to  the  Developer.  Revise  and  rcfmc  the  initially  approved  Project  Construction 
Budget,  incorporate  approved  changes  as  they  occur,  and  develop  cash  flow  reports  and  forecasts 
as  needed.  Identify  variances  between  actual  and  budgeted  or  estimated  costs  and  advise 
Developer,  Program  Manager  and  Architect  whenever  projected  costs  exceed  budgets  or 
estimates.  Cost  Control  Reports  shall  be  included  as  part  of  the  monthly  project  report  outlined 
herein. 

2.2.12  Maintain  a  system  of  accounting  consistent  with  generally  accepted 
accounting  principles.  The  Construction  Manager  shall  preserve  all  accounting  records  for  a 
period  of  four  (4)  years  after  final  acceptance  of  the  Work  or  as  otherwise  requested  in  writing  for 
a  longer  period  by  the  Developer  at  the  Developer’s  expense.  The  Developer  shall  have  access  to 
all  such  accounting  records  at  any  time  during  the  performance  of  the  Work  and  for  such  period 
after  final  acceptance  of  the  Work  as  the  case  may  be. 
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2.2. 1 2. 1  Administer  direct  tax  savings  purchase  program  as  provided  in  the 

Special  Conditions. 

2.2. 1 3  Develop  and  implement  a  system  for  the  preparation,  review  and  processing 
of  Change  Orders.  Without  assuming  any  of  the  Architect’s  responsibilities  for  design, 
recommend  necessary  or  desirable  changes  to  the  Developer  and  the  Architect,  review  requests  for 
changes  and  submit  recommendations  to  the  Developer  and  Architect. 

2.2.13.1  When  requested  by  the  Developer  or  Architect,  prompfly  prepare 
and  submit  estimates  of  probable  cost  for  changes  proposed  in  the  Work  including  similar 
estimates  from  the  Trade  Contractors.  If  directed  by  the  Developer,  promptly  secure  formal  written 
Change  Order  Proposals  from  such  Trade  Contractors. 

2.2.14  Be  responsible  for  initiating,  maintaining  and  supervising  effective  safety 
programs  and  require  similar  programs  of  the  Trade  Contractors  and  Sub-subcontractors.  The 
OSHA  guidelines  shall  serve  as  the  basis  for  the  construction  safety  program.  If  the  Developer 
implements  an  Developer  Provided  Insurance  Program  as  provided  for  in  Article  11,  the 
Construction  Manager  shall  cooperate  with  the  safety  representatives  of  the  Developer’s  Insurance 
Administrator  and/or  the  Developer’s  insurance  carrier(s)  in  the  course  of  construction  site 
inspections  and  in  all  other  matters  related  to  job  safety  and  accident  prevention.  As  between  the 
Developer  and  the  Construction  Manager,  the  Construction  Manager  is  responsible  to  the 
Developer  for  any  and  all  the  safety  issues  relating  to  the  Work.  The  Construction  Manager  shall 
administer  and  manage  the  safety  program  for  the  Work.  This  will  include,  but  not  necessarily  be 
limited  to,  review  of  the  safety  programs  of  each  of  its  Trade  Contractors.  The  Construction 
Manager  shall  monitor  the  establishment  and  execution  of  effective  know  industry  safety 
practices,  as  applicable  to  the  Work,  and  the  compliance  with  all  applicable  regulatory  and 
advisory  agency  construction  safety  standards.  The  Construction  Manager’s  responsibility  for 
review,  monitoring  and  coordination  of  the  Trade  Contractors’  safety  programs  shall  not  extend  to 
direct  control  over  execution  of  the  Trade  Contractors’  safety  programs;  notwithstanding  the 
Construction  Manager’s  safety  obligations  to  the  Developer,  it  is  agreed  and  understood  that  each 
individual  Trade  Contractor  shall  remain  the  controlling  employer  responsible  for  the  safety 
programs  and  precautions  applicable  to  its  own  work  and  the  activities  of  others’  work  in  areas 
designated  to  be  controlled  by  such  Trade  Contractor.  Nothing  in  the  immediately  preceding 
sentence  shall  m  any  way  affect  or  dimmish  the  Construction  Manager’s  responsibility  and 
obligation  herein  to  indemnify,  defend  and  hold  harmless  the  Indemnified  Parties  for  and  against 
any  and  all  losses  and/or  claims  made  with  regard  to  the  safety  programs  and  precautions 
applicable  to  the  Work. 

2.2.14.1  Promptly  notify  the  Developer  and,  where  applicable,  the 
Developer’s  Insurance  Administrator,  in  writing,  upon  receiving  notice  of  filing  of  any  charge  of 
non-compliance  from  OSHA,  or  upon  receiving  notification  that  a  federal  or  state  inspector  shall 
visit  or  is  visiting  the  Project  site. 

2.2. 14.2  At  progress  meetings  with  Trade  Contractors,  conduct  a  review  of 
job  safety  and  accident  prevention,  and  prepare  minutes  of  such  meetings  that  will  be  available  to 
the  Developer’s  Representative  on  request.  The  minutes  of  job  safety  and  accident  prevention 
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portion  of  such  progress  meetings  shall  be  made  available  to  the  Developer’s  Insurance 
Administrator,  where  applicable,  upon  request. 

2.2.15  Make  provisions  for  Project  security  acceptable  to  the  Developer,  to  protect 
the  Project  site  and  materials  stored  off-site,  or  on-site,  against  theft,  vandalism,  weather,  fire  and 
accidents,  damage,  or  injury  to  person(s)  or  property,  etc.,  as  required  by  job  and  location 
conditions. 

2.2. 1 6  Record  the  progress  of  the  Project.  Submit  written  monthly  progress  reports 
to  the  Developer  and  the  Architect  including  information  on  the  Trade  Contractors’  Work,  the 
percentage  of  completion,  current  estimating,  computerized  monthly  update  tfe  the  Project 
Construction  Schedule  and  project  accounting  reports,  including  estimated  time  to  completion  and 
estimated  cost  to  complete.  Keep  a  daily  log  available  to  the  Developer  and  the  Architect.  Report 
and  record  such  additional  information  related  to  construction  as  may  be  requested  by  the 
Developer. 

2.2.17  If  the  Construction  Manager  encounters  on  the  site  materials  or  substances 
reasonably  believed  to  be  hazardous  substances  or  materials  as  defined  by  Applicable  Law,  and  if 
reasonable  precautions  will  be  inadequate  to  prevent  foreseeable  bodily  injury  or  death  to  persons 
resulting  from  a  material  or  substance,  the  Construction  Manager  shall,  upon  recognizing  the 
condition,  immediately  stop  Work  in  the  affected  area  and  report  the  condition  to  the  Developer, 
Program  Manager  and  Architect  in  writing.  Upon  receipt  of  the  Construction  Manager’s  written 
notice,  the  Developer  shall  obtain  the  services  of  a  licensed  laboratory  to  verify  the  presence  or 
absence  of  the  material  or  substance  reported  by  the  Construction  Manager.  In  the  event  such 
material  or  substance  is  found  to  be  present,  Developer  shall  cause  it  to  be  rendered  harmless, 
unless  Construction  Manager  and  Developer  agree  upon  terms  and  conditions  for  Construction 
Manager  to  do  so.  When  the  material  or  substance  has  been  rendered  harmless,  Work  in  the 
affected  area  shall  resume  upon  written  agreement  of  the  Developer  and  the  Construction 
Manager.  By  Change  Order,  the  Contract  Time  shall  be  extended  appropriately  if  such  stoppage  of 
work  negatively  affected  the  Critical  Path  and  the  Guaranteed  Maximum  Price  shall  be  increased 
in  the  amount  of  the  Construction  Manager’s  reasonable  additional  costs  of  shut-down,  delay  and 
start-up.  If  and  only  to  the  extent  Construction  Manager  and  Developer  have  agreed  upon  terms 
and  conditions  for  Construction  Manager  to  do  so,  the  Construction  Manager  shall  be  responsible 
for  rendering  any  such  hazardous  material  or  substance  harmless.  Otherwise,  the  Construction 
Manager  only  shall  be  responsible  for  assisting  the  Developer  by  coordinating  and  monitoring  the 
contractor  who  is  responsible  for  removal,  encapsulation,  transportation  and  disposal  of  any  such 
hazardous  material  and  substance,  which  will  be  performed  by  such  other  contractor  .  under 
separate  contract  with  Developer.  However,  hazardous  material,  brought  onsite  by  the 
Construction  Manager  or  the  Trade  Contractors  shall  remain  their  responsibility  for  proper 
disposal.  Any  hazardous  material  not  specifically  identified  in  the  Contract  Documents  as  being 
part  of  the  Work  shall  be  considered  a  concealed  condition  entitling  the  Construction  Manager  to  a 
Change  Order  increasing  the  Guaranteed  Maximum  Price  for  any  additional  costs  incurred  and/or 
extending  the  Contract  Time  if  such  remedial  work  negatively  affects  the  Critical  Path, 
accordingly.  Such  Change  Order  shall  be  submitted  in  as  timely  a  manner  as  is  reasonably  possible 
after  discovery  of  the  concealed  condition. 
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2.2.18  Construction  Manager  shall  comply  with  all  requirements  of  federal,  state 
and  local  funding  agreements  which  apply  to  all  or  a  part  of  the  Work  including  preparing  such 
reports  and  make  such  certifications  and  representations  as  may  be  required  by  Developer. 

ARTICLE  3 
Additional  Services 


3.1  Upon  the  mutual  written  agreement  of  the  Developer  and  the  Construction 
Manager,  and  upon  written  authorization  from  the  Developer,  the  Construction  Manager  shall 
provide  additional  services  which  are  beyond  the  scope  of  the  Basic  Services  described  in  Article  2 
herein.  The  Construction  Manager  shall  be  compensated  for  such  additional  services  by  a  fee  to  be 
negotiated  by  the  Developer  and  the  Construction  Manager  at  the  time  of  thfyidditional  service 
request. 

ARTICLE  4 

Developer’s  Responsibilities 


O 


the  addi 
0 


4. 1  The  Developer  will  designate  the  Program  Manager  to  act  in  its  behalf.  This 
representative,  or  his/her  designee  will  receive  progress  reports  of  the  Work,  serve  as  liaison  with 
the  Construction  Manager  and  the  Architect,  receive  and  process  communications  and  paperwork, 
and  to  represent  the  Developer  in  the  day-to-day  conduct  of  the  Project. 

The  Developer  may  retain  a  threshold  inspector,  if  required  by  Chapter  553, 


4.2 

Florida  Statutes. 

4.3  The  Developer  will  review  and  approve  or  take  other  appropriate  action  on 
the  Construction  Manager’s  preconstruction  deliverables  in  a  timely  manner. 


a . ; 


4.4 


It  is  currently  anticipated  that  the  County  will  issue  bonds  to  fund  the 
Project,  including  the  Work  Jo^be  performed  under  this  Contract.  Developer  represents  and 
warrants  to  Construction  Manager  that  Palm  Beach  County  has  represented  to  Developer  that  the 
proceeds  from  such  bonds  shall  be  made  available  for  use  exclusively  for  this  Project.  ,  The 
Construction  Manager  may  request  in  writing  that  the  Developer  provide  reasonable  evidence  that 
there  are  sufficient  funds  available  from  Palm  Beach  County  to  allow  Developer  to  fulfill  the 
Developer’s  obligations  under  the  Contract  Documents  The  Construction  Manager  may  only 
make  such  a  request  if  (1)  the  Developer  fails  to  make  payments  to  the  Construction  Manager  as 
the  Contract  Documents  require;  (2)  a  change  in  the  Work  requires  adjustment  exceeding  the 
Guaranteed  Maximum  Price  and  any  available  Developer  Contingency;  or  (3)  the  Construction 
Manager  identifies  in  writing  a  reasonable  concern  regarding  the  Developer’s  ability  to  make 
payment  when  due.  The  Developer  shall  furnish  such  evidence  as  a  condition  precedent  to 
commencement  or  continuation  of  the  Work.  After  the  Developer  furnishes  the  evidence,  the 
Developer  shall  not  materially  vary  such  financial  arrangements  without  prior  notice  to  the 
Construction  Manager. 


4.5  Throughout  performance  of  the  Work,  the  Developer  shall  provide  the 
Construction  Manager  full  and  unrestricted  access  to  the  site  on  which  the  Project  is  being 
constructed. 
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4.6  Except  for  the  Cost  of  the  Work  for  the  period  from  the  Notice  to  Proceed  to 
the  sale  of  the  aforementioned  bonds  for  which  the  Guarantors  shall  be  financially  responsible  to 
pay  (such  amounts  referred  to  herein  as  “Interim  Period  Amounts”),  Developer  shall  not  be 
responsible  for  amounts  due  and  owing  hereunder  that  are  to  be  funded  by  the  County,  and  that  this 
Agreement  constitutes  a  “pay  if  paid”  contract  subject  to  the  qualifications  hereafter  stated  in  this 
Section  4.6.  Except  as  set  forth  above,  it  is  expressly  agreed  by  the  parties  that  County’s  funding 
of  any  such  due  and  owing  amounts  is  a  condition  precedent  to  Developer’s  obligation  to  pay  any 
such  amounts  to  Construction  Manager.  Provided,  however,  and  notwithstanding  the  foregoing  or 
anything  in  the  Contract  Documents  to  the  contrary.  Developer  shall  be  responsible  for  such 
payments  if  the  reason  for  such  non-payment  by  the  County  is  not  due  to  the  fault  or  neglect  of 
Construction  Manager  and  is  a  result  of  Developer’s  fault  or  neglect,  including  Developer  being  in 
breach  of  its  obligations  under  this  Contract  or  under  any  agreement  between  Developer  and  the 
County  (such  amounts  being  referred  to  herein  as  “Default  Amounts”).  Provided  further, 
however,  and  notwithstanding  the  foregoing  or  anything  in  the  Contract  Documents  to  the 
contrary,  Developer  shall  be  responsible  for  any  amounts  above  the  amount  of  the  available 
County  funding  if,  and  only  if,  agreed  to  by  the  parties  as  part  of  the  Guaranteed  Maximum  Price, 
an  amendment.  Change  Order  or  Construction  Change  Directive  (such  amounts  being  referred  to 
herein  as  “Overage  Amounts”).  Developer  also  acknowledges  and  agrees  that  it  shall  obtain  from 
the  Washington  Nationals  Baseball  Club,  LLC  and  the  Houston  Astros,  LLC  (“Guarantors”)  and 
provide  to  Construction  Manager,  a  payment  guarantee  from  the  Guarantors  with  terms  acceptable 
to  Construction  Manager,  guaranteeing  payment  to  Construction  Manager  of  any  Default 
Amounts,  Overage  Amounts  and  Interim  Period  Amounts  due  and  owing  by  Developer  hereunder. 
In  addition,  should  Construction  Manager  not  be  paid  amounts  that  are  due  and  owing  under  the 
Contract  Documents  because  of  the  County’s  failure  to  fund  such  amounts,  and  not  because  of  the 
Construction  Manager’s  failure  to  adhere  to  the  terms  of  this  Agreement,  Construction  Manager 
may  suspend  performance  of  the  Work  until  such  amounts  are  paid  upon  giving  Developer  ten  (10) 
days  written  notice  of  its  intention  to  suspend  performance.  Any  such  suspension  being  deemed  a 
Developer  suspension  under  Paragraph  23  of  the  General  Conditions. 

ARTICLE  5 
Schedule 

_ _  5.1  As  part  of  Exhibit  K,  a  Project  Construction  Schedule  has  been  agreed  upon 

by  the  Construction  Manager  and  the  Developer.  The  Construction  Manager  agrees  to  complete 
the  construction  in  accordance  with  the  agreed  upon  Substantial  Completion  Date,  Final 
Completion  Date  and  Developer  Occupancy  Date  as  same  shall  be  defined  in  theProject 
Construction  Schedule,  and  as  said  dates  thereafter  may  be  adjusted  per  the  terms  of  the  Contract 
Documents.  The  Construction  Manager  acknowledges  that  failure  to  complete  the  Work  within  the 
construction  time  set  forth  in  the  approved  Project  Construction  Schedule  will  result  in  substantial 
damages  to  the  Developer.  Accordingly,  if  Construction  Manager  fails  to  substantially  complete 
the  Work  within  the  Contract  Time  established  in  the  approved  Project  Construction  Schedule,  as 
said  time  may  be  adjusted  per  the  terms  of  the  Contract  Documents,  it  is  hereby  agreed  that 
Developer  may  assess  liquidated  damages  and  not  as  a  penalty,  an  amount  equal  to  Fifty  Thousand 
Dollars  ($50,000.00)  per  day  as  liquidated  damages  for  every  day  Construction  Manager  fails  to 
achieve  Substantial  Completion  of  the  Work  by  the  Substantial  Completion  Date.  Such  per  diem 
amount  represents  a  fair  and  reasonable  estimate  of  Developer’s  actual  damages  at  the  time  of 
contracting  if  Construction  Manager  fails  to  substantially  complete  the  Work  within  the  adjusted 
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Contract  Time.  The  parties  further  agree  that  the  total  cumulative  amount  on  the  liquidated 
damages  that  may  be  assessed  against  the  Construction  Manager  shall  not  exceed  one-half  of  the 
Contractor’s  Fee.  Notwithstanding  anything  in  the  Contract  Documents  to  the  contrary,  only  for 
purposes  of  establishing  whether  or  not  liquidated  damages  are  due  hereunder  beyond  a  certain 
date,  Developer  acknowledges  and  agrees  that  Construction  Manager  shall  be  deemed  to  have 
substantially  completed  the  Work  upon  the  day  the  general  public  views  a  baseball  game  or  other 
major  public  event  in  the  stadium  at  the  Project  site. 


5.2  In  the  event  the  Developer  desires  to  accelerate  the  schedule  for  any  portion 
of  the  Work,  the  Developer  shall  notify  the  Construction  Manager  in  writing.  As  soon  as  possible 
but  not  later  than  21  days  after  the  Developer  request,  the  Construction  Manager  shall  give  the 
Developer  a  revised  Guaranteed  Maximum  Price  for  the  acceleration  which  shall  become  a 
Change  Order  upon  acceptance.  The  Developer  may  then  direct  the  Construction  Manager  to 
increase  its  staff  and  require  its  Trade  Contractors  to  increase  their  manpower,  or  to  work  such 
overtime  hours  as  may  be  necessary  to  accomplish  the  required  acceleration  in  accordance  with  the 
approved  Change  Order.  In  such  event  the  Developer  shall  reimburse  the  Construction  Manager 
for  the  costs  of  such  acceleration  subject  to  the  adjustedGuaranteed  Maximum  Price.  In  no  event 
shall  the  Construction  Manager  be  entitled  to  compensation  in  excess  of  the  adjusted  Guaranteed 
Maximum  Price.  The  Construction  Manager  shall  require  accurate  daily  records  of  all  costs  of  the 
required  acceleration  and  shall  secure  the  Developer’s  approval  of  such  records. 

5.3  The  Developer  shall  have  the  right  to  occupy,  or  use,  any  portion  of  the 
Work  ahead  of  schedule.  If  use  or  occupancy  ahead  of  schedule  affects  the  Guaranteed  Maximum 
Price  or  the  Project  Construction  Schedule,  the  Construction  Manager  shall  so  notify  the 
Developer  in  writing  and  the  use  or  occupancy  will  be  treated  as  a  Change  to  the  Work  in 
accordance  with  Article  9,  herein. 

ARTICLE  6 

Guaranteed  Maximum  Price 

6. 1  The  Guaranteed  Maximum  Price  includes  the  Cost  of  the  Work  required  by 
the  Contract  Documents  as  defined  in  Article  8  herein,  the  Construction  Manager’s  Fee  as  defined 
in  Paragraph  6.3  below,  the  Construction  Manger’s  Contingency  as  defined  in  Paragraph  6.3 
below,  and  the  Construction  Manager’s  lump  sum  General  Requirements  as  defined  in  Paragraph 


6.4  herein,  t  he  Guaranteed  Maximum  Price  is  subject  to  modification  Tor  changes  in  the  Work  per 
the  Contract  Documents,  including  Article  9,  herein. 


6.2  The  Guaranteed  Maximum  Price  will  only  include  those  taxes  in  the  Cost  of 
the  Work  which  are  legally  enacted  at  the  time  of  execution  of  this  Agreement. 

6.3  In  addition  to  the  Cost  of  the  Work,  the  Guaranteed  Maximum  Price 
includes  a  fee  for  Construction  Manager  in  the  amount  of  three  percent  (3%)  of  the  sum  of  the 
actual  Cost  of  the  Work  (“Construction  Manager’s  Fee”)  and,  in  addition,  a  lump  sum  amount  for 
General  Requirements  as  agreed  to  by  the  parties.  The  Guaranteed  Maximum  Price  includes  an 
agreed  upon  sum  as  the  construction  contingency  which  is  included  for  the  Construction 
Manager’s  reasonable  use,  upon  submittal,  review,  and  approval  by  the  Developer,  to  cover  those 
costs  that  are  reimbursable  as  the  Cost  of  the  Work  but  not  otherwise  the  subject  of  a  Change  Order 
(“Construction  Manager’s  Contingency”)  including  without  limitation  for  the  following  reasons: 
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(1)  documented  scope  gaps  between  Trade  Contractors;  (2)  contract  default  by  Trade  Contractors 
only  in  an  amount  in  excess  of  any  bond  or  Subcontractor  default  insurance  recovery;  and  (3) 
unforeseen  field  conditions  that  are  the  Construction  Manager’s  responsibility  under  the  Contract 
Documents.  The  Construction  Manager  will  highlight  and  furnish  documentation  evidencing 
approved  expenditures  charged  to  the  Construction  Manager’s  Contingency  in  its  monthly  pay 
request.  The  foregoing  shall  not  relieve  the  Architect  from  liability  to  the  Developer  for  design 
errors  and  omissions.  Upon  100%  Construction  Drawings  and  Specifications  being  provided  and 
all  Trade  Contracts  executed,  the  Construction  Manager’s  Contingency  will  be  adjusted  as 
mutually  agreed  upon  by  the  parties.  Ten  percent  (10%)  of  any  savings  in  the  Construction 
Manager’s  Contingency  amount  as  shown  in  the  GMP,  as  determined  at  final  completion  of  the 
Project  (i.e.,  January  2017)  shall  be  transferred  to  Construction  Manager,  as  additional  fee. 

If  bids  are  not  received  for  a  portion  of  the  Work  at  or  below  the  applicable  line  item  amount  in  the 
Guaranteed  Maximum  Price,  the  Construction  Manager  may  perform  that  portion  of  the  Work  as 
acknowledged  by  the  Developer  or  negotiate  for  its  performance  for  the  specified  line  item  lump 
sum  amount  or  less. 

6.4  Construction  Manager’s  General  Requirements  is  the  total  lump  sum 
amount  set  forth  in  the  Schedule  of  General  Requirements,  attached  hereto  and  made  a  part  hereof 
as  Exhibit  H,  which  is  to  compensate  Construction  Manager  for  all  Project  related  items  noted  in 
said  Exhibit  H  (including  but  not  limited  to  all  on-site  supervisory  personnel  and  on  site  office  or 
offices).  The  lump  sum  amount  thereafter  maw  be  subject  to  adjustment  per  the  terms  of  the 
Contract  Documents.  However,  with  respecj^to  any  items  included  in  the  lump  sum  General 
Requirements  amount,  Construction  Manager  will  not  be  entitled  to  reimbursement  for  any  such 
items  as  a  Cost  of  the  Work. 

6.5  The  lump  sum  General  Requirements  will  be  paid  in  the  fixed  installment 
schedule  noted  in  attached  Exhibit  H. 

6.6  By  execution!  of  this  Contract,  the  Construction  Manager  certifies  that  all 
factual  unit  costs  supporting  the  Construction  Manager’s  General  Requirements  specified  in  this 
Contract  are  accurate,  complete  and  current  at  the  time  of  negotiations;  and  that  any  other  factual 
unit  costs  that  may  be  furnished  the  Developer  in  the  future  to  support  any  increase  to  the  General 
Requirements  that  may  be  authorized  will  atsu  be  accurate  and  complete.  The  fees  spceifiecHn  this 
Contract  and  any  increase  to  the  General  Requirements  that  may  be  authorized  in  the  future  shall 
be  adjusted  to  exclude  any  significant  sums  by  which  the  Developer  determines  the  amount  was 
increased  due  to  inaccurate,  incomplete,  or  non-current  factual  unit  costs. 

6.7  Because  the  Guaranteed  Maximum  Price  is  based  on  the  Contract 
Documents,  further  refinement  will  be  necessary  to  prepare  the  Construction  Documents.  In  an 
effort  to  keep  the  overall  cost  of  construction  within  the  Guaranteed  Maximum  Price  while  the 
Construction  Documents  are  being  finalized  by  Architect,  the  Construction  Team  will  work 
together  in  good  faith  to  monitor  the  refinement  of  the  Design  Development  Documents.  As  part 
of  this  effort,  Construction  Manager  will  prepare  a  breakdown  of  the  overall  Guaranteed 
Maximum  Price  into  Project  segments  mutually  agreed  upon  by  the  Construction  Team  in  order  to 
assist  the  Construction  Team  in  controlling  the  further  development  of  the  Design  Development 
Documents  into  the  Construction  Documents  by  Architect.  Developer  shall  cause  the  other 
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members  of  the  Construction  Team  to  work  cooperatively  and  in  good  faith  with  Construction 
Manager  with  the  goal  of  ensuring  that  the  cost  of  construction  corresponding  to  each  of  the 
Project  segments  is  not  exceeded  by  the  Construction  Documents  being  finalized  by  Architect, 
unless  Developer  in  its  sole  discretion  agrees  to  an  increase  to  the  Guaranteed  Maximum  Price. 
While  the  Construction  Manager  shall  provide  in  the  Guaranteed  Maximum  Price  for  this  further 
development,  such  further  development  does  not  include  such  things  as  changes  in  scope, 
sequences,  systems,  kinds  and  quality  of  materials,  finishes  or  equipment,  all  of  which,  if  required, 
shall  be  incorporated  by  Change  Order. 

6.8  Adjustments  to  the  Guaranteed  Maximum  Price  will  be  made  only  as 

described  in  the  Contract  Documents.  >0 

6.9  Overhead  and  profit  shall  not  be  calculated  on  the  Construction  Manager’s 


contingency  (in  the  Guaranteed  Maximum  Price)  for  any  Constructio 
time  or  otherwise  until  amounts  of  the  Contingency  are  utilized. 


)n  Man 

\J 


anager  default  at  any 


6.10  All  cost  savings  in  the  Guaranteed  Maximum  Price  shall  be  retained  by  the 
Developer  as  part  of  the  net  aggregate  savings  established  when  final  accounting  is  submitted  upon 
Final  Completion  of  the  Work,  or  at  such  earlier  time  as  agreeS,  to  by  the  Developer  and  the 
Construction  Manager.  “Cost  savings”  are  the  net  difference  obtained  by  deducting  from  the 
Guaranteed  Maximum  Price,  the  expended  portions  of  the  Construction  Manager’s  Fee,  the 
Construction  Manager’s  Contingency,  Construction  Manager’s  General  Requirements  and  the 
actual  expenditures  representing  the  Cost  of  the  Work  as  defined  in  Article  8,  herein.  Liquidated 
damages,  if  any,  are  not  a  reimbursable  Cost  of  the  Work  and  will  be  a  deductive  Change  Order  at 
Final  Completion. 

ARTICLE  7 

Payments  to  Construction  Manager 

7.1  In  consideration  of  the  performance  of  the  Contract,  the  Developer  agrees  to 

pay  the  Construction  Manager,  as  compensation  for  its  services  an  amount  as  set  forth  below: 


7.1.1  For  Preconstruction  Services,  the  total  lump  sum  amount  of 
$400,000.00  is  to  be  paid  to  Construction  Manager  in  two  equal  installments  of  $200,000.00 
each.  The  first  payment  to  be  made  with  the  August  request  for  payment  to  be  submitted  in 
September  and  the  other  payment  is  to  be  made  with  the  September  request  for  payment  to  be 
submitted  in  October. 

7. 1.1.1  Upon  execution  of  this  Contract,  the  Construction  Manager 
shall  be  compensated  for  any  Preconstruction  Services  performed  at  its  own  risk  prior  to  such 
execution. 


7.1.2  The  Guaranteed  Maximum  Price,  which  includes  the  Construction 
Manager’s  Fee  as  described  in  Paragraph  6.3,  Construction  Manager’s  Contingency  as 
described  in  Paragraph  6.3,  Construction  Manager’s  General  Requirements  as  described  in 
Paragraph  6.4  and  the  Cost  of  the  Work  as  described  in  Article  8,  is  to  be  paid  monthly  as 
described  in  the  General  Conditions  of  the  Contract.  The  Construction  Manager’s  Fee,  included 
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in  the  Guaranteed  Maximum  Price,  will  be  paid  proportionally  on  a  percent  complete  basis  of 
the  Work  in  place,  less  retainage. 

If  Work  is  authorized  only  for  a  part  of  the  Project,  the  Construction  Manager’s  Fee  shall  be 
proportionate  to  the  amount  of  Work  authorized. 

7. 1.2.1  As  required  by  Section  218.735,  F.S.,  within  ten  working 
days  from  receipt  of  payment  from  the  Developer,  the  Construction  Manager  shall  pay  each  Trade 
Contractor  out  of  the  amount  paid  to  the  Construction  Manager  on  account  of  such  Trade 
Contractor’s  Work,  the  amount  to  which  said  Trade  Contractor  is  entitled  reflecting  the  percentage 
actually  retained,  if  any,  from  payments  to  the  Construction  Manager  on  account  of  said  Trade 
Contractor’s  Work.  The  Construction  Manager  shall,  by  appropriate  agreement  with  each  Trade 
Contractor,  require  each  Trade  Contractor  to  make  payments  to  its  subcontractors  in  a  similar 
manner. 

7.1.3  Pay  requests  for  Preconstruction  Phase  Services  and  for 
Construction  Phase  Services  shall  be  documented  in  accordance  with  the  General  Conditions 
and  submitted  in  detail  sufficient  for  a  proper  audit  thereof.  Provided,  however,  in  no  event  shall 
any  audit  result  in  a  change  in  any  mutually  agreed  upon  fixed  lump  sum  total  amount. 
Construction  Manager  agrees  that  Florida  Statute  Chapter  713  Construction  Lien  Law  does  not 
apply  to  this  Contract  and  that  neither  Construction  Manager  nor  any  other  party  performing 
any  portion  of  the  Work  may  file  a  lien  against  the  property  to  secure  payment. 

ARTICLE  ^ 

Cost  of  the  Work 

8.1  The  term  “Cost  of  the  Work”  shall  mean  costs  incurred  in  the  Work  as 
described  and  defined  in  Paragraph  8.2,  below,  and  paid  or  incurred  by  the  Construction  Manager, 
less  any  reimbursement  for  scrap  value  and  cash  or  trade  discounts,  subject  to  Article  10,  herein. 
The  term  “wages”  used  herein  shall  include  the  straight  time  and  overtime  pay  and  the  cost  of 
associated  employee  benefits.  Employee  benefits  include,  but  are  not  limited  to,  unemployment 
compensation,  social  security,  compensated  absences,  and  other  mandatory  and  customary 
contributions  and  fringe  benefits  insofar  as  such  costs  are  based  on  wages,  salaries,  or  other 
remuneration  paid  to  employees  of  the  Construction  Manager. 

8.2  Cost  of  the  Work  includes  and  is  limited  to  actual  amounts  incurred  by 
Construction  Manager  in  performance  of  the  Work  for  the  following  cost  items: 

8.2.1  Wages  and  salaries  of  construction  workers  for  labor  in  the  direct 
employ  of  the  Construction  Manager  in  the  performance  of  the  Work,  (not  including 
Construction  Manager’s  supervisory  and  administrative  personnel),  but  only  for  that  portion  of 
their  time  required  for  the  Work,  including  taxes,  insurance,  contributions  assessments  and 
benefits  required  by  law  or  collective  bargaining  agreement . 

8.2.2  The  cost  of  all  materials,  supplies  and  equipment  incorporated  in  the 
Work  or  stored  on  site,  including  cost  of  transportation  and  storage  thereof,  including  excess  of 
those  actually  installed  to  allow  for  reasonable  waste  and  spoilage.  At  the  Developer’s  sole 
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discretion,  not  to  be  unreasonably  withheld,  the  Developer  may  make  payment  for  materials, 
supplies  and/or  equipment  stored  off-site  and  bonded. 


ssary  uy 

IT 


8.2.3  Payments  made  or  owed  by  the  Construction  Manager  to  Trade 
Contractors  for  their  Work  performed  pursuant  to  Trade  Contracts  with  the  Construction 
Manager. 

8.2.4  Cost  of  the  premiums  for  all  insurance;  or  bonds,  including  Trade 
Contractor  bonds  or  subcontractor  default  insurance,  which  the  Construction  Manager  procures 
for  this  Agreement,  or  other  insurance  or  bonds  subsequently  deemed  necessary  by  the 
Construction  Manager,  and  agreed  upon  by  the  Developer. 

8.2.5  Sales,  use,  gross  receipt,  or  similar  taxes  related  to  the  Work 
imposed  by  any  governmental  authority  and  for  which  the  Construction  Manager  is  liable 
provided,  however,  that  such  taxes  shall  not  be  considered  a  Cost  of  the  Work  if  they  result  from 
the  failure  of  the  Construction  Manger  or  any  Trade  Contractor,  to  comply  with  the  County’s 
purchasing  program,  as  referenced  in  the  Special  Conditons 

8.2.6  Building  and  operating  permit  fees,  inspection  and  filing  fees,  sewer 
and  water  fees,  and  deposits  lost  for  causes  other  than  the  Construction  Manager’s  own 
negligence. 

8.2.7  Cost  of  removal  and  disposal  of  all  debris  including  clean-up  and 

trash  removal. 

8.2.8  Cost  incurred  due  to  an  emergency  affecting  the  safety  of  persons 

and/or  property. 

8.2.9  Subject  to  prior  written  approval  by  Developer,  said 
approval  at  its  sole  discretion  ,  legal  costs  reasonably,  and  properly,  incurred  by  Construction 
Manager  after  the  execution  of  the  Contract,  resulting  from  prosecution  of  the  Work  for  the 
Developer,  provided,  however,  that  they  are  not  the  result  of  the  Construction  Manager’s  own 
breach,  negligence  or  malfeasance  nor  arising  from  disputes  between  Developer  and 
Construction  Manager. 

8.2.10  Cost  of  temporary  electric  power,  lighting,  water,  sanitary  facilities, 
and  heat  required  for  the  performance  of  the  Work,  or  required  to  protect  the  Work  from 
weather 


.  damage. 

JS. 


8.2.11  Cost  of  temporary  safety-related  protection  including  barricades 
and  safety  equipment,  temporary  roads  and  parking,  dust  control,  pest  control,  installation  and 
operation  of  temporary  hoists,  scaffolds,  ladders  and  runways,  and  temporary  project  signs  and 
costs  of  permits  and  fees  pursuant  to  the  Contract  Documents. 


8.2.12  Cost  of  watchmen  or  similar  security  services. 

8.2.13  Cost  of  surveys,  measurements  and  layout  work  reasonably  required 
for  the  execution  of  the  Work  or  the  requirements  of  the  Agreement. 

8.2. 14  Cost  of  preparation  of  shop  drawings,  coordination  plans,  or  as-built 
documents  not  included  in  Trade  Contracts. 
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8.2.1 5  All  costs  for  reproduction  of  documents  to  directly  benefit  the  work. 

8.2. 16 Costs  directly  incurred  in  the  performance  of  the  Work  and 
approved  by  Developer. 

8.2. 17  Cost,  including  transportation  storage,  installation,  maintenance, 
dismantling  and  removal  of  all  materials,  supplies,  machinery,  equipment,  temporary  facilities 
and  hand  tools  not  owned  by  the  workmen  which  are  employed  or  consumed  in  the  performance 
of  the  Work. 

8.2.18  Rental  charges  of  all  necessary  machinery  and  equipment,  used  in 
the  performance  of  the  Work,  whether  rented  from  the  Construction  Manager  or  others, 
including  installation,  repairs  and  replacements,  dismantling,  removal,  costs  of  lubrication, 
transportation  and  delivery  costs  thereof. 

8.2.19  Costs  associated  with  setting  up  and  demobilizing  tool  sheds, 
temporary  fences,  temporary  roads,  and  temporary  fire  protection. 

8.2.20  Subject  to  Developer’s  reasonable  approval,  costs  of  repairing  or 
replacing  Damaged  Work  executed  by  the  Construction  Manager,  Trade  Contractors  or 
suppliers,  provided  that:  (i)  such  Damaged  Work  was  not  caused  by  the  negligence  or  failure  to 
fulfill  a  specific  responsibility  of  the  Construction  Manager;  (ii)  Construction  Manager  uses 
reasonable  efforts  to  identify  the  responsible  party;  and  (iii)  such  costs  are  reimbursable  only  to 
the  extent  that  the  cost  of  repair  or  replacement  is  not  recovered  by  the  Construction  Manager, 
after  exhausting  all  reasonable  efforts,  from  insurance,  sureties,  Trade  Contractors,  suppliers,  or 
others.  As  used  herein,  the  term  “Damaged  Work”  means  Work  that  is  damaged  after  it  is 
performed  and  the  cause  and  responsible  party  for  such  damages  is  either  unknown  or  it  is  not  in 
the  Project’s  interest  to  pursue  the  responsible  party.  Royalties  and  license  fees  paid  for  the  use 
of  a  particular  design,  process  or  product  required  by  the  Contract  Documents;  the  cost  of 
defending  suits  or  claims  for  infringement  of  patent  rights  arising  from  such  requirement  of  the 
Contract  Documents;  and  payments  made  in  accordance  with  legal  judgments  against  the 
Construction  Manager  resulting  from  such  suits  or  claims  and  payments  of  settlements  made 
with  the  Developer’s  consent. 

8.2.21  Notwithstanding  any  language  in  the  Contract  Documents 
indicating  that  Construction  Manager  is  to  provide  labor,  materials,  equipment  or  services  at 
Construction  Manager’s  “sole  cost  and  expense”  or  other  substantially  similar  language,  such 
language  shall  not  preclude  Construction  Manager  from  requesting  that  it  be  reimbursed  for  the 
cost  of  providing  such  labor,  materials,  equipment  or  services,  as  mutually  agreed  to  by  the 
parties,  each  in  its  respective  sole  and  absolute  discretion,  if  such  item  otherwise  is 
reimbursable  under  Section  8.2  as  a  Cost  of  the  Work  hereunder. 

8.3  Costs  Not  To  Be  Reimbursed 

8.3.1  The  Cost  of  the  Work  shall  not  include  the  items  listed  below: 

.  1  Expenses  of  the  Construction  Manager’ s  office  and  offices  including  the  site  office; 
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.2  The  Construction  Manager’s  capital  expenses,  including  interest  on  the 
Construction  Manager’s  capital  employed  for  the  Work; 

.3  Except  as  provided  in  Section  8.2.20,  costs  due  to  the  negligence  or  failure  of  the 
Construction  Manager,  Subcontractors  and  suppliers  or  anyone  directly  or 
indirectly  employed  by  any  of  them  or  for  whose  acts  any  of  them  may  be  liable  to 
fulfill  a  specific  responsibility  of  the  Contract; 

.4  Costs,  other  than  costs  included  in  Change  Orders  or  Construction  Change 
Directives  approved  by  the  Developer,  that  would  cause  the  Guaranteed  Maximum 
Price  to  be  exceeded; 

.5  Any  General  Requirement  items  expressly  noted  in  attached  Exhibit  H;  and 

.6  Costs  for  services  incurred  during  the  Preconstruction  Phase,  unless  otherwise 
approved  by  Developer. 

.7  The  salaries  of  executive  and  supervisory  personnel  of  Construction  Manager 
located  at  one  of  the  principal  offices. 

.8  Correcting  defective  workmanship  or  Work  not  in  conformance  with  the  Contract 
Documents  except  for  Damaged  Work  as  provided  in  Section  8.2.20  above. 

.9  The  failure  of  the  Construction  Manger  or  any  Trade  Contractor,  to  comply  with 
the  County’s  purchasing  program,  as  referenced  in  the  Special  Conditons 

ARTICLE  9 
Changes  in  the  Work 

9. 1  The  Developer,  without  invalidating  this  Agreement,  may  order  changes  in 
the  Work  within  the  general  scope  of  this  Agreement  consisting  of  additions,  deletions,  or  other 
revisions.  All  changes  in  the  Work  shall  be  authorized  as  described  in  the  General  Condition  of  the 
Contract.  Except  in  cases  of  emergency  endangering  life  or  property,  the  Construction  Manager 
shall  allow  no  Changes  in  the  Work  without  the  prior  written  approval  of  the  Developer. 

ARTICLE  10 
Discounts 


10.1  All  quantity  discounts  shall  accrue  to  the  Developer.  All  trade  discounts, 
rebates  and  refunds,  and  all  returns  from  the  sale  of  surplus  materials  and  equipment  shall  be 


credited  to  the  Developer 


General  Com 


O 


ARTICLE  1 1 
Insurance 


11.1  The  Construction  Manager  shall  provide  insurance  as  required  by  the 
onditions  of  the  Contract. 


ARTICLE  12 
Period  of  Service 


12.1  The  period  of  service  shall  commence  upon  execution  of  this  Contract  and 
continue  until  completion  of  all  phases  of  the  Work,  unless  otherwise  terminated  as  provided 
herein.  The  foregoing  sentence  notwithstanding,  nothing  contained  in  this  Agreement  shall  be 
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deemed  to  release  either  party  from  its  obligations  hereunder  occurring  or  arising  after  completion 
of  all  phases  of  the  Work  if  otherwise  required  to  be  performed  hereunder. 


ARTICLE  13 
Inspector  General 


13.1  Palm  Beach  County  has  established  the  Office  of  the  Inspector  General  in 
Palm  Beach  County  Code,  Section  2-421  -  2-440,  as  may  be  amended.  The  Inspector  General’s 
authority  includes  but  is  not  limited  to  the  power  to  review  past,  present  and  proposed  County 
contracts,  transactions,  accounts  and  records,  to  require  the  production  of  records,  and  audit, 
investigate,  monitor,  and  inspect  the  activities  of  the  contractor,  its  officers,  agents,  employees, 
and  lobbyists  in  order  to  ensure  compliance  with  contract  specifications  and  detect  corruption  and 
fraud.  The  Construction  Manager  and  all  contractors  and  parties  doing  business  with  the 
Construction  Manager  and  receiving  County  funds  under  this  Contract  shall  fully  cooperate  with 
the  Inspector  General  including  receiving  access  to  records  relating  to  Bid  or  any  resulting  contract 
for  this  Project. 

ARTICLE  14 
Incentives 


14.1  Apprentice  Incentive 


14.1.1  Palm  Beach  County  offers  an  Apprentice  Incentive  payment  to  a 
contractor  who  actually  expends  a  minimum  of  $25,000  (including  subcontractors)  in  payroll 
costs  on  apprentice  wages.  For  purposes  of  this  section,  “apprentice”  means  any  person  who  is 
participating  in  a  Florida  Department  of  Education  registered  apprenticeship  program.  The 
Living  Wage  provisions  of  this  contract  shall  not  be  diminished  by  paying  an  apprentice  less 
than  the  Living  Wage. 

14. 1.2  Upon  completion  of  the  contract.  Contractor  may  apply  for  the 
payment  provided  it  has  notified  the  Developer  prior  to  paying  any  apprentice  wages  which  will 
be  added  to  the  contract  by  change  order.  If  the  County  determines  that  the  Contractor  complied 
with  the  requirements  of  this  section,  it  will  reimburse  the  contractor  20%  of  its  apprentice 
wages  (including  payroll  taxes,  costs,  and  benefits)  up  to  a  maximum  reimbursement  of 
$100,000.  The  request  must  be  submitted  no  later  than  45  days  after  Substantial  Completion  of 
the  projec 


re  project. 

rreshold  amoi 


14.1.3  For  projects  with  construction  costs  of  $20,000,000  or  greater,  the 
threshold  amount  of  expenditures  for  apprentices  which  must  be  paid  to  qualify  for  the 

incentive  shall  increase  to  $50,000  and  the  maximum  reimbursement  payment  to  $200,000. 

V 


14.1.4  To  be  eligible  for  the  Apprenticeship  Incentive  payment,  the 
apprentice  employer  (through  the  Contractor)  must  provide  the  following  documentation: 
apprentice  name(s),  contact  information,  the  apprentice  Registered  Apprenticeship  Partners 
Information  Data  System  (RAPIDS)  Registration  number,  certification  from  the  apprentice 
program  that  the  employee  was  in  good  standing  during  the  time  on  the  project,  registered  trade, 
and  certified  payroll  for  the  apprentice  hours  worked  on  the  project. 
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14. 1.5  The  Contractor  is  required  to  forward  all  documentation,  assembled 
and  submitted  by  the  apprentice  employer  in  accordance  with  the  above  paragraph,  to  the 
County  for  review  and  disposition.  Any  incentive  that  the  County  approves  shall  be  provided  to 
the  apprentice  employer  in  full. 


14.1.6  The  Developer  shall  be  responsible  for  payment  of  the 
incentives  identified  in  this  Paragraph  14.1. 

14.2  Glades  Employee  Incentive 

14.2.1  Palm  Beach  County  offers  an  incentive  Payment  to  any  contractor 
(and  subcontractors)  who  hires  a  new  employee  that  is  a  resident  of  the  Glades  area  for  work  on 
County  contracts  (“Glades  Employee”).  For  purposes  of  this  section,  “resident  of  the  Glades  area” 
means  any  person  whose  legal  residence  is  located  in  the  Glades  area  as  defined  in  the  Palm  Beach 
County  Local  Preference  Ordinance. 

14.2.2  To  be  eligible  for  the  Incentive  Payment,  the  employee  must  be  a 
full-time  employee  of  the  contractor  or  subcontractor  for  a  minimum  of  3  weeks  on  this  project  and 
cannot  have  worked  for  the  contractor  or  subcontractor  claiming  the  Glades  Employee  as  a  new 
hire  for  90  days  prior  to  this  project.  Within  5  days  of  the  contractor  or  subcontractor  hiring  and  the 
Glades  Employee  reporting  to  work  at  the  project  site,  the  contractor  or  subcontractor  must 
provide  the  following  documentation  (“Hiring  Certification”):  Glades  Employee  name,  contact 
information  including  legal  residence,  copy  of  driver’s  license  or  other  proof  of  residence,  hire 
date,  start  date  at  project  site,  and  trade.  Both  the  Glades  Employee  and  employer  must  sign  the 
Hiring  Certification  with  signatures  notarized. 


14.2.3  The  County  has  the  right,  but  not  the  obligation,  to  conduct 
unannounced  field  interviews  with  the  Glades  Employee  to  ensure  compliance  with  the 
requirements  of  this  Section. 

14.2.4  Upon  completion  of  the  contract,  the  contractor  or  subcontractor  may 
apply  for  the  Incentive  Payment  which  will  be  added  to  their  contract  by  change  order.  The 
documentation  (“Incentive  ( 


a  certified  payroll  for  the  hours  worked  on  the  project,  and  employee  wages  and  benefits  paid.  The 
Incentive  Certification  must  be  signed  by  both  the  Glades  Employee  and  employer  with  both 
signatures  notarized.  No  markup  will  be  allowed  either  by  the  contractor  or  a  subcontractor. 

14.2.5  If  the  County  determines  that  the  contractor  or  subcontractor 
complied  with  the  requirements  of  this  section,  it  will  reimburse  the  contractor  or  subcontractor 
30%  of  the  new  employee(s)  wages  (including  payroll  taxes,  costs,  and  benefits)  up  to  a  maximum 
reimbursement  of  $100,000.  The  request  must  be  submitted  no  later  than  45  days  after  Substantial 
Completion  of  the  project. 


Certification”)  required  includes  resubmitting  of  the  Hiring 
date  or  last  day  on  the  job  site  (whichever  is  earlier), 


14.2.6  A  contractor  or  subcontractor  can  only  claim  the  Incentive  Payment 
once  for  each  Glades  Employee  within  a  rolling  twelve  (12)  month  period,  but  the  incentive  can  be 
claimed  across  multiple  County  contracts. 
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14.2.7  It  is  a  Contract  requirement  of  the  contractor  that  any 
reimbursement  requested  by  a  subcontractor  under  this  Section  be  processed  by  the  contractor  to 
the  County  for  review. 


ARTICLE  15 
Living  Wage 

15.1  This  Contract  must  comply  with  the  Palm  Beach  County  Living  Wage 
Ordinance  as  set  forth  in  Section  15.2  through  15.6  below. 

15.2  Living  wage  means  a  minimum  wage  of  $  1 1 .80  per  hour  effective  October 
1,  2014,  through  September  30,  2015.  The  living  wage  is  adjusted  annually  on  October  1  as 
provided  for  in  the  ordinance.  Effective  October  1 , 201 5  the  rate  will  increase  to  $1 1 .98/hour.  The 
Contractor  and  all  subcontractors  shall  pay  the  living  wage  to  all  employees  directly  providing 
construction-related  services. 

15.3  Certification  required.  Upon  entering  any  construction  contract,  the 
Contractor  must  provide  a  certificate  to  the  County  or  Developer  and  each  subcontractor  must 
provide  a  certificate  to  the  Contractor,  stating  that  it  will  pay  each  employee  no  less  than  the  living 
wage.  A  copy  of  the  certificate  must  be  made  available  to  the  public  upon  request.  The  certificate 
must  include  the  following: 

The  name,  address,  and  phone  number  of  the  prospective  employer,  a  local  contact 
person,  and  the  specific  project  for  which  the  construction  contract  applies;  The 
amount  of  the  construction  contract;  A  brief  description  of  the  project  or  service 
provided  under  the  construction  contract;  A  statement  of  the  wage  levels  for 
prospective  non-county  employees;  and  A  commitment  to  pay  each  employee  a 
living  wage. 

The  certificate  form  is  attached  as  Exhibit  I. 

15.4  Notice  and  posting.  The  Contractor  shall  post  a  copy  of  the  following 
statement  at  the  work  site  in  a  prominent  place  where  it  can  easily  be  seen  by  the  employees: 
“NOTICE  TO  EMPLOYEES:  If  yon  are  employed  to  provide  certain  services  to  Palm  Beach 
County,  your  employer  may  be  required  by  Palm  Beach  County  law  to  pay  you  at  least  (insert  the 
living  wage  hourly  pay  rate,  as  adjusted)  per  hour.  If  you  are  not  paid  this  hourly  rate  contact  your 
supervisor  or  Palm  Beach  County  Capital  Improvements  Division  at  (561)  233-0260.”  The 
preceding  statement  shall  be  printed  in  English,  Spanish,  and  Creole,  and  shall  be  printed  with 
black  lettering  on  letter-size,  white  paper  using  a  Times  New  Roman  14-point  font,  Courier  New 
14-point  font,  or  Arial  14-point  font.  Posting  requirements  will  not  be  required  if  the  employer 
attaches  a  copy  of  the  preceding  statement  to  the  employee’s  first  paycheck,  and  to  subsequent 
paychecks  at  least  every  six  (6)  months  thereafter.  Employers  shall  supply  a  copy  of  the  preceding 
statement  to  any  employee  upon  request  within  a  reasonable  time.  Employers  shall  forward  a  copy 
of  the  requirements  of  this  ordinance  to  any  person  or  business  submitting  a  bid  for  a  subcontract 
on  any  contract  covered  by  this  ordinance. 
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15.5  Maintenance  of  payroll  records.  Each  employer  shall  maintain  payroll 
records  and  basic  records  relating  thereto  for  each  employee,  and  shall  preserve  them  for  a  period 
of  three  (3)  years.  The  records  shall  contain: 

Each  employee’s  name  and  address;  Each  employee’s  job  title  and  classification; 

The  number  of  hours  worked  each  day  by  each  employee;  The  gross  wages  and 

deductions  made  for  each  employee;  and  Annual  wages  paid  to  each  employee. 

15.6  Reporting  payroll.  Every  six  (6)  months  the  Contractor  shall  certify  and  file 
with  the  Developer,  or  with  the  general  contractor  for  subcontractors,  certification  that  all 
employees  who  worked  on  each  construction  contract  during  the  preceding  six  (6)  month  period 
were  paid  the  living  wage  in  compliance  with  this  ordinance.  Upon  the  Developer’s  request,  the 
employer  shall  produce  for  inspection  and  copying  the  payroll  records  for  any  or  all  of  its 
employees  for  the  prior  three  (3)  year  period. 

ARTICLE  16 
Public  Entity  Crimes 

16.1  As  provided  in  Florida  Statute  287.133(2)(a)  a  person  or  affiliate  who  has 
been  placed  on  the  convicted  vendor  list  following  a  conviction  for  a  public  entity  crime  may  not 
submit  a  proposal  or  bid  on  a  contract  to  provide  any  goods  orlervices  to  a  public  entity,  may  not 
submit  a  proposal  or  bid  on  a  contract  with  a  public  entity  for  the  construction  or  repair  of  a  public 
building  or  public  work,  may  not  submit  proposals  on  leases  of  real  property  to  a  public  entity, 
may  not  be  awarded  or  perform  work  as  a  contractor,  supplier,  subcontractor,  or  consultant  under  a 
contract  with  any  public  entity,  and  may  not  transact  business  with  any  public  entity  in  excess  of 
the  threshold  amount  provided  in  s.  287.017  for  CATEGORY  TWO  for  a  period  of  36  months 
from  the  date  of  being  placed  on  the  convicted  vendor  list. 

16.2  By  entering  into  this  Contract  or  performing  any  Work  in  furtherance 
hereof,  the  Construction  Managerlcertifies  that  it,  its  affiliates,  suppliers,  subcontractors  and 
consultants  who  will  perform  hereunder  have  not  been  placed  on  the  convicted  vendor  list 
maintained  by  the  State  of  Florida  Department  of  Management  Services  within  the  36  months 
immediately  preceding  the  date  hereof. 


This  notice  is  required  by  F.S.  287.133  (3)  (a). 

ARTICLE  17 

Waiver  of  Florida  Statutes  Chapter  558 

THE  PROVISIONS  OF  FLORIDA  STATUTES  CHAPTER  558  SHALL  NOT  APPLY  TO  THIS 
AGREEMENT,  AND  THE  PARTIES  HEREBY  EXPRESSLY  WAIVE  THE  APPLICATION 
THEREOF. 


ARTICLE  18 
LEED  Certification 
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18.1  It  is  anticipated  the  Project  is  to  be  LEED  certified.  Thus,  the  Construction 
Team  agrees  they  shall  cooperate  in  good  faith  in  seeking  to  achieve  said  LEED  certification. 


[REMAINDER  OF  PAGE  INTENTIONALLY  LEFT  BLANK] 
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IN  WITNESS  WHEREOF,  HW  and  CONSTRUCTION  MANAGER  has  hereunto  set  its 
hand  the  day  and  year  above  written. 

HW  SPFHNG  TRAINING  COMPLEX,  LLC: 

WITNESS: 


Signature 

Signature 

Name  (type  or  print) 

WITNESS: 

GILES  KIBBE  Manager 

Signature 

Signature 

Name  (type  or  print) 

ARTHUR  N.  FUCCILLO  Manager 

HUNT  CONSTRUCTION  GROUP,  INC. 

WITNESS: 

<0 

Signature 

Signature 

Name  (type  or  print)  TITLE 
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EXHIBIT  "A"  -  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


REQUEST  FOR  PROPOSAL 


[SEE  ATTACHED] 


QUALIFICATIONS  OUTLINE 


BALLPARK  OF  THE  PALM  BEACHES 
CONSTRUCTION  MANAGEMENT  SERVICES 


GENERAL: 

The  Houston  Astros  Baseball  Club  and  Washington  Nationals  Baseball  Club  (jointly,  the 
“'reams’')  are  seeking  proposals  from  qualified  firms  to  provide  construction  management 
services  as  set  forth  below  for  the  development  of  a  joint  spring  training  facility  that  will  include 
an  approximately  8,500-seat  baseball  stadium  and  supporting  components.  The  Washington 
Nationals  Spring  Training  Complex  will  include  an  approximately  61,000  square  foot  clubhouse, 
two  Major  League  Practice  Fields,  four  Minor  League  Practice  Fields.  an(J  other  supporting 
training  spaces.  The  Houston  Astros  Spring  Training  Complex  will  include  an  approximately 
61,000  square  foot  clubhouse,  two  Major  League  Practice  Fields,  four  Minor  League  Practice 
Fields,  and  other  supporting  training  spaces.  The  project  will  awo  include  a  public  park 
(collectively,  the  “Facilities”).  The  property  upon  which  the  facilities  will  be  built  is  generally 
located  at  45th  Street  between  Haverhill  Road  and  Military  Trail  within  the  municipal  limits  of 
the  City  of  West  Palm  Beach. 

The  Teams  are  seeking  qualifications  from  qualified  firms  to  provide  construction  management 
services  for  the  ultimate  construction  of  the  Facilities  on  a  Guaranteed  Maximum  Price  basis. 
The  selected  Construction  Management  firm  will  function  as  a  general  contractor  responsible  for 
publicly  bidding  trade  contracts,  all  scheduling  and  coordination  of  the  project,  and  the 
successful,  timely,  and  economic^  completion  of  the  project.  The  selected  Construction 
Manager  (CM)  will  provide  preconstruction  and  construction  services  and  will  be  responsible  for 
constructing  the  facility  pursuant  to  a  contractually  guaranteed  maximum  price. 

SCOPE  OF  WORK: 

In  coordination  with  and/or  at  the  direction  of  the  Teams,  the  Construction  Manager  shall 
provide  all  services  usually  and  customarily  provided  by  CM  at  Risk  general  construction 
contractors  in  Florida  for  projects  of  the  size  and  scope  of  the  Facilities.  Those  services  shall 
begin  immediatelympon  selection  by  the  Teams  and  shall  include,  but  not  be  limited  to,  the 
following: 

A.  Develop  a  comprehensive  approach  to  completion  of  the  Project  in  compliance  with  the 
Teams’  required  construction  schedule  and  overall  budget  requirements  and  limitations. 

B.  Advise  key  stakeholders  on  procedures,  design  sequence  and  phasing,  coordination  and 
scheduling  of  the  work 

C.  Provide  design,  estimating  and  constructability  reviews  and  advise  on  availability  of 
materials  and  labor 

D.  Provide  preconstruction  budgeting  support  related  to  overall  project  cost  and  associated 
costs  of  alternative  designs  or  materials,  life-cycle  data,  and  possible  cost  reductions 
without  loss  of  utility  or  performance. 


[th  in  a 


E.  Pro  vide  Value  Engineering  analysis  as  required  during  the  entirety  of  the  Project. 

F.  Provide  an  integrated  design  and  construction  schedule  that  addresses  all  design, 
procurement,  and  construction  activities  and  sequences. 

G.  Provide  recommendations  on  project  phasing  and  the  need  and  impact  of  any  necessary 
accelerated,  fast-tracked  or  phased  construction 

H.  Provide  preliminary  total  project  cost  estimates  with  comparisons  to  preliminary  budget 
expectations.  Generate  alternative  design  and  cost  reduction  alternatives  to  the  degree 
they  are  needed  to  reduce  the  project  cost  relative  to  the  established  budget. 

I.  Develop  an  organization  chart,  for  Teams’  approval,  reflecting  the  proper  number  and 
experience  of  staff  necessary  to  carry  out  the  complete  construction  of  the  Project. 

J.  Generate  a  potential  subcontractor  bid  list  and  maintain  an  active  program  of 
subcontractor  solicitation  to  generate  and  determine  market  strength  in  aT^iecessary 
disciplines. 

K.  Develop  a  Bid  List  for  the  Teams'  approval. 

L.  Draft  all  invitations  and  solicitations  for  bid. 

M.  Assemble  all  bid  solicitation  packages. 

N.  Solicit,  receive,  review,  and  present  all  bid  results  to  the  Teams  in  the  form  of  a 
Guaranteed  Maximum  Price  (GMP)  using  the  CM  at  risk  format  under  Florida  law. 

O.  Provide  a  payment  and  performance  bond  as  required  by  the  Teams. 

P.  Purchase  all  subcontractors  as  required  to  meet  the  established  project  schedule,  ensuring 
that  the  full  scope  of  the  completed  project  is  included  in  the  GMP 

Q.  Ensure  that  all  necessary  trade  permits  are  acquired  for  commencement  of  work 

R.  Properly  staff  the  project  to  ensure  efficient  leadership  and  proper  oversight  of  all 
construction  operations. 

S.  Provide  information  and  support  to  LEED  certification  activities,  as  required. 

T.  Conduct  weekly  Owner,  Architect,  Contractor  meetings  to  review  project  progress  and 
ensure  integrated  project  management. 

U.  Coordinate  the  work  with  the  Teams'  requirements  related  to  Furniture,  Fixtures  & 
Equipment,  sponsorship,  third-party  vendors,  Team  consultants,  and  Team  operations. 

V.  Manage  and  administer  project  cost  and  change  order  issues.  Prepare  all  pay  requisitions 
and  coordinate  any  sales  tax  exemption  procedures  with  local  County  officials  to 
maximize  savings  to  the  Project. 

W.  Develop  and  execute  an  operations  start-up  and  commissioning  schedule  that  allows 
phased,  early,  team  and  vendor  occupancy  prior  to  project  completion,  as  required  for 
specific  specialty  areas  including  but  not  limited  to  concessions,  AV/IT,  sponsorship,  and 
team  operations  areas. 

X.  Develop  a  program  for  phased  punch  list  development,  completion  and  turnover. 

Y.  Develop  a  schedule  of  required  County  and  other  regulatory  inspections  necessary  for 
phase  occupancy  and  operations  of  the  ballpark  and  training  facilities. 

Z.  Provide  stand-by  trade  support  during  initial  facility  and  ballpark  operations,  including 
initial  team  and  public  events  to  ensure  immediate  reaction  to  system  failures  or  start-up 


difficulties. 

AA.  Create  a  comprehensive  library  of  Record  Drawings,  submittals  and  spare 
inventory  for  Team  operational  use. 

BB.  Provide  and  enforce  complete  close-out  checklists  for  all  subcontractors  prior  to 

requests  for  final  payment. 


CC.  Work  efficiently  at  all  times  with  the  Teams’  selected  consultants  selected  to 

interface  with  the  Construction  Manager. 

Experience  with  stadium  facilities,  including  but  not  limited  to  baseball  facilities  (major  league 
and  spring  training  facilities),  as  well  as  multi-team  facilities,  is  preferred.  Experience  with  the 
local  contracting  environment  and  local  permitting  agencies  (e.g.,  City  of  West  Palm  Beach, 
Palm  Beach  County,  Florida  Department  of  Transportation,  South  Florida  Water  Management 
District)  is  also  encouraged.  The  Construction  Manager  must  be  a  licensed  General  Contractor  in 
the  State  of  Florida. 


SELECTION  OF  FIRM: 


A  Selection  Committee  consisting  of  a  representative  of  each  of  the  teams  and  one  member  of 
County  Staff  will  review  and  evaluate  the  qualifications  and  make  the  final  selection  after 
shortlisting  and  presentation  by  and  interviews  of  qualified  responders  as  described  herein. 

Upon  receipt  of  responses,  the  Selection  Committee  will  identify  the  four  (4)  highest  scores 
based  on  the  criteria  below,  which  will  then  be  interviewed.  Each  member  will  vote  for  the  four 
(4)  responders  they  determine  to  be  most  qualified,  based  upon  his/her  review  of  the  documents 
submitted  (in  the  event  there  are  four  (4)  or  fewer  responses,  each  responder  will  be  provided  a 
time  slot  for  a  presentation  and  interview). 

Presentations  and  interviews  will  be  conducted  by  the  Selection  Committee  on  March  12,  2015. 
Specific  times  will  be  sent  to  the  top  four  (4)  qualified  responders  no  later  than  noon  on  March 
10,  2015.  The  Selection  Committee  will  make  its  decision  following  the  presentations  and 
interviews. 

Selection  will  be  based  on  the  following  criteria: 


Category  _ 


SBE  Participation  w  _ 


A.  SBE  Participation  (as  set  forth  below) 


Quality  of  Experience,  Depth  and  Specialized  Skills 
(including  as  related  to  specific  individuals 


B.  Experience  with  sports  stadiums 


C.  Experience  with  baseball  stadiums 


D.  Experience  with  sports  training  facilities 


E.  Experience  with  construction  of  baseball 
playing  fields 


F.  Knowledge  of  local  conditions,  including 
experience  with  local  building  codes  and 
requirements 


Performance 


Points 


G.  Ability  to  meet  strict  deadlines 

10 

H.  Financial  capability  and  capacity  to  perform 

5 

Total 


100 


SMALL  BUSINESS  ENTERPRISES: 


The  Teams  prefer  a  minimum  Small  Business  Enterprise  (“SBE”)  participation  of  15%  as 
measured  over  the  total  contract  value.  The  Construction  Manager  will  need  to  work  toward  at 
least  that  percentage  of  SBE. 

Each  SBE  firm  utilized  on  must  be  certified  by  Palm  Beach  County  Office  of  Small  Business 
Assistance  (OSBA)  (561)  616-6840  (www.pbcgov.com/osba)  in  order  to  be  counted  toward  the 
SBE  participation  goal. 


TERMS  AND  CONDITIONS: 


All  responses  shall  become  the  property  of  the  Teams. 


n  of  thi 


B.  Due  care  and  diligence  has  been  exercised  in  the  preparation  of  this  request  and  all 
information  contained  herein  is  believed  to  be  substantially  correct.  However,  the  responsibility 
for  determining  the  full  extent  of  the  services  rests  solely  with  those  making  responses. 

C.  The  Teams  reserve  the  right  to  waive  any  or  all  informalities  and/or  irregularities,  to 
solicit  with  either  an  identical  or  revised  scope,  or  to  cancel  request  in  its  entirety. 

D.  A  response  to  this  request  does  not  constitute  a  bid,  therefore  the  Teams  retain  the  right  to 
contact  any/all  proposers  after  submittal  in  order  to  obtain  supplemental  information  and/or 
clarification  in  either  oral  or  written  formal 


E.  The  selected  firm  will  be  expected  to  execute  a  contract  similar  to  a  standard  Palm  Beach 
County  contract  as  modified  by  the  Teams. 

F.  The  selected  consultant  must  provide  professional  liability  insurance  in  a  minimum 
amount  as  determined  by  the  Teams,  but  in  no  event  less  than  $5,000,000,  including  primary  or 
umbrella  coverage. 


G.  The  Construction  Manager  will  be  subject  to  audit  at  the  discretion  of  the  Teamsr 
including  review  of  transactions,  accounts  and  records,  production  of  records,  investigation, 
monitoring,  and  inspection  of  the  activities  of  the  Construction  Manager,  its  officers,  agents, 
employees,  and  lobbyists.  Construction  Manager  agrees  to  comply  with  all  pertinent  local,  state 
or  federal  obligations  and  complete  the  required  representations  and  certification  forms. 


H.  The  services  to  be  provided  will  be  made  in  coordination  with  and/or  at  the  direction  of 
the  Teams. 


PROPOSAL  SUBMITTAL  REQUIREMENTS 

A.  The  contents  of  the  proposal  submitted  by  the  successful  respondent  will  become  part  of 
the  contractual  obligations. 


B.  It  shall  be  understood  that  it  is  the  intent  of  the  Teams  to  insist  that  those  indicated  as  a 
part  of  the  Construction  Manager’s  team  actually  execute  the  project  and  that  the  Project  Lead 
for  the  Construction  Manager  be  continually  involved  with  the  project  during  the  pre¬ 
construction  and  construction  phases  unless  agreed  to  in  writing  by  Teams,  or  their  employment 
with  Construction  Manager  is  terminated,  in  which  even  the  Teams  will  be  notified  in  writing 
and  provided  the  opportunity  to  approve  the  new  Project  Lead. 

C.  Respondents  must  submit  the  following  required  information.  Failure  to  submit  and 
completely  fill  out  any  or  all  of  the  required  forms  may  result  in  the  rejection  of  the  proposal. 

1)  Letter  of  intent  from  a  Surety  Company  indicating  the  applicant’s  bondability  for 
this  contract.  The  surety  shall  acknowledge  that  the  firm  can  be  bonded  for 
projects,  with  a  potential  construction  cost  of  $100  Million.  The  surety  company 
shall  be  currently  listed  with  the  United  States  Treasury  for  an  amount  greater 
than  $300  Million. 

2)  Related  Experience:  List  the  projects  which  best  illustrate  the  experience  of  the 
firm  and  staff  which  will  be  assigned  to  this  project.  List  no  more  than  ten  (10) 
projects,  and  do  not  include  projects  completed  more  than  ten  (10)  years  ago. 
Provide  a  secondary  list  of  all  projects  in  Florida  which  exceed  $25  Million  in 
cost,  started  in  the  past  5  years^|  Provide  the  following  information  for  each 
project  listed: 


a. 

b. 

c. 


e. 

f. 


Name  and  location  of  the  project. 

The  nature  of  the  firm's  responsibility  on  this  project  including  project 
delivery  method. 

The  name,  address,  phone  number,  and  e-mail  address  of  an  owner’s 
representative  and  architect’s  representative  who  can  be  contacted  to 
provide  a  reference. 

Size  of  project. 

Construction  cost. 

Present  status  of  the  project;  Date  project  was  completed  or  is  anticipated 
to  be  completed 

Key  professionals  involved  on  listed  project  who  would  be  assigned  to  this 
project. 

\V 

3)  Pre-Construction  Services  Staff:  Includes  management,  technical  and  support 
staff.  Provide  a  project  organizational  chart.  Give  a  brief  resume  of  key  persons  to 
be  assigned  to  this  contract  including,  but  not  limited  to: 


h. 


.0 


a.  Name  and  title. 

b.  Current  project  assignments. 

Number  of  years  with  this  firm.  Number  of  years  with  other  firms 
providing  similar  services. 


c. 


d.  Experience:  Types  of  projects,  size  of  projects  (dollar  value  &  square 
footage  of  project),  and  job  assignment. 

e.  Education  and  Registrations. 

f.  Other  experience  and  qualifications  relevant  to  this  project. 

1 .  Present  office  location. 


Construction  Services  Staff:  Provide  an  organizational  chart  and  resumes  of  the 
key  on-site  staff  which  may  be  assigned  under  this  contract  including,  but  not 
limited  to: 


a.  Name  and  title. 

b.  Current  project  assignments  and  percentage  of  time  for  each. 

c.  Number  of  years  with  this  firm.  Number  of  years  with  other  firms 
providing  similar  services. 


eluding,  but  n< 

:h. 


Experience:  Types  of  projects,  size  of  projects  (dollar  value  &  square 
footage  of  project),  and  job  assignment. 

Education  and  Registrations. 

Other  experience  and  qualifications  relevant  to  this  project. 


Project  Management  Services: 


Describe  the  capabilities  of  your  firm  to  provide  the  technical  services 
required  for:  Design  reviews,  budget  estimating,  value  engineering, 
constructability  analysis,  construction  scheduling,  quality  control  (design 
and  construction),  cost  control,  claims  management,  and  project  close-out. 


6)  SBE  Participation 

a.  For  each  project  listed  in  Paragraph  2,  provide  the  firm’s  history  of  SBE  or 
minority  participation. 

b.  Provide  the  plan  your  firm  will  use  to  achieve  the  required  SBE  Goal  for 
this  project. 


A.  Questions  are  to  be  directed  via  e-mail  to  Collene  Walter  at  cwalter@udkstuidios.com. 
Include  the  words  “Ballpark  of  The  Palm  Beaches  —  Construction  Management”  in 
the  subject  line  of  any  e-mail  regarding  this  project.  All  questions  shall  be  submitted  no 
later  than  2:00  PM  on  March  4,  2015.  Any  verbal  information  provided  shall  not  be 
binding. 


B. 


Firms  interested  in  this  project  are  required  to  furnish  an  original  and  two  (2)  copies, 
along  with  a  disk  or  other  form  of  electronically  stored  media,  of  their  qualifications  to 
the  following  by  2:00  P.M.  local  time  on  March  6,  2015: 


Palm  Beach  County  Facilities  Development  &  Operations 

2633  Vista  Parkway 

West  Palm  Beach,  FL  3341 1-5604 


Information  furnished  in  response  shall  be  in  a  sealed  envelope(s)  marked  “The  Ballpark 
of  The  Palm  Beaches  -  Construction  Management  Services”  with  the  name,  email 
address,  and  phone  number  of  the  primary  point  of  contact  identified.  Facsimiles  and  e- 
mailed  documents  will  not  be  accepted.  It  is  the  responsibility  of  the  responder  to  meet 
this  deadline. 


The  following  should  be  included  with  the  proposal: 


Letter  of  Interest 


le  responder  to  me 


Information  noted  above  under  Proposal  Submittal  Requirements 

Five  (5)  verifiable  references  for  projects  of  a  similar  nature  completed  in  the  last 

six  (6)  years. 

Other  information  that  the  responder  deems  applicable  and  appropriate 


<V 

& 
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FEBRUARY  27,  2015  SUPPLEMENT  TO 
QUALIFICATIONS  OUTLINE 
CONSTRUCTION  MANAGEMENT  SERVICES 


This  supplement  is  issued  for  the  Qualifications  Outline  for  Construction  Management  Services 
related  to  the  design  and  development  of  the  Houston  Astros  Baseball  Club  and  Washington 
Nationals  Baseball  Club  (jointly,  the  “Teams”)  joint  spring  training  facility  on  property  generally 
located  at  45th  Street  between  Haverhill  Road  and  Military  Trail  within  the  municipal  limits  of 
the  City  of  West  Palm  Beach, 


The  Teams  have  selected  HKS  as  architect  to  lead  the  design  effort  for  this  project.  HKS  has 
advised  that  they  will  have  a  preliminary  plan  for  the  development  of  the  Project  between  March 
10  and  March  13,  2015.  At  such  time,  a  second  supplement  will  be  issued  to  include  that  plan.  So 
that  responders  have  the  ability  to  consider  this  plan  in  their  responses,  development  of  a 
potential  project  budget,  cost  saving  measures,  and  timing  for  construction,  the  dates  for  both 
response  and  interview  are  being  amended. 

Firms  interested  in  this  project  are  required  to  furnish  an  original  and  two  (2)  copies,  along  with 
a  disk  or  other  form  of  electronically  stored  media,  of  their  qualifications  and  required  materials, 
including  a  potential  project  budget,  cost  saving  measures^f<md  timing  of  construction,  to  the 
following  by  2:00  P.M.  local  time  on  March  19, 2015: 


Operations 


upei 


Palm  Beach  County  Facilities  Development 
2633  Vista  Parkway 
West  Palm  Beach,  FL  33411-5604 

Information  furnished  in  response  shall  be  in  a  sealed  envelope(s)  marked  “The  Ballpark  of  The 
Palm  Beaches  -  Construction  Management  Services”  with  the  name,  email  address,  and 
phone  number  of  the  primary  point  of  contact  identified.  Facsimiles  and  e-mailed  documents 
will  not  be  accepted.  It  is  the  responsibility  of  the  responder  to  meet  this  deadline. 

Upon  receipt  of  responses,  the  Selection  Committee  will  identify  the  four  (4)  highest  scores 
based  on  the  criteria  identified  in  the  initial  qualifications  document.  Each  member  will  vote  for 
the  four  (4)  responders  they  determine  to  be  most  qualified,  based  upon  his/her  review  of  the 
documents  submitted  (in  the  event  there  are  four  (4)  or  fewer  responses,  each  responder  will  be 
provided  a  time  slot  for  a  presentation  and  interview). 

Presentations  and  interviews  will  be  conducted  by  the  Selection  Committee  the  afternoon  of 
March  25,  2015.  Specific  times  will  be  sent  to  the  top  four  (4)  qualified  responders  no  later  than 
noon  on  March  24,  2015.  The  Selection  Committee  will  make  its  decision  following  the 
presentations  and  interviews. 


Questions  are  to  be  directed  via  e-mail  to  Collene  Walter  at  cwalter@udkstuidios.com.  Include 
the  words  “Ballpark  of  The  Palm  Beaches  -  Construction  Management”  in  the  subject  line  of 
any  e-mail  regarding  this  project.  All  questions  shall  be  submitted  no  later  than  2:00  PM  on 
March  17,  2015.  Any  verbal  information  provided  shall  not  be  binding. 


MARCH  13,  2015  SUPPLEMENT  TO 
QUALIFICATIONS  OUTLINE 
CONSTRUCTION  MANAGEMENT  SERVICES 


This  supplement  is  issued  for  the  Qualifications  Outline  for  Construction  Management  Services  related  to 
the  design  and  development  of  the  Houston  Astros  Baseball  Club  and  Washington  Nationals  Baseball  Club 
(jointly,  the  “Teams”)  joint  spring  training  facility  on  property  generally  located  at  45th  Street  between 
Haverhill  Road  and  Military  Trail  within  the  municipal  limits  of  the  City  of  West  Palm  Beach. 

The  Teams  have  selected  HKS  as  architect  to  lead  the  design  effort  for  this  project.  A  preliminary  plan  for 
the  development  of  the  project  is  under  design  however  not  available  for  distribution  at  this  time. 
Responders  will  not  need  to  consider  this  plan  in  their  responses.  An  informational  meeting  for  those  firms 
shortlisted  is  planned.  The  date  for  interviews  is  being  amended. 


The  response  date  remains  unchanged.  Firms  interested  in  this  project  are  required  to  furnish  an  original 
and  two  (2)  copies,  along  with  a  disk  or  other  form  of  electronically  stored  media,  of  their  qualifications 
and  required  materials,  including  a  potential  project  budget,  cost  saving  measures,  and  timing  of 
construction,  to  the  following  by  2:00  P.M.  local  time  on  March  19,  2015: 


Palm  Beach  County  Facilities  Development  &  Operations 
2633  Vista  Parkway 
West  Palm  Beach,  FL  3341 1-5604 


Information  furnished  in  response  shall  be  in  a  sealed  envelope(s)  marked  “The  Ballpark  of  The  Palm 
Beaches  -  Construction  Management  Services”  with  the  name,  email  address,  and  phone  number  of  the 
primary  point  of  contact  identified.  Facsimiles  and  e-mailed  documents  will  not  be  accepted.  It  is  the 
responsibility  of  the  responder  to  meet  this  deadline. 

Upon  receipt  of  responses,  the  Selection  Committee  will  identify  the  four  (4)  highest  scores  based  on  the 
criteria  identified  in  the  initial  qualifications  document.  Each  member  will  vote  for  the  four  (4)  responders 
they  determine  to  be  most  qualified,  based  upon  his/her  review  of  the  documents  submitted  (in  the  event 
there  are  four  (4)  or  fewer  responses,  each  responder  will  be  provided  a  time  slot  for  a  presentation  and 
interview). 

Those  responders  who  are  shortlisted  will  be  notified  and  invited  to  attend  a  non -mandatory  presentation  of 
the  project  by  the  design  team  on  the  afternoon  of  March  25,  2015  at  Palm  Beach  County  Facilities 
Development  &  Operations  (address  stated  above).  Shortlisted  responders  will  have  the  ability  to  consider 
the  information  presented  at  this  meeting  in  their  presentations  and  interviews  including  development  of  a 
potential  project  budget,  cost  saving  measures,  and  timing  for  construction. 


Presentations  and  interviews  will  be  conducted  by  the  Selection  Committee  the  morning  of  March  31, 
2015.  Specific  times  will  be  sent  to  the  top  four  (4)  qualified  responders  no  later  than  noon  on  March  27, 
2015.  The  Selection  Committee  will  make  its  decision  following  the  presentations  and  interviews. 


Questions  are  to  be  directed  via  e-mail  to  Collene  Walter  at  cwalter@udkstudios.com.  Include  the  words 
“Ballpark  of  The  Palm  Beaches  -  Construction  Management”  in  the  subject  line  of  any  e-mail  regarding 
this  project.  All  questions  shall  be  submitted  no  later  than  2:00  PM  on  March  17,  2015.  Any  verbal 
information  provided  shall  not  be  binding. 


"THE  BALLPARK  OF  THE  PALM  BEACHES" 
2015  Construction  Management  Services 


All  Potential  Proposers 
February  27,  2015 

Questions  and  Answers  for  the  Week  of  February  23  -  27,  2015 
Friday,  March  19,  2015  -  2:00  PM  Local  Time 

This  is  response  is  provided  for  all  questions  received  to  date  with  regard  to  the  above-referenced 
Request  and  shall  be  distributed  to  all  potential  Proposers.  Additional  questions  must  be  received 
prior  to  the  inquiry  cutoff  of  2:00  p.m.  on  Wednesday,  March  17,  2015. 


TO: 

DATE: 

TITLE: 

REVISED  SUBMITTAL  DEADLINE: 


o 


Question:  Is  there  a  cone  of  silence.  If  so,  when  does  it  start? 

Response:  A  "cone  of  silence"  applies  and  shall  be  in  effect  as  of  the  datel  of  initial  date  of 
advertisement  of  the  proposal,  and  shall  terminate  at  the  time  the  Selection  Committee  takes  action 
on  the  proposal.  This  prohibits  any  communication,  except  for  written  correspondence  as  outlined 
in  the  qualifications  document,  regarding  the  proposal  between  any  person  seeking  a  contract  and 
representatives  of  the  Selection  Committee  or  others  authorized  to  act  on  behalf  of  the  Committee. 


norized  to  act  o 

& 


#  l: 

Question:  Who  will  the  selection  committee  consist  of? 

Response:  As  indicated  on  page  3  of  the  Qualifications  outline,  the  selection  committee  will  include 
one  representative  from  each  of  the  Teams,  and  one  member  of  County  staff. 


Question:  What  companies  have  received  the  RFQ? 

Response:  A  listing  of  firms  that  have  requested  copies  of  the  Qualification  Outline  to  date  is 
provided  with  this  Supplement. 


Question:  Have  the  Architect  and  Engineers  been  selected  for  the  project? 


Response  to  Questions 


Page  1  of  1 


February  27,  2015 


EXHIBIT  “B”  -  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


CONSTRUCTION  MANAGER'S  PROPOSAL 


[SEE  ATTACHED] 
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March  19, 2015 


Palm  Beach  County 
Facilities  Development  &  Operations 
2633  Vista  Parkway 
West  Palm  Beach,  FL  33411-5604 

RE:  Request  for  Qualifications  for  The  Ballpark  of  The  P^lm  Beaches  -  Construction  Management  Services 


Thank  you  for  the  opportunity  for  Hunt  Construction  Gro 
Consulting  (HSMC)  to  present  our  qualifications  to  perfo 
facility,  The  Ballpark  of  The  Palm  Beaches.  Hunt  Construe! 
License  LBTR#201249825). 


HSMC 


HUNT  I  STRAIICON  ;  MESSAM  :  COOPER  P 


iup,  in  association  with  Straticon  Construction  Services,  Messam  Construction  and  Cooper  Construction  Management  & 
irm  Construction  Management  Services  for  the  Houston  Astros  and  Washington  Nationals  for  their  new,  joint  spring  training 
lion  Group,  Inc,  will  be  the  sole  contracting  entity  for  these  services.  (FL  GC  license  CGC1510528  Palm  Beach  County  Business 


HSMC  IS  FULLY  COMMITTED  TO  COMPLETING  THE  PROJECT  TO  FACILITATE  THE  HOUSTON  ASTROS  AND  WASHINGTON  NATIONALS  SPRING  TRAINING  IN  2017  AND  PROVIDING 
THE  INTENDED  PROGRAM  WITHIN  THE  PROPOSED  BUDGET 


We  have  assembled  an  exceptional  project  team  capable  of  meeting  all  of  the  many  challenges  that  this  project  will  face.  Hunt,  a  nationally  recognized  leader  in  sports  facility 
construction,  with  an  extensive  South  Florida  project  resume  combined  with  Straticon's ,  Messam’s  and  Cooper’s  wealth  of  local  West  Palm  Beach  and  South  Florida  construction 
experience  and  relationships,  provides  us  with  a  distinct  competitive  advantage.  Our  team  of  exceptional  builders  and  management  expertise  will  provide  all  stakeholders  with  the 
absolute  best  choice  for  a  project  partner,  as  Construction  Manager,  to  meet  and  exceed  the  expectations  for  the  successful  completion  of  this  project. 


Hunt  has  successfully  serviced  sports  projects  with  over 
alone,  Hunt  has  completed  professional  baseball  facilities 
House  Field  for  the  Philadelphia  Phillies  and  Ed  Smith  St; 
project  and  local  experience  and  expertise.  In  fact,  we  ha 
Team  Clubhouses,  Playing  Fields  and  Site  Amenities) 


155  organizations  playing  within  these  facilities  across  the  country,  including  22  Major  League  Baseball  facilities.  In  Florida 
that  include  Marlins  Park  for  the  Miami  Marlins,  Tropicana  Field  and  Charlotte  Sports  Park  for  the  Tampa  Bay  Rays,  Bright 
tadium  for  the  Baltimore  Orioles,  Our  proj  ect  staff  has  been  specifically  selected  for  their  baseball  facility,  playing  field,  large 
ive  purposefully  chosen  the  team  members  to  align  with  the  major  project  components  and  phases  for  this  project  (Stadium, 


HSMC  has  over  1 4JB  in  Landmark  Florida  projects  completed  since  1982  with  $72M  currently  underway  in  West  Palm  Beach  and  Palm  Beach  County.  These  successful  projects 
have  provided  outstanding  relationships  with  local  and  regional  subcontractors,  government  agencies,  inspectors  and  local  municipalities.  We  also  have  a  proven  record  for  meeting 
and  exceeding  project  inclusion  goals  for  small  and  minority  businesses  on  major  landmark  projects  throughout  the  country,  This  includes  an  aggressive  program  for  community 
outreach  and  small  business  mentoring, 

A  project  of  this  significance  demands  a  unique  construction  management  team  with  an  intimate  understanding  of  baseball  facilities,  project  development  and  delivery  on  a  fast  track 
schedule,  and  an  experienced  leader  for  the  project  teajn.  The  Construction  Manager  must  be  able  to  seamlessly  work  together  with  the  many  stakeholders  of  this  project.  We  are 
uniquely  qualified  to  meet  these  challenges.  In  our  70  year  history,  Hunt  hm  never  missed  (in  opening  day! 


3  Pre-Construction  Serna 

4  Construction  Services  Staff 

5  Project:  Management  Services 
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6  SBE  Participation 
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FIRST  stadium  with  rollout  natural  c 


FIRST  LEED  cer 


NHL  arena 


FIRST  LEED  certified  NBA  arena  (Gold) 
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domed  stadium  in  the  world  (273-foot 


FIRST LEED  Certified  stadium 


UNIVERSITY  OF  PHOENIX  STADIUM  HEAVIEST  roof  lift  in  Northerner 

EVERBANK  FIELD  IMPROVEMENTS  largest 


video  board  in  the  NFL  (362  ft.  wide) 


't  encapsulating  an  existing  Building  with  a.  fixed  mo i 


Messam  -  SBC  Development  company  of  the  year  2012, 2012 
Cooper  Construction  Management  &  Consulting 


Have  Serviced  over  155  Sports  Organizations 


0,  Experience  with  Baseball  Stadiums 

•  22  Major  League  Baseball  Facilities 

•  4  Minor  League  Baseball  Stadiums 

0,  Experience  with  Sports.  Training  Facilities 

•22  Sports  Training  Facilities 

•  3  Major  League  Baseball  Spring  Training  Facilities  in  Florida  . 

I  Experience  with  Construction  of  Basrtatittpyiy 

•  56  Major  and  Minor  League  Baseball  Playing  Fields 

F.  Knowledge  of  Local  Conditions,  lnc!u% _  Experience  with  Local  Buildi? 

•  Straticon,  Messam  and  Cooper  are  Local  West  Palm  Beacb  Companies 

•  Over  122,000,000  of  Construction  Projects  Currently  in  West  Palm  Beacb 

•  Combined  Total  of  36  Years  of  Palm  Beach  County  Construction  Experience 

•  Proposed  Staff  Includes  a  Licensed  Building  Inspector  in  QA/QC  Role 
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j  Bonding  Letter 


LETTER  OF  INTENT  FROM  A  SURETY  COMPANY  INDICATING 
THE  APPLICANT'S  BONDABILITY  FOR  THIS  CONTRACT.  THE 
SURETY  SHALL  ACKNOWLEDGE  THAT  THE  FIRM  CAN  BE 
BONDED  FOR  PROJECTS,  WITH  A  POTENTIAL  CONSTRUCTS 
COST  Of  $100  MILLION.  THE  SURETY  COMPANY  SHALL  BE 
CURRENTLY  LISTED  WITH  THE  UNITED  STATES  TREASURY 
FOR  AN  AMOUNT  GREATER  THAN  $300  MILLION. 


Hunt  has  maintained  a  history  of  stable  growth  and 
profitability,  which  is  a  substantial  benefit  to  their 
clients  in  terms  of  certainty  of  performance  and 
overall  risk  reduction.  Hunt’s  bonding  capacity  is  in 
excess  of  $2  billion,  In  summary,  Hunt  has  significant 
financial  resources  that  make  it  a  solid,  long-term 
partner  in  any  construction  project, 

On  the  following  pages  please  find  our  surety 
company's  letter  of  intent  indicating  our  bondability 
for  this  contract,  our  Certificate  of  Insurance  and  a 
copy  of  our  General  Contractor  License  for  the  State 
of  Florida. 
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CERTIFICATE  OF  LIABILITY  INSURANCE  | 

IMS  CERTIFICATE  1$  ISSUED  AS  A  PATTER  OF  INFORMATION  ONLY  ANO  CONFESS  NO  RIGHTS  UPON  W  CERTIFICATE  HOLDER.  THIS 
CERURCATE  DOES  NOT  AFFIRMATIVELY  OR  NEGATIVELY  AMENO.  EXTEND  OR  ALTER  THE  COVERAGE  AFFORDED  BY  THE  POLICIES  1 
BELOW,  THIS  CERTIFICATE  OF  INSURANCE  DOES  NOT  CONSTITUTE  A  CONTRACT  BETWEEN  THE  ISSUING  INSURER(S),  AUTHORIZED 

REPRESENTATIVE  OR  PRODUCER,  AND  THE  CERTTFKATE  HOLDER. _ 

IMPORTANT:  K  lf»  c«r1lfk*ti  NoH«r  ii  in  ADDITIONAL  INSURED,  Ih*  poKev(Ni)  mutt  bt  mferitd.  H  SUBROGATION  IS  WAIVEtf  mtycl  to 
lK«  linn  a  «nd  condRioni  th*  pobcy,  csmm  ptpclM  miy  rsquiti  <n  indot  i«m<nL  A  «Mt«nunt  on  Ihii  c*rlKit»li  don  not  «iM*f  right*  |o  tNt 


Iutiunce  PiitMr*  Inc. 
899$  Purdue  Road 
Suite 


m. 


Hunt  Construction  Groui 
21  SO  S.  Tiikbi  Avenue  H 
O.  Box  126 

Indianapelil _ IH 

COVERAGES _ 

I  "THIS  IS  TO  CERTIFY  1HAT  THE  POI 
HJICATED.  NOTWTHSUNOINQ  » 


1  cweffl  awn  U«itt 
□  ^  Bocttn 


c 


f  ®sS«f  I 


tw»pmMw»va#i 


WSiFSAtS  Wt 
H»T«Mt«ySP 
'SEUMiRSALSWI 

SMX?  !;U 


Pain  Beach  County 
Development  i  Opel 
2E33  Viiu  Parkway 
We  it  Palo  Beach,  t 


Collette  Wilier 

Pita  Beach  Coolly  Facilities  Development  A  Operations 

2633  Visla  Parkway 

West  Palm  Bert,  FL  3341 1-5604 


Re:  Ballpark  of  the  Pelm  Beaches 
Haul  Construction  Group,  Iik. 

Request  (of  Qualifications 

To  Wboiu  It  May  Concern: 

This  letter  is  to  advise  that  Federal  insurance  Company,  a  member  of  The  Chubb  Group  of 
insurance  Companies  (A.M.  Best  rated  A—  XV)  Zurich  American  Insurance  Company 
(A.M.  Best  rated  At-  XV).  Liberty  Mutual  insurance  Company  (A.M.  best  rated  A  XV), 
National  Union  Fire  Insurance  Company  o(  Pittsburgh,  ?A  (A.M.  Best  rated  A  XV).  and  XL 
Specialty  Insurance  Company  (A.M.  Best  rated  A  XV)  are  the  sureties  for  Hunt 
Construction  Group,  Inc. 

This  shall  teMed#  to  Hunt  Construction  Group,  Inc  can  Is  bonded  for  projects  with 
a  potential  constniclion  coal  ot’al  least  5 1 M  Million, 

This  letter  is  not  an  assumption  of  ady  liability,  nor  is  it  a  bid.  performance,  or  payment 
obligatiou.  Should  we  receive  a  request  from  Hum  Constniclion  Group,  In:,  to  consider 
providing  bonds,  the  request  will  be  subject  to  full  satisfaction  of  all  underwriting  terns  ana 
conditions  at  the  lime  of  the  request.  This  letter  is  only  toned  ss  a  general  bonding 
reference  requested  from  us  by  our  diem. 

All  sureties  below  are  listed  on  the  Treasury  Department  Circular  SK  and  autnortted  to 
issue  bonds  in  the  Stale  of  Florida 


Federal  Insurance  Company 


National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA 


trcia  S.  Talaveru,  Attorney-In-Fact  Padua  V  Talavaa,  Artomey-In-Facl 


February  26,  2015 


Collene  Walter 

Palm  Beach  County  Facilities  Development  &  Operations 

2633  Vista  Parkway 

West  Palm  Beach,  FL  33411-5604 


Re:  Ballpark  of  the  Palm  Beaches 
Hunt  Construction  Group,  Inc. 

Request  for  Qualifications 

To  Whom  It  May  Concern: 

This  letter  is  to  advise  that  Federal  Insurance  Company,  a  member  of  The  Chubb  Group  of 
Insurance  Companies  (A.M.  Best  rated  A++  XV),  Zurich  American  Insurance  Company 
(A.M.  Best  rated  A+  XV),  Liberty  Mutual  Insurance  Company  (A.M.  Best  rated  A  XV), 
National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA  (A.M.  Best  rated  A  XV),  and  XL 
Specialty  Insurance  Company  (A.M.  Best  rated  A  XV)  are  the  sureties  for  Hunt 
Construction  Group,  Inc. 

This  shall  acknowledge  that  Hunt  Construction  Group,  Inc.  can  be  bonded  for  projects  with 
a  potential  construction  cost  of  at  least  $100  Million. 

This  letter  is  not  an  assumption  of  any  liability,  nor  is  it  a  bid,  performance,  or  payment 
obligation.  Should  we  receive  a  request  from  Hunt  Construction  Group,  Inc.  to  consider 
providing  bonds,  the  request  wilLbe  subject  to  full  satisfaction  of  all  underwriting  terms  and 
conditions  at  the  time  of  the  request.  This  letter  is  only  issued  as  a  general  bonding 
reference  requested  from  us  by  our  client. 


Federal  Insurance  Company 


National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA 


Liberty  Mutual  Insurance  Company 


XL  Specialty  Insurance  Company 


CALIFORNIA  ALL-PURPOSE  ACKNOWLEDGMENT 


A  notary  public  or  other  officer  completing  this  certificate  verifies  only  the  identity  of  the  individual  who 
signed  the  document  to  which  this  certificate  is  attached,  and  not  the  truthfulness,  accuracy,  or  validity  of 
I  that  document. 


State  of  __ 
County  of 


California 


Los  Angeles 


On  FEB  26  2(115  before  me, 
personally  appeared , 


Kari  Davis.  Notary  Public 


Patricia  S.  Talavera 


who  proved  to  me  on  the  basis  of  satisfactory  evidence  to  be  the  person  whose  name  is 
subscribed  to  the  within  instrument  and  acknowledged  to  me  that  she  executed  the  same  in 
her  authorized  capacity,  and  that  by  her  signature  on  the  instrument  the  person,  or  the 
entity  upon  behalf  of  which  the  person  acted,  executed  the  instrument. 


0 


I  certify  under  PENALTY  OF  PERJURY  under  the  laws  of  the  State  of  California  that  the  foregoing 
paragraph  is  true  and  correct. 


y  hand  and  official  seal. 

oiaA i_y _ 

IGNATURE  OF  NOTARY 


OPTIONAL 


KARI  DAVIS 

Commission  #  2042909 
Notary  Public  -  California 
Los  Angeles  County 
My  Comm.  Expires  Sep  26,  2017 1 

o!aFyT^Li^!T c^Seai 


Though  the  data  below  is  not  required  by  law,  it  may  prove  valuable  to  persons  relying  on  the  document  and  could  prevent  fraudulent  reattachment  of  this  form 

DESCRIPTION  OF  ATTACHED  DOCUMENT: 

TITLE  OR  TYPE  OF  DOCUMENT:  _ _ 

NUMBER  OF  PAGES:  _ 


DOCUMENT  DATE: 

CAPACITY(IES)  CLAIMED  BY  SIGNER(S) 

Signer’s  Name:  _  Signer’s  Name, 


I  I  INDIVIDUAL 

[~~lcQRPORATE  OFFICER 
Title(s) _ 

I  I  PARTNER(S)0  LIMITED  0  GENERAL 

[Xl  ATTORNEY-IN-FACT 
I  |  TRUSTEE(S) 

I  |  GUARDIAN/CONSERVATOR 
I  I  OTHER: _ 


I  [individual 

I  IcORPORATE  OFFICER _ 

Title(s) _ 

0  PARTNER(S)0  LIMITED  0  GENERAL 

I  I  ATTORNEY-IN-FACT 
0  TRUSTEE(S) 

0  GUARDIAN/CONSERVATOR 
0  OTHER: _ 


Signer  is  representing: 


Signer  is  representing: 


NAME  OF  PERSON(S)  OR  ENTITY ijESf 


NAME  OF  PERSONfS)  OR  ENTfTY(lES) 


Chubb 

Surety 


POWER 

OF 

ATTORNEY 


Federal  Insurance  Company  Attn:  Surety  Department 
Vigilant  Insurance  Company  15  Mountain  View  Road 

Pacific  Indemnity  Company  Warren.  NJ  07059 


Know  AH  by  These  Presents,  That  FEDERAL  INSURANCE  COMPANY,  an  Indiana  corporation,  VIGILANT  INSURANCE 
COMPANY,  a  New  York  corporation,  and  PACIFIC  INDEMNITY  COMPANY,  a  Wisconsin  corporation,  do  each  hereby  constitute  and 
appoint  Tenzer  Cunningham,  Karl  Davis,  Jeffrey  Strassner,  Patricia  S.  Talavera,  Natalie  K.  Trofimoff  and  Brenda 
Wong  of  Los  Angeles,  California  — - - - 


each  as  their  true  and  lawful  Attorney-  in-  Fact  to  execute  under  such  designation  in  their  names  and  to  affix  their  corporate  seals  to  and  deliver  for  and  on  their  behalf  as  surety 
thereon  or  otherwise,  bonds  and  undertakings  and  other  writings  obligatory  in  the  nature  thereof  (other  than  bail  bonds)  given  or  executed  in  the  course  of  business,  and  any 
Instruments  amending  or  altering  the  same,  and  consents  to  the  modification  or  alteration  of  any  instrument  referred  to  in  said  bond9  or  obligations. 

In  Witness  Whereof,  said  FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY  have  each  executed  and  attested 
these  presents  and  affixed  their  corporate  seals  on  this  1st  day  of  November,  201 3. 


tar 


/T' 


ntoT/ui) 


Notary  Public 


Dawn  M.  Chloros,  Assistant  Secretary  Jiamo  B.  Noma,  Jr.,  Vica  President  /  \ 

STATE  OF  NEW  JERSEY  —— 

ss  /  “ 

County  of  Somerset  ' 

On  this  1st  day  of  November,  2013  before  me,  a  Notary  Public  of  New  Jersey,  personally  came  Dawn  M.  Chloros,  to  me  known  to  be  Assistant  Secretary  of 
FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY,  the  companies  which  executed  the  foregoing  Power  of 
Attorney,  and  the  said  Dawn  M  Chloros,  being  by  me  duly  sworn,  did  depose  and  say  that  she  is  Assistant  Secretary  ot  FEDERAL  INSURANCE  COMPANY,  VIGILANT 
INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY  and  knows  the  corporate  seals  thereof,  that  the  seals  affixed  to  the  foregoing  Power  of  Attorney  are  such 
corporate  seals  and  were  thereto  affixed  by  authority  of  the  By-  Laws  of  said  Companies;  and  that  she  signed  said  Power  or  Attorney  as  Assistant  Secretary  of  said  Companies 
by  (ike  authority,  and  that  aha  Is  acquainted  with  David  B.  Norris,  Jr.,  and  knows  him  to  be  Vice  President  of  sakl  Companies;  end  that  the  signature  of  David  B.  Norris,  Jr., 
subscribed  to  said  Power  of  Attorney  Is  In  the  genuine  handwriting  of  David  8.  Norris,  Jr.,  and  was  thereto  subscribed  by  authority  of  said  By-  Laws  and  in  deponent's  presence. 

NOtarfalSeal  KATHERINE  J.ADELAAR  .  // 

NOTARY  PUBUC  OF  NEW  JERSEY  /  /!  /?  /  / 

Ne  2316685  /£  //yWy/A 

[(5(  o^e-33  )§$  Gsfltfftteww  Expires  July  16, 2014  / 1  .cL _ C/VC/yy*  - - 

v  Nota,vPuWic 

CERTIFICATION 

Extract  from  the  By-  Laws  of  FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY: 

'All  powers  ot  attorney  for  and  on  behalf  of  the  Company  may  and  shall  be  executed  In  the  name  and  on  behalf  of  the  Company,  either  by  the  Chairman  or  the 
President  or  a  Vice  President  or  an  Assistant  Vice  President  Jointly  with  the  Secretary  or  an  Assistant  Secretary,  under  their  respective  designations.  The 
signature  of  such  officers  may  be  engraved,  printed  or  lithographed.  The  signature  of  each  of  the  following  officers:  Chairman,  President,  any  Vice  President,  any 
Assistant  Vice  President,  any  Secretary,  any  Assistant  Secretary  and  the  seal  of  the  Company  may  be  affixed  by  facsimile  to  any  power  of  attorney  or  to  any 
certificate  relating  thereto  appointing  Assistant  Secretaries  or  Attorneys.  In*  Fact  for  purposes  only  of  executing  and  attesting  bonds  and  undertakings  and  other 
writings  obligatory  in  the  nature  thereof,  and  any  such  power  of  attorney  or  certificate  bearing  such  facsimile  signature  or  facsimile  seal  shall  be  valid  and  binding 
upon  the  Company  and  any  such  power  so  executed  and  certified  by  such  facsimile  signature  and  facsimile  seal  shall  be  valid  and  binding  upon  the  Company 
with  respect  to  any  bond  or  undertaking  to  which  it  is  attached.' 

i,  Dawn  M.  Chloros,  Assistant  Secretary  of  FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPAtfYrand  PACIFIC  INDEMNITY  COMPANY  (the  ‘Companies'] 
do  hereby  certify  that 

(I)  the  foregoing  extract  of  the  By- Laws  of  the  Companies  is  true  and  correct, 

(H)  the  Companies  are  duly  licensed  and  authorized  to  transact  surety  business  In  all  50  of  the  United  States  of  America  and  the  District  of  Columbia  and  are 
authorized  by  the  U.S.  Treasury  Department;  further.  Federal  and  Vigilant  are  licensed  in  the  U.S.  Virgin  Islands,  and  Federal  Is  licensed  in  American 
Samoa,  Guam,  Puerto  Rico,  and  each  of  the  Provinces  of  Canada  except  Prince  Edward  Island;  and 
(lii)  the  foregoing  Power  of  Attorney  is  true,  correct  and  In  full  force  and  effect. 

Given  under  my  hand  and  seats  of  said  Companies  at  Warren,  NJ  this  FEBRUARY  26  2015. 


Dawn  M.  Chloros.  Assistant  Secretary 


IN  THE  EVENT  YOU  WISH  TO  NOTIFY  US  OF  A  CLAIM,  VERIFY  THE  AUTHENTICITY  OF  THIS  BOND  OR  NOTIFY  US  OF  ANY  OTHER 
MATTER,  PLEASE  CONTACT  US  AT  ADDRESS  LISTED  ABOVE,  OR  BY  Telephone  (908)  903-  3493  Fax  (908)  903-  3656 

e-mail;  suretyachubb.com 


Form  15-10-  0225B-  U  (Ed.  5- 13)  CONSENT 


CALIFORNIA  ALL-PURPOSE  ACKNOWLEDGMENT 


|  A  notary  public  or  other  officer  completing  this  certificate  verifies  only  the  identity  of  the  individual  who 
signed  the  document  to  which  this  certificate  is  attached,  and  not  the  truthfulness,  accuracy,  or  validity  of 
|  that  document. 


State  of  __ 
County  of 


California 


Los  Angeles 


On  FEB  2  fi  2015  before  me, 
personallyappeared,  _ 


Kari  Davis.  Notary  Public 


Patricia  S.  Talavera 


who  proved  to  me  on  the  basis  of  satisfactory  evidence  to  be  the  person  whose  name  is 
subscribed  to  the  within  instrument  and  acknowledged  to  me  that  she  executed  the  same  in 
her  authorized  capacity,  and  that  by  her  signature  on  the  instrument  the  person,  or  the 
entity  upon  behalf  of  which  the  person  acted,  executed  the  instrument. 

certify  under  PENALTY  OF  PERJURY  under  the  laws  of  the  State  of  California  that  the  foregoin 

KARt  DAVIS 

Commission  #  2042909 


A 


paragraph  is  true  and  correct. 
WlTNS£§7?ty  hand  and  official  seal. 

]/2AA^u 

1GNATURE  OF  NOTARY 


OPTIONAL 


1  Notary  Public  -  California 
Los  Angeles  County 
My  Comm.  Expires  Sep  26.  2017 

Notary  Public  Seal 


Though  the  data  below  is  not  required  by  law,  it  may  prove  valuable  to  persons  relying  on  the  document  and  could  prevent  fraudulent  reattachment  of  this  form 

DESCRIPTION  OF  ATTACHED  DOCUMENT: 

TITLE  OR  TYPE  OF  DOCUMENT:  _ _ 

NUMBER  OF  PAGES:  _ _ 


DOCUMENT  DATE: 


CAPACITY(IES)  CLAIMED  BY  SIGNER(SU. 
Signer’s  Name:  _ 

I  1  INDIVIDUAL 


& 


Signer’s  Name_ 
LllNDIVIDUAL 


1 wrvi  i  w  v/i  i  » w«-i  x - - 

Titlefs) 

Title(s) 

1  |  PARTNER(S)[ZI  LIMITED  \Z\  GENERAL 

0  PARTNER(sO  LIMITED  Q  GENERAL 

Kl  ATTORNEY-IN-FACT 

1  I  ATTORNEY-IN-FACT 

1  1  TRUSTEE(S) 

□  TRUSTEE(S) 

CH  GUARDIAN/CONSERVATOR 

□  GUARDIAN/CONSERVATOR 

PI  OTHER: 

FI  OTHER: 

Signer  is  representing: 

Signer  is  representing: 

NAME  OF  PERSON(S)  OR  ENTITYiSESj 

NAME  OF  PERSON(S)  OR  ENTITY0ES) 

POWER  OF  ATTORNEY 


Amerlt&fi  Home  Assurance  Company 

National  Union  Fire  Insurance  Companyiof  Pittsburgh,  FA. 

Principal  Bond  Office;  175  Water  Street,  New  York;NY  10038 


Power  No.  29287 


KNOW  ALL  MEN*  BY  THESE  PRESENTS: 

That  American  Home  Assurance  Company,  a  New  York  corporation,  and  National  Union  Fire  insurance  Company  of  Pittsburgh,  PA.,  a  Pennsylvania 
corporation,  ddes  each  hereby  appoint 

— iefrrey'Strassner,  Team  V.  Cunftlnghara,  Natalie  K.  TrofiinofT, 

Patricia  S,  Talavera,  Brenda  Wong,  Kari  Davis;  of  Los  Angeles,  California—" 

its  true  and  lawful  Attomey(s)-in-Fact,  with  full  authority  to  execute  on  its  behalf  bonds,  undertakings,  recognizances  and  other  contracts  of  indemnity  and 
writings  obligatory  in  the  nature  thereof,  issued  in  the  course  of  its-busin&s,  and  to  bind  the  respective  company  thereby. 

IN  WITNESS  WHEREOF,  American  Home  Assurance  Company  and  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA.  have  each  executed 
these  presents 

this  10th  day  of  February,  2015 

Michael  Yang,  Vice  President 


STATE  OF  NEW  YORK  } 
COUNTY  OF  NEW  YORK  )  ss. 


On  this  10th  day  of  February,  2015  before  me  came  the  above  named 
officer  of  American  Home  Assurance  Company  and  National  Union  Fire 
Insurance  Company  oT Pittsburgh,  PA.,  to  me  perSdn^lIJ?  kntiWh  tS  be  the  ' 
individual  and  officer  described  herein,  and  acknowledged  that  he  executed  the 
foregoing  iosturpient  and  affixed  the  seals  of  said  corporations  thereto  by 
authority  of  his  office. 


.uXoCX^vvOL/1 


JULIANA  HALLENBECK 

Notary  Pubflc  •  State  of  New  York 
No*O1HA0120671 
Qualified  In  Bronx  County 
My  Commission  Expires  April  10, 20 17 


CERTIFICATE 

ExeTpls  of  Resolutions  adopted  by  thd  Boards  of  Directors  of  American  Home  Assurance  Company  and  Natidnal  Union  Fire  insurance  Company  of  Pittsburgh, 
PlA.  on  May  18,  1,976: 

"RESOLVED,  thatthe  Chairman  of  the  Board,  the  .President?  or  any  Vice  President  be,  and  hereby  is,  authorized  to  appoint  Attomeys^in-Fact  to  represent 
and  act  for  and  on  behalf  of  the  Company  to  execute  bonds,  undertakings,  recognizances  and  other  contracts  of  indemity  and  writings  obligatory  in  the  nature 
thereof,  and  to  attach  thereto  the  corporate  seal  of  the  Conipany,  in  the  transaction  of  its  surety  business; 

"RESOLVED,  that  the  signatures  and  attestations  of  such  officers  and  the  seal  of  the  Company  may  be  affixedJO  any  such  Power  of  Attorney  or  to  any 
certificate  relating  thereto  by  facsimile,  and  any  such  Power  ofiAttomey.or-certificate  bearing  such  facsimile  signatures  or  facsimile  seal  shall  be  valid  and 
binding  upon  the  Company  when  so  affixed  with  respect  to  any  bond,  undertaking,  recognizance  and  other  contract  of  indemnity  and  writing  obligatory  in  the 
nature  thereof; 

"RESOLVED,  that  any  such  Attomey-in-Fact  delivering  a  secretarial  certification  that  the  foregoing  resolutions  still  be  in  effect  may  insert  in  such 
certification  the  date  thereof,  said  date  to  be  not  later  than  thedateof  delivery  thereof  by  such  Attomey-in-Fact." 

I,  Denis  Butkovic,  Secretary  of  American  Home  Assurance  Company  and  of  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA  do  hereby  certify  that 
the  fpregtjjng  exerpts  of  Resolutions  adopte^by  th?  Boards  of  Directors  of  these  corporations,  and  the  Powers  of  Attorney  issued  pursuant  thereto,  are  true  and 
correct,  and  that  both  the  Resolutions  and  the  Powers  of  Attorney  are  in  full  force  and  effect. 


IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  the  facsimile  seal  of  each  corporation 


f2& 


6^66  (4/9.6) 


d.vof  FEB  26  20)5 


Denis  Butkovic,  Secretary 


CALIFORNIA  ALL-PURPOSE  ACKNOWLEDGMENT 


A  notary  public  or  other  officer  completing  this  certificate  verifies  only  the  identity  of  the  individual  who 
signed  the  document  to  which  this  certificate  is  attached,  and  not  the  truthfulness,  accuracy,  or  validity  of 
that  document. 


State  of  __ 
County  of 


California 
Los  Anaeles 


On  FEB  2  6  2015  before 


On  before  me, _ Kari  Davis,  Notary  Public _ 

personallyappeared,  _ Patricia  S.  Talavera _ 

who  proved  to  me  on  the  basis  of  satisfactory  evidence  to  be  the  person  whose  name  is 
subscribed  to  the  within  instrument  and  acknowledged  to  me  that  she  executed  the  same  in 
her  authorized  capacity,  and  that  by  her  signature  on  the  instrument  the  person,  or  the 
entity  upon  behalf  of  which  the  person  acted,  executed  the  instrument. 


fA 

le  in 

C? 


I  certify  under  PENALTY  OF  PERJURY  under  the  laws  of  the  State  of  California  that  the  foregoing 
paragraph  is  true  and  correct.  1 '  ~  V  ‘  ~  ~  ~  "  ^Ani  OAVI? 

1  Commission  #  2042909 


ly  hand  and  official  seal. 


SIGNATURE  OF  NOTARY 


OPTIONAL 


a£g  Notary  Public  -  California  ; 

jw  Los  Angeles  County 
^  Mv  Comm.  Expires  Sep  26, 201 7 1 

Notary  Public  Seal 


Though  the  data  below  is  not  required  by  law,  it  may  prove  valuable  to  persons  relying  on  the  document  and  could  prevent  fraudulent  reattachment  of  this  form 

DESCRIPTION  OF  ATTACHED  DOCUMENT: 


TITLE  OR  TYPE  OF  DOCUMENT: 


NUMBER  OF  PAGES: 


DOCUMENT  DATE: 


CAPACITY(IES)  CLAIMED  BY  SIGNER(SJA 
Signer’s  Name:  _ 

□  INDIVIDUAL 


Signer’s  Name. 
[^INDIVIDUAL 


I  I  PARTNER(S)0  LIMITED  \Z\  GENERAL 

EXl  ATTORNEY-IN-FACT 
I  1  TRUSTEE(S) 

PH  GUARDIAN/CONSERVATOR 

I  I  OTHER: _ 

Signer  is  representing: 

NAME  OF  PERSON(S)  OR  ENTITYijESl 


O  PARTNER(S)Q  LIMITED  f~~l  GENERAL 

f~!  ATTORNEY-IN-FACT 

□  TRUSTEE(S) 

I  I  GUARDIAN/CONSERVATOR 

□  OTHER: _ 

Signer  is  representing: 

NAME  OF  PERSON(S)  OR  ENTITY(iES) 


Not  valid  for  mortgage,  note,  loan,  letter  of  credit, 
currency  rate,  Interest  rate  or  residual  value  guarantees. 


THIS  POWER  OF  ATTORNEY  IS  NOT  VALID  UNLESS  IT  IS  PRINTED  ON  RED  BACKGROUND. 

This  Power  of  Attorney  limits  the  acts  of  those  named  herein,  and  they  have  no  authority  to  bind  the  Company  except  in  the  manner  and  to  the  extent  herein  stated. 

Certificate  No.  6333228 

American  Fire  and  Casualty  Company  Liberty  Mutual  Insurance  Company 

The  Ohio  Casualty  Insurance  Company  West  American  Insurance  Company 

POWER  OF  ATTORNEY 

KNOWN  ALL  PERSONS  BY  THESE  PRESENTS:  That  American  Fire  &  Casualty  Company  and  The  Ohio  Casualty  Insurance  Company  are  corporations  duly  organized  under  the  laws  of 
the  State  of  New  Hampshire,  that  Liberty  Mutual  Insurance  Company  is  a  corporation  duly  organized  under  the  laws  of  the  State  of  Massachusetts,  and  West  American  Insurance  Company 
is  a  corporation  duly  organized  under  the  laws  of  the  State  of  Indiana  (herein  collectively  called  the  “Companies’),  pursuant  to  and  by  authority  herein  set  forth,  does  hereby  name,  constitute 
and  appoint,  Brenda  Wong;  Irene  Lau;  Jeffrey  Strassner:  Kari  Davis:  Kathy  R.  Mair;  Mechelle  Larkin:  Natalie  K.  Trofimoff:  Patricia  S.  Talavera:  Tenzer  V. 
Cunninqham 


all  of  the  city  of  Los  Angeles  state  of  _QA _ each  individually  if  there  be  more  than  one  named,  its  true  and  lawful  attorney-in-fact  to  make,  execute,  seal,  acknowledge 

and  deliver,  for  and  on  its  behalf  as  surety  and  as  its  act  and  deed,  any  and  all  undertakings,  bonds,  recognizances  and  other  surety  obligations,  in  pursuance  of  these  presents  and  shall 
be  as  binding  upon  the  Companies  as  if  they  have  been  duly  signed  by  the  president  aid  attested  by  the  secretary  of  the  Companies  in  their  own  proper  persons. 

IN  WITNESS  WHEREOF,  this  Power  of  Attorney  has  been  subscribed  by  an  authonzed  officer  or  official  of  the  Companies  and  the  corporate  seals  of  the  Companies  have  been  affixed  j 
thereto  this  30th  day  of  October  .  2013  .  £ 

American  Fire  and  Casualty  Company 
\  The  Ohio  Casualty  Insurance  Company 

Liberty  Mutual  Insurance  Company 
West  American  Insurance  Company 


STATE  OF  WASHINGTON  ss  Gregory  W.  Davenport,  Assistant  Secretary 

COUNTY  OF  KING 

On  this  30th  day  of  October _ J  20t3  ,  before  me  personally  appeared  Gregory  W.  Davenport,  who  acknowledged  himself  to  be  the  Assistant  Secretary  of  American 

Fire  and  Casualty  Company,  Liberty  Mutual  Insurance  Company,  The  Ohio  Casualty  Company,  and  West  American  Insurance  Company,  and  that  he,  as  such,  being  authorized  so  to  do, 
execute  the  foregoing  instrument  for  the  purposes  therein  contained  by  signing  on  behalf  of  the  corporations  by  himself  as  a  duly  authonzed  officer. 

IN  WITNESS  WHEREOF,  I  have  hereunto  subscribed  my  name  and  affixed  my  notarial  seal  at  Seattle.  Washington,  on  the  day  and  year  first  above  wntten. 


& 


KD  Riley  ,  Notary  Public 


This  Power  of  Attorney  is  made  and  executed  pursuant  to  and  by  authority  of  the  following  By-laws  and  Authorizations  ofAmencan  Fire  and  Casualty  Company,  The  Ohio  Casualty  Insurance 
Company,  Liberty  Mutual  Insurance  Company,  and  West  American  Insurance  Company  which  resolutions  are  now  in  full  force  and  effect  reading  as  follows: 

ARTICLE  IV  -  OFFICERS  -  Section  1 2.  Power  of  Attorney.  Any  officer  or  other  official  of  the  Corporation  authorized  for  that  purpose  in  writing  by  the  Chairman  or  the  President,  and  subject 
to  such  limitation  as  the  Chairman  or  the  President  may  prescribe,  shall  appoint  such  attomeys-in-fact,  as  may  be  necessary  to  act  in  behalf  of  the  Corporation  to  make,  execute,  seal, 
acknowledge  and  deliver  as  surety  any  and  all  undertakings,  bonds,  recognizances  and  other  surety  obligations.  Such  attorneys-in-fact,  subject  to  the  limitations  set  forth  in  their  respective 
powers  of  attorney,  shall  have  full  power  to  bind  the  Corporation  by  their  signature  aid  execution  of  any  such  instruments  and  to  attach  thereto  fee  seat  of  fee  Corporation.  When  so 
executed,  such  instruments  shall  be  as  binding  as  if  signed  by  the  President  and  attested  to  by  the  Secretary.  Any  power  or  authority  granted  to  any  representative  or  attomey-in-fact  under 
the  provisions  of  this  article  may  be  revoked  at  any  time  by  the  Board,  the  Chairman,  the  President  or  by  the  officer  or  officers  granting  such  power  or  authority. 

ARTICLE  XIII  -  Execution  of  Contracts  -  SECTION  5.  Surety  Bonds  and  Undertakings.  Any  officer  of  the  Company  authorized  for  that  purpose  in  writing  by  the  chairman  or  the  president, 
and  subject  to  such  limita:ions  as  the  chairman  or  the  president  may  prescribe,  shall  appoint  such  attomeys-in-fact,  as  may  be  necessary  to  act  in  behalf  of  the  Company  to  make,  execute, 
seal,  acknowledge  and  deliver  as  surety  any  and  all  undertakings,  bonds,  recognizances  and  other  surety  obligations.  Such  attorneys-m-fact  subject  to  the  limitations  set  forth  in  their 
respective  powers  of  attorney,  shall  have  full  power  to  bind  the  Company  by  their  signature  and  execution  of  any  such  instruments  and  to  attach  thereto  the  seal  of  fee  Company.  When  so 
executed  such  instruments  shall  be  as  binding  as  if  signed  by  fee  president  and  attested  by  the  secretary. 

Certificate  of  Designation  -  The  President  of  the  Company,  acting  pursuant  to  fee  Bylaws  of  fee  Company,  authorizes  Gregory  W.  Davenport,  Assistant  Secretary  to  appoint  such 
attomeys-in-fact  as  may  be  necessary  to  act  on  behalf  of  the  Company  to  make,  execute,  seal,  acknowledge  and  deliver  as  surety  any  and  all  undertakings,  bonds,  recognizances  and 
other  surety  Obligations. 

Authorization  -  By  unanimous  consent  of  the  Company’s  Board  of  Directors,  fee  Company  consents  feat  facsimile  or  mechanically  reproduced  signature  of  any  assistant  secretary  of  fee 
Company,  wherever  appearing  upon  a  certified  copy  of  any  power  of  attorney  issued  by  the  Company  in  connection  wife  surety  bonds,  shall  be  valid  and  binding  upon  the  Company  wife 
the  same  force  and  effect  as  though  manually  affixed. 

I,  David  M.  Carey,  the  undersigned,  Assistant  Secretary,  of  American  Fire  and  Casualty  Company,  The  Ohio  Casualty  Insurance  Company,  Liberty  Mutual  insurance  Company,  and  West 
American  Insurance  Company  do  hereby  certify  feat  the  original  power  of  attorney  of  which  fee  foregoing  is  a  full,  true  and  correct  copy  of  fee  Power  of  Attorney  executed  by  said  Companies, 
is  in  full  force  aid  effect  and  has  not  been  revoked. 

tN  TESTIMONY  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  fee  seals  of  said  Companies  this _ day  of  FEB  2  fi  2f)J5 _ _  20 _ . 


David  M.  Carey,  Assistant  Secretary 


110  of  500 


LMS  12873  092012 


To  confirm  the  validity  of  this  Power  of  Attorney  call 

1-610-832-8240  between  9:00  am  and  4:30  pm  EST  on  any  business  day. 


CALIFORNIA  ALL-PURPOSE  ACKNOWLEDGMENT 

A  notary  public  or  other  officer  completing  this  certificate  verifies  only  the  identity  of  the  individual  who 
signed  the  document  to  which  this  certificate  is  attached,  and  not  the  truthfulness,  accuracy,  or  validity  of 
that  document. 


State  of _ California 

County  of  Los  Angeles 


On  FEB  26  2015  before  me, 


Kari  Davis.  Notary  Public 


Patricia  Talavera 


personally  appeared,  _ 

who  proved  to  me  on  the  basis  of  satisfactory  evidence  to  be  the  person  whose  name  is 
subscribed  to  the  within  instrument  and  acknowledged  to  me  that  she  executed  the  same  in 
her  authorized  capacity,  and  that  by  her  signature  on  the  instrument  the  person,  or  the 
entity  upon  behalf  of  which  the  person  acted,  executed  the  instrument. 


. 


A 


I  certify  under  PENALTY  OF  PERJURY  under  the  laws  of  the  State  of  CaliforniaJhal  foe  fpregojng 
paragraph  is  true  and  correct.  KARI  DAVIS 


my  hand  and  official  seal. 


LTlQ 


IGNATURE  OF  NOTARY 


OPTIONAL 


Commission  #  2042909 
Notary  Public  *  California 
Los  Angeles  County 
Mv  Comm.  Expires  Sep  26, 2017 

q/taq/f.ilfl  v  npilp  yqpufrugi 


1 


Notary  Public  Seal 


Though  the  data  below  is  not  required  by  law,  it  may  prove  valuable  to  persons  relying  on  the  document  and  could  prevent  fraudulent  reattachment  of  this  form 

/ 

DESCRIPTION  OF  ATTACHED  DOCUMENT: 

TITLE  OR  TYPE  OF  DOCUMENT:  _ _ , _ 

NUMBER  OF  PAGES:  _ _______  DOCUMENT  DATE:  _ 


CAPACITY(IES)  CLAIMED  BY  SIGNER(S) 
Signer’s  Name:  _ _ 


Signer’s  Name_ 


I  I  INDIVIDUAL 

I  [corporate  OFFICER 
Titlefs) 

I  |  PARTNERS  I  I  LIMITED  0  GENERAL 

0  ATTORNEY-IN-FACT 
0  TRUSTEE(S) 

I  |  GUARDIAN/CONSERVATOR 
I  1  OTHER: _ 


I  [individual 
I  IcORPORATE  OFFICER 

Tit!e(s} _ 

|  |  PARTNER(S)0  LIMITED  0  GENERAL 

|  |  ATTORNEY-IN-FACT 

0  TRUSTEE(S) 

0  GUARDIAN/CONSERVATOR 
0  OTHER: _ __ 


Signer  is  representing: 


Signer  Is  representing: 


NAME  OF  PERSONS)  OR  ENTITY(SES) 


NAME  OF  PERSON(S)  OR  ENTITY{IES} 


XL  Group 
Insurance 
Reinsurance 


THIS  IS  NOT  A  BOND  NUMBER 
UNLIMITED  POWER  OF  ATTORNEY 
XL1515119 


Power  of  Attorney 
XLSjateqtelty  Iftsuranoe  Company 
Greenwich  Insurance  Company 
XL  Reinsurance  America  Inc. 


KNOW  ALL  MEN  BY  THESE  PRESENTS:  That  XL  Specialty  Insurance  Company,  and  Greenwich  Insurance  Company,  Delaware  insurance  companies 
with  offices  located  at  505  Eagleview  Blvd.,  Exton,  PA  19341,  and  XL  Reinsurance  >America  Inc,  a  New  York  insurance  company  with  offices  located  at 
70  Seavlew  Avenue,  Stamford,  CT  06902, ,  do  herebynomlnate,  constitute,  and  appoint: 

Karl  A.  Davit,  Tanzar  V.  Cunningham,  Natalia  K.  Trofimoff,  Jeffrey  Stmtanar,  Patricia  Talavera,  Brenda  Wong 


each  Its  true  and  lawful  Attomey(s)-ln-fact  to  make,  execute,  attest,  seal  and  deliver  for  and  on  Its  behalf,  as  surety,  and  as  Its  act  and  deed,  where 
required,  any  and  all  bonds  and  undertakings  In  the  nature  thereof, ,  for  the  penal  sum  of  no  one  of  which  Is  In  any  event  to  exceed  UNLIMITED. 


Such  bonds  and  undertakings,  when  duly  executed  by  the  aforesaid  Attorney  (&).,-  In  -  Fact  shall  be  binding  upon  each  said  Company  as  fully  and  to  the 
same  extent  as  if  such  bonds  and  undertakings  were  sfgnad  by  the  President  aw  Secretary  of  the  Company  and  sealed  with  its  corporate  seal. 

The  Power  of  Attorney  is  granted  and  Is  signed  by  facsimile  under  and  by  the  authority  of  the  following  Resolutions  adopted  by  the  Board  of  Directors 
of  each  of  the  Companies  on  the  3rd  day  of  October  2014. 


RESOLVED,  that  Gary  Kaplan,  David  Hewett,  William  Mills,  Gregory  Boa!  and  Kevin  Mlrsdi  are  hereby  appointed  by  the  Board  as  authorized  to  make, 
execute,  sea!  and  deliver  for  and  on  behalf  of  the  Company,  any  and  all  bonds,  undertakings,  contracts  or  obligations  In  surety  or  co-surety  with  others  and 
that  the  Secretary  or  any  Assistant  Secretary  of  the  Company  be  and  that  each  of  them  hereby  Is  authorized  to  attest  the  execution  of  any  such  bonds, 
undertakings,  contracts  or  obligations  in  surety  or  co-surety  and  attach  thereto  the  corporate  seal  of  the  Company. 

RESOLVED,  FURTHER,  that  Gary  Kaplan,  David  Hewett,  William  Mills,  Gregory  Boal  and  Kevin  Mlrsch  each  Is  hereby  authorized  to  execute  powers  of 
attorney  qualifying  the  attorney  named  In  the  given  power  of  attorney  to  execute,  on  behalf  of  the  Company,  bonds  and  undertakings  In  surety  or  co¬ 
surety  with  others,  and  that  the  Secretary  or  any  Assistant  Secretary  of  the  Company  be,  and  that  each  of  them  is  hereby  authorized  to  attest  the 
execution  of  any  such  power  of  attorney,  and  to  attach  thereto  the  corporate  seal  of  the  Company. 

RESOLVED,  FURTHER,  that  the  signature  of  such  officers  named  In  the  preceding  resolutions  and  the  corporate  seal  of  the  Company  may  be  affixed  to 
such  powers  of  attorney  or  to  any  certificate  relating  thereto  by  facsimile,  and  anysuch  power  of  attorney  or  certificate  bearing  such  facsimile  signatures 
or  facsimile  seal  shall  be  thlereefter  valid  and  binding  upon  the  Company  with  respect  to  any  bond,  undertaking,  contract  or  obligation  In  surety  or  co¬ 
surety  with  others  to  which  it  Is  attached.  1  r 

IN  WITNESS  WHEREOF,  the  XL  SPECIALTY  INSURANCE  COMPANY  and  GREENWICH  INSURANCE  COMPANY  has  caused  its  corporate  seal  to  be 
hereunto  affixed,  and  these  presents  to  be  signed  by  its  duly  authorized  officers  this  October  3rd,  2014. 


XL  SPECIALTY  INSURANCE  COMPANY 
GREENWICH  INSURANCE  COMPANY 


David  S.  Hewett,  SENIOR  VICE  PRESIDENT 


73^  Cu uc 


Toni  Ann  Perkins,  SECRETARY 


STATE  OF  CONNECTICUT 
COUNTY  OF  FAIRFIELD 


On  this  3rd  day  of  October,  2014,  before  me  personally  came  David  S.  Hewett  to  me  known,  who,  being  duly  sworn,  did  depose  and  say:  that  he  is 
Executive  Vice  President  of  XL  SPECIALTY  INSURANCE  COMPANY  and  Senior  Vice  President  of  GREENWICH  INSURANCE  COMPANY,  described  in  and 
which  executed  the  above  Instrument;  that  he  knows  the  seals  of  said  Companies;  that  the  seals  affixed  to  the  aforesaid  Instrument  are  such  corporate 
seals  and  were  affixed  thereto  by  order  and  authority  of  the  Boards  of  Directors  of  said  Companies;  and  that  he  executed  the  said  instrument  by  like 
order.  ^.f'7 

.es®-7  h.  oiurf~-— 

3  U  Kim  D.  Sliva,  NOTARY  PUBLIC 


STATE  OF  CONNECTICUT 


COUNTY  OF  FAIRFIELD 


Ir  Toni  Ann  Perkins,  Secretary  of  XI  SPECIALTY  INSURANCE  COMPANY  and  GREENWICH  INSURANCE  COMPANY,  corporations  of  the  State  qf 
Delaware,  do  hereby  certify  that  the  above  and  forgoing  Is  a  full,  true  and  correct  copy  of  a  Power  of  Attorney  issued  by  said  Companies,  and  that  Ij 
have  compared  same  with  the  original  and  that  it  ifs  a  correct  transcript  therefrom  and  of  the  whole  of  the  original  and  that  the  said  Power  of 
Attorney  is  still  in  full  force  and  effect  and  has  not  been  revoked. 

IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  the  seal  of  said  Corporations,  at  the  City  of  Stamford,  thls^^dav  of  2 


0j-.4(,  ffj'k'i 


Toni  Ann  Perkins, SECRET ARY 


IN  WITNESS  WHEREOF,  XL  RElNSURAftKTj.  AMERICA  INC  has  caused  Its  corporate  seal  to  be  hereunto  affixed,  and  these  presents  to  be  signed  by  Its  duly 
authorized  officers  this  3rd  day  uf  CkiapSr  201.4. 


XL  REINSURANCE  AMERICA  INC 


>hn  P.  Welch,  PRESIDENT  &  CEO 


T&W  dtUL&ptt 


Toni  Ann  Perkins,  SECRETARY 

5TATE  OF  CONNECTICUT 
COUNTY  OF  FAIRFIELD 

On  this  3rd  day  of  October,  20U,  before  me  personally  came  John  P.  Welch  to  me  known,  who,  being  duly  sworn,  did  depose  pnd  say:  that  he  is  President  & 
CEO  of  XL  REINSURANCE  AMERICA  INC,  described  In  qnd  which  executed  the  above  instrument;  that  he  knows  the  seal  of  sa  d  Corporation;  that  the  seal 
affixed  to  the  aforesaid  Instrument  is  such  corporate  seal  and  was  affixed  thereto  by  order  and  authority  of  the  Board  of  Directors  of  said  Corporation,  and  that 
he  executed  the  said  instrument  by  like  order. 


* 

STATE  OF  CONNECTICUT 
COUNTY  OF  FAIRFIELD 


Kim  D.  Sliva,  NOTARY  PUBLIC 


I,  Toni  Ann  Perkins,  Ass  stent  Secretory  of  fCL  REINSURANCE  AMERICA  ING  a  corporation  of  the  State  of  New  York,  do  hereby  certify  that  the  person  who 
executed  this  Power  of  Attorney,  With  the  rights,  respectively  of  XL  REINSURANCE  AMERICA  ING,  do  hereby  certify  that  the  above  end  forgofrijte-frTttffc  true 
and  correct  copy  of  a  Power  of  Attorney  issued  by  aid  Corporation,  and  that  I  have  compared  same  with  the  original  and  that  It  is  a  correct  transcript 
therefrom  and  of  the  whole  original  and  that  the  said  Power  of  Attorney  Is  still  In  foil  force  and  effect  and  has  not  been  revoked. 

IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  the  seal  of  said  Corporation,  at  the  City  of  5tamford,  thig^*^ day  of  fc b  '2-Q^o 


T&M  A*uc  ftr&t 


Toni  Ann  Perkins,  SECRETARY 


This  Power  of  Attorney  may  not  be  used  to  execute  any  bond  with  an  inception  date  after  October  3,  2019 
SB0O41 


f  thisMcument  is  printed  on  a  blue  background  ] 


SB-0034  3/11 


CALIFORNIA  ALL-PURPOSE  ACKNOWLEDGMENT 


A  notary  public  or  other  officer  completing  this  certificate  verifies  only  the  identity  of  the  individual  who 
signed  the  document  to  which  this  certificate  is  attached,  and  not  the  truthfulness,  accuracy,  or  validity  of 
that  document. 


California 


State  of _ 

County  of  Los  Angeles 

On  FEB  26  2015 


before  me, 


Kari  Davis.  Notary  Public 


Patricia  Talavera 


personally  appeared,  _ 

who  proved  to  me  on  the  basis  of  satisfactory  evidence  to  be  the  person  whose  name  is 
subscribed  to  the  within  instrument  and  acknowledged  to  me  that  she  executed  the  same  in 
her  authorized  capacity,  and  that  by  her  signature  on  the  instrument  the  person,  or  the 
entity  upon  behalf  of  which  the  person  acted,  executed  the  instrument. 


£ 


A 


I  certify  under  PENALTY  OF  PERJURY  under  the  laws  of  the  State  of  California  that  the  foregoing 
paragraph  is  true  and  correct.  yn 

WITHESS-my  hand  ^nd  official  seal. 


KARI  DAVIS 
Commission  #  2042909 
Notary  Public  -  California 
Los  Angeles  County 


1GNATURE  OF  NOTARY 


My  Comm.  Expires  Sep  26, 201 7  f 

•waaq'T’jbTi?  s&r  ■  ■  - 


OPTIONAL 


Though  the  data  below  is  not  required  by  law,  it  may  prove  valuable  to  persons  relying  on  the  document  and  could  prevent  fraudulent  reattachment  of  this  form 

DESCRIPTION  OF  ATTACHED  DOCUMENT: 

TITLE  OR  TYPE  OF  DOCUMENT:  _ 


ions  relying  on  the  doci 


NUMBER  OF  PAGES: 


DOCUMENT  DATE: 


CAPACITY(IES)  CLAIMED  BY  SIGNER(S) 

c 


Signer’s  Name:  _ 

I  I  INDIVIDUAL 
[^CORPORATE  OFFICER 


Title(s), 


Signer’s  Name 

I  INDIVIDUAL 
I  [CORPORATE  OFFICER 


Title(s). 


I  I  PARTNER(S)!  I  LIMITED  O  GENERAL 

D<]  ATTORNEY-IN-FACT 
□  TRUSTEE(S) 

I  |  GUARDIAN/CONSERVATOR 

|~1  OTHER: _ _ 

Signer  is  representing: 

NAME  OF  PERSON(S)  OR  ENTITY, IE S) 


[  I  PARTNER(S)!  I  LIMITED  d  GENERAL 

I  1  ATTORNEY-IN-FACT 
TRUSTEE(S) 

|  |  GUARDIAN/CONSERVATOR 

[U  OTHER: _ 1 _ 

Signer  is  representing: 

NAME  OF  PERSON(S)  OR  ENTlTY(tES) 


ZURICH  AMERICAN  INSURANCE  COMPANY 


POWER  OF  ATTORNEY 

KNOW  ALL  MEN  BY  THESE  PRESENTS,  that  the  ZURICH  AMERICAN  INSURANCE  COMPANY,  a  corporation  created  by  and  existing 
under  the  laws  of  the  State  of  New  York  does  hereby  nominate,  constitute  and  appoint  Patricia  TALAVERA,  of  Los  Angeles,  California,  its 
true  and  lawful  Attorney-In-Fact  with  power  and  authority  hereby  conferred  to  sign,  seal,  and  execute  in  its  behalf,  during  the  period  beginning 
with  the  date  of  issuance  of  this  power, :  any  and  all  bonds  and  undertakings,  recognizances  or  other  written'obligations  in  the  nature 
thereof,  and  to  bind  ZURICH  AMERICAN  INSURANCE  COMPANY  thereby,  and  all  of  the  acts^o^saidQ^Qmeyfsj-in-Fact  pursuant  to 
these  presents  are  hereby  ratified  and  confirmed  ,  This  Power  of  Attorney  is  made  and  ex^ctited  ptgsuant  to  and  by  the  authority  of  the 
following  By-Law  duly  adopted  by  the  Board  of  Directors  of  the  Company  whjch  IJy-La\v  Jias  not  been  amended  ^'r  rescinded. 

Article  VI,  Section  5.  "...The  President  or  a  Vice  President  in  a  writtetf  instrument  atiested-tyya  Secretary  or  an  Assistant  Secretary  may 
appoint  any  person  Attorney-In-Fact  with  authority^tp^exedi^e'siiire^  bbnds  on  behd^f  pTtheiccfnipany  and  other  formal  underwriting 
contracts  in  reference  thereto  and  reinsurance  agrcerients\relatmg  to  individual  polices  and  bonds  of  all  kinds  and  attach  the  corporate 
seal.  Any  such  officers  may  revoke  tberpowerk  ^rante£i'to(any  /ffiproey- In-Fact.” 

This  Power  of  Attorney  is  sighed  antf  sealed  by  facsimile  ubde?  uhdHy  the  authority  of  the  following  Resolution  adopted  by  the  Board  of 
Directors  of  the  ZURICH  AMERICAN  INSUFtA!N'C&:C6Mt>ANY  by  unanimous  consent  in  lieu  of  a  special  meeting  dated  December  15, 
1998 

"  RESOLVED,  that  the  sijnhuire  of  the  President  or  a  Vice  President  and  the  attesting  signature  of  a  Secretary  or  an  Assistant 
Secretary  and  the  seal  of  the  Company  may  be  affixed  by  facsimile  on  any  Power  of  Attorney  pursuant  to  Article  VI,  Section  5  of  the 
By-Laws,  and  the  signature  of  a  Secretary  or  an  Assistant  Secretary  and  the  seal  of  the  Company  may  bp  affixed  by  facsimile  to  any 
certificate  of  any  such  power.  Any  such  power  or  any  certificate  thereof  with  such  facsimile  signature  and  seal  shall  be  valid  and 
binding  on  the  Company.  Furthermore,  such  power  so  executed,  sealed  and  certified  by  certificate  so  executed  and  sealed  shall,  with 
respect  to  any  bond  or  undertaking  to  which  it  is  attached,  shall  continue  to  be  valid  and  binding  on  the  Company." 

IN  WITNESS  WHEREOF,  the  ZURICH  AMERICAN  INSURANCE  COMPANY  has  caused  these  presents  to  be  executed  in  its  name  and  on 
its  behalf  and  its  Corporate  Seal  to  be  hereunto  affixed  and  attested  by  its  officers  thereunto  duly  authorized,  this  16th  day  of  September,  A.D. 
2008. 
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ZURICH  AMERICAN  INSURANCE  COMPANY 


_ ^  I A'l^ 

By: 

Frank  E.  Martin  Jr. 


Vice  President 


STATE  OF  MARYLAND) 

CITY  OF  BALTIMORE/  ’  Eric  D.  Barnes  Secretary 

On  the  16th  day  of  September,  A.D.  2008,  before  the  subscriber,  a  Notary  Public  of  the  State  of  Maryland,  duly  commissioned  and  qualified, 
came  the  above  named  Vice  President  and  Secretary  of  ZURICH  AMERICAN  INSURANCE  COMPANY,  to  me  personally  known  to  be  the 
individuals  and  officers  described  in  and  who  executed  the  preceding  instrument  and  they  each  acknowledged  the  execution  of  the  same  and 
being  by  me  duly  swom,  they  severally  and  each  for  himself  deposed  and  said  that  they  respectively  hold  the  offices  in  said  Corporation  as 
indicated,  that  the  Seal  affixed  to  the  preceding  instrument  is  the  Corporate  Seal  of  said  Corporation,  and  that  the  said  Corporate  Seal,  and  their 
respective  signature  as  such  officers,  were  duly  affixed  and  subscribed  to  the  said  instrument  pursuant  to  all  due  corporate  authorization. 

IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  my  Official  Seal  the  day  and  year  first  above. 

.(ilMIXl, 


dfcc 


Cl  l . I 


Notary  Public  My  Commission  Expires:  July  14,2015 

This  Power  of  Attorney  limits  the  acts  of  those  named  therein  to  the  bonds  and  undertaking  specifically  named  therein,  and  they  have  no 
authority  to  bind  the  Company  except  in  the  manner  and  to  the  extent  herein  stated. 

CERTIFICATE 

I,  the  undersigned,  a  Secretary  of  the  ZURICH  AMERICAN  INSURANCE  COMPANY,  do  hereby  certify  that  the  foregoing  Power  of 
Attorney  is  still  in  full  force  and  effect,  and  further  certify  that  Article  VI,  Section  5  of  the  By-Laws  of  the  Company  and  the  Resolution  of  the 
Board  of  Directors  set  forth  in  said  Power  of  Attorney  are  still  in  force. 

IN  TESTIMONY  WHEREOF  I  have  hereto  subscribed  my  name  and  affixed  the  seal  of  said  Company 


vNO’ 


the 


day  of 


FEB  26  20)5 
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Gregory  E.  Murray 
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Secretary 
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POA-Z  ZA  012-2748V 


Serial  Number:  TH2008September16ZA  09/08ZA  012-2748V 


acord  CERTIFICATE  OF  LIABILITY  INSURANCE  ”o7T 


THIS  CERTIFICATE  IS  ISSUED  AS  A  MATTER  OF  INFORMATION  ONLY  AND  CONFERS  NO  RIGHTS  UPON  THE  CERTIFICATE  HOLDER.  THIS 
CERTIFICATE  DOES  NOT  AFFIRMATIVELY  OR  NEGATIVELY  AMEND,  EXTEND  OR  ALTER  THE  COVERAGE  AFFORDED  BY  THE  POLICIES 
BELOW.  THIS  CERTIFICATE  OF  INSURANCE  DOES  NOT  CONSTITUTE  A  CONTRACT  BETWEEN  THE  ISSUING  INSURER(S),  AUTHORIZED 
REPRESENTATIVE  OR  PRODUCER,  AND  THE  CERTIFICATE  HOLDER. 


IMPORTANT:  If  the  certificate  holder  is  an  ADDITIONAL  INSURED,  the  policy(ies)  must  be  endorsed.  If  SUBROGATION  IS  WAIVED,  subject  to 
the  terms  and  conditions  of  the  policy,  certain  policies  may  require  an  endorsement.  A  statement  on  this  certificate  does  not  confer  rights  to  the 
certificate  holder  in  lieu  of  such  endorsement(s).  _  _ _ 


PRODUCER  NAME:  T  Helen  Lee _ _ 

Insurance  Partners  Inc.  [a/cNno. E»n:  (317)293-7300 _ [a/c.noi:  (317)290-0752 

890  9  Purdue  Road  address- klee@insurancepartnersinc  .  com 

Suite  105 

Indianapolis  IN  46268  I  insurer  a  ;Hart  ford  Fire  Insurance  Compan- 


INSURED  J  insurer b  Rational  Union  Fire  insurance 

Hunt  Construction  Group,  Inc. 

2450  S.  Tibbs  Avenue  (46241)  I  insurer d ;Catlin  Specialt' 

P.  O.  Box  128 

Indianapolis  IN  46206 


COVERAGES  CERTIFICATE  NUMBER:A11  Cov/lst  Exc/Prof  Liab  REVISION  NUMBER: 


THIS  IS  TO  CERTIFY  THAT  THE  POLICIES  OF  INSURANCE  LISTED  BELOW  HAVE  BEEN  ISSUED  TO  THE  INSURED  NAMED  ABOVE  FOR  THE  POLICY  PERIOD 
INDICATED  NOTWITHSTANDING  ANY  REQUIREMENT,  TERM  OR  CONDITION  OF  ANY  CONTRACT  OR  OTHER  DOCUMENT  WITH  RESPECT  TO  WHICH  THIS 
CERTIFICATE  MAY  BE  ISSUED  OR  MAY  PERTAIN,  THE  INSURANCE  AFFORDED  BY  THE  POLICIES  DESCRIBED  HEREIN  IS  SUBJECT  TO  ALL  THE  TERMS, 
EXCLUSIONS  AND  CONDITIONS  OF  SUCH  POLICIES.  LIMITS  SHOWN  MAY  HAVE  BEEN  REDUCED  BY  PAID  CLAIMS. 


2,000,000 


300,000 


10,000 


INSURER  E  : 


INSURER  F  : 


NAIC  # 


19682 


19445 


29459 


15989 


WORKERS  COMPENSATION 

AND  EMPLOYERS'  LIABILITY  Y  ,  N 

ANY  PROPRIETOR/PARTNER/EXECUTIVE  rT7~" 
OFFICER/MEMBER  EXCLUDED?  w 

(Mandatory  in  NH)  - 

If  yes,  describe  under 
DESCRIPTION  OF  OPERATIONS  below 


CONTRACTOR ’ S  PRO  FE  S  S I ONAL 
LIABILITY  INSURANCE 


E.L.  EACH  ACCIDENT 


E.L.  DISEASE  -  EA  EMPLOYE 


E.L,  DISEASE  -  POLICY  LIMIT 


1,000,000 


1,000,000 


1,000,000 


:PL196189-0615 

6/15/2014 

6/15/2015 

EACH  CLAIM 

$10,000,000 

AGGREGATE 

$10,000,000 

DESCRIPTION  OF  OPERATIONS  I  LOCATIONS  /  VEHICLES  (Attach  ACORD  101,  Additional  Remarks  Schedule,  if  more  space  is  required) 
RE:  Ballparjg  of  The  Palm  Beaches  -  Construction  Management 


CERTIFICATE  HOLDER 


Palm  Beach  County  Facilities 

Development  &  Operations 

2633  Vista  Parkway 

West  Palm  Beach,  FL  33411-5604 


CANCELLATION 


ACORD  25(2010/05) 
INS025  (2aioo5).oi 


SHOULD  ANY  OF  THE  ABOVE  DESCRIBED  POLICIES  BE  CANCELLED  BEFORE 

THE  EXPIRATION  DATE  THEREOF,  NOTICE 
ACCORDANCE  WITH  THE  POLICY  PROVISIONS. 

WILL  BE 

DELIVERED  IN 

AUTHORIZED  REPRESENTATIVE 

Kerry  Powers/SHERI 

- - - - - 

©  1988-2010  ACORD  CORPORATION.  All  rights  reserved. 
The  ACORD  name  and  logo  are  registered  marks  of  ACORD 


gpfes  STATE  OF  FLORIDA 

DEPARTMENT  OF  BUSINESS  AND  PROFESSIONAL  REGULATION 

m CONSTRUCTION  INDUSTRY  LICENSING  BOARD  ( 

ifP'  1 940  NORTH  MONROE  STREET 

TALLAHASSEE  FL  32399-0783 


(850)487-1395 


MORTHLAND,  WILLIAM  GRANT 
HUNT  CONSTRUCTION  GROUP  INC 
3560  TOWNE  DRIVE 
CARMEL  IN  46032 


Congratulations!  With  this  license  you  become  one  of  the  nearly 
one  million  Floridians  licensed  by  the  Department  of  Business  and 
Professional  Regulation.  Our  professionals  and  businesses  range 
from  architects  to  yacht  brokers,  from  boxers  to  barbeque  restaurants, 
and  they  keep  Florida's  economy  strong. 

Every  day  we  work  to  improve  the  way  we  do  business  in  order  to 
serve  you  better.  For  information  about  our  services,  please  log  onto 
www.myfloridalicense.com.  There  you  can  find  more  information 
about  our  divisions  and  the  regulations  that  impact  you,  subscribe 
to  department  newsletters  and  learn  more  about  the  Department’s 
initiatives. 

Our  mission  at  the  Department  is:  License  Efficiently,  Regulate  Fairly. 
We  constantly  strive  to  serve  you  better  so  that  you  can  serve  your 
customers.  Thank  you  for  doing  business  in  Florida, 
and  congratulations  on  your  new  license! 
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STATE  OF  FLORIDA 
DEPARTMENT  OF  BUSINESS  AND 
PROFESSIONAL  REGULATION 


CGC1510528 


ISSUED:  07/23/2014 


t  you  can  serve  your 
ohda, 

cf 


CERTIFIED  GENERAL  CONTRACTOR 
MORTHLAND,  WILLIAM  GRANT 
HUNT  CONSTRUCTION  GROUP  INC 


IS  CERTIFIED  under  the  provisions  of  Ch  489  FS 
Expiration  date  AUG  31.  2016  11407230001488 


DETACH  HERE 


RICK  SCOTT,  GOVERN! 


. 


KEN  LAWSON,  SECRETARY 


STATE  OF  FLORIDA 

EPARTMENT  OF  BUSINESS  AND  PROFESSIONAL  REGULATION 
CONSTRUCTION  INDUSTRY  LICENSING  BOARD 


license  number 


CGC1510528 


The  GENERAL  CONTRACTOR 
Named  below  IS  CERTIFIED 
Under  the  provisions  of  Chapter  489  FS, 
Expiration  date:  AUG  31, 2016 


MORTHLAND,  WILLIAM  GRANT 
HUNT  CONSTRUCTION  GROUP  INC 
7680  UNIVERSAL  BLVD  l;r 
SUITE  250 

ORLANDO  FL  32801 


<v  ,  7 |i. 


a 


ISSUED  07/23/2014 


DISPI  AY  AS  REQUIRED  BY  LAW 


SEQ#  L1407230001488 


A  N N E  M ,  Ganno n 

CONSTITUTIONAL  TAX  collector 

Sfri  iTfi;  Palm  Beach  County 

Serving  i /mi. 


PO  Box  3353,  West  Palm  Beach,  FL  33C02-3353 
www.pbctax.coni  let:  (561 )  355-2264 


"LOCATED  AT" 

7680  UNIVERSAL  BLVD  STE  250 
ORLANDO,  FL  32819 


TYPE  OF  BUSINESS 

OWNER 

CERTIFICATION  * 

RECEIPT  S.DATE  PAit) 

mi « 

MORTHLAND  WILUAU  GRANT 

c&cisiosa 

sjT.se 

34DI795J? 

This  document  is  valid  only  when  receipted  by  ttio  Tax  Collector's  Office. 


HUNT  CONSTRUCTION  GROUP  INC 
HUNT  CONSTRUCTION  GROUP  INC 
6720  N  SCOTTSDALE  ROAD  STE  300 
SCOTTSDALE.  A Z  85253 

Ui.MmUrUndl. 


B3-271 


STATE  OF  FLORIDA 
PALM  BEACH  COUNTY 
2014/2015  LOCAL.  BUSINESS  TAX  RECEIPT 

LBTR  Number;  201249825 
EXPIRES;  SEPTEMBER  30,  2015 

This  receipt  grants  the  privilege  of  engaging  in  or 
managing  any  businass  profession  or  occupation 
within  its  jurisdiction  and  MUST  bo  conspicuously 
displayed  at  the  place  of  business  and  in  such  a 
manner  ns  to  be  open  to  the  view  ot  the  public. 
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Related  Ex 


erience 


LIST  THE  PROJECTS  WHICH  BEST  ILLUSTRATE  THE 
EXPERIENCE  OF  THE  FIRM  AND  STAFF  WHICH  WILL 
BE  ASSIGNED  TO  THIS  PROJECT.  UST  NO  MORE  THAN 
TEN  (10)  PROJECTS.  AND  DO  NOT  INCLUDE  PROJECTS 
COMPLETED  MORE  THAN  TEN  (10)  YEARS  AGO,  PROVIDE 
A  SECONDARY  LIST  OF  ALL  PROJECTS  IN  FLORIDA  WHICH 
EXCEED  $25  MILLION  IN  COST,  STARTED  I  THE  PAST  5 
YEARS.  | 

HSMC  is  proud  to  present  its  credentials  for 
comparable  projects  having  a  rich  history  in  sports 
venues  across  the  country.  We  have  dominated  the 
sports  facility  market  in  Florida  with  over  20  major 
sports  facilities  in  Florida  that  includes  facilities 
for  4  Major  League  Baseball  teams  at  6  separate 
venues.  We  fully  understand  that  MLB  facilities  are 
unique  in  their  performance  needs,  operational 
and  program  requirements  and  design.  These 
projects  require  an  experienced  sports  construction 
team  capable  of  implementing  the  demanding 
requirements  for  providing  industry  leading,  state- 
of-the-art  facilities  fitting  for  the  best  professional 
clubs  and  athletes  in  the  world.  HSMC  is  ready  to 
immediately  provide  that  experience  to  the  Houston 
Astros  and  Washington  Nationals.  We  will  work  as 
a  partner  and  advocate  to  ensure  The  Ballpark  of 
the  Palm  Beaches  project  is  completed  for  the  2017 
spring  training  season  within  budget  and  exceeds 
the  quality  and  performance  expectations  of  the 
facility. 

EXPERIENCE  WITH  SPORTS  STADIUMS 

ENR  has  ranked  Hunt  as  a  leading  Sports  Builder 
for  many  years,  including  the  top  spot  for  three 
consecutive  years  in  2010, 2011,  and  2012.  We 
have  built  a  multitude  of  sports  venues  during 
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our  long  history.  In  fact,  we  have  built  90  different 
stadiums  and  arenas  since  1 980  alone,  servicing 
155  organizations.  As  trends  in  stadium  design  have 
reflected  the  need  for  expanded  luxury  suites,  better 
accommodations  for  fans  and  players  alike,  an  increase 
in  family  entertainment,  and  increased  technology,  we 
have  been  there  every  step  of  the  way, 


EXPERIENCE  WITH  BASEBALL  FACILITIES 

Our  Major  League  Baseball  sports  experience 
extends  from  one  end  of  the  country  to  the  other 
and  includes  22  MLB  facilities  as  well  as  4  Minor 
League  ballparks  including  Southwest  University 
Park,  Whataburger  Field,  Chuchansi  Park  and 
Progress  Energy  Park,  In  Florida  alone,  we  have 
successfully  completed  Spring  Training  facilities 
for  the  Baltimore  Orioles,  Philadelphia  Phillies  and 
Tampa  Bay  Rays.  In  2013,  Hunt  completed  over  $100 
million  in  renovations  for  the  Los  Angeles  Dodgers 
in  a  remarkable  six  month  period.  This  baseball 
experience  is  highlighted  on  the  following  pages. 


Our  sports  experience  in  the  state  of  Florida  '  1 .  1 

alone,  totals  over  20  projects.  This  is  unmatched  in 

the  industry.  Some  of  theses  major  sports  projects  EXPERIENCE  WITH  BASEBALL  FIELDS 

include  Sun  Life  Stadium,  Marlins  Park,  Florida  Included  in  the  previously  stated  experience,  we 

Citrus  Bowl,  EverBank  Field,  Amway  Center,  Amalie  have  completed  the  construction  of  56  baseball 

Arena,  and  Tropicana  Field.  This  stadium  experience  playing  fields.  This  playing  field  experience  is 

is  highlighted  on  the  following  pages.  highlighed  on  the  following  pages, 


2.  RELATED  EXPERIENCE 


ORGANIZATION 

Through  Hunt's  strategically  positioned  offices,  we  can  support  field  operations  throughout 
the  entire  U.S.  to  the  same  standards  and  dedication  our  company  founders  intended. 

Each  office  is  staffed  with  a  corporate  officer  to  enable  decision-making  at  a  local  level. 
Hunt's  local  Hollywood  office  will  service  the  on-site  management  team  for  this  project 
and  provide  full  estimating,  scheduling,  and  accounting  support  as  needed  throughout  the 
project. 

BUSINESS  APPROACH 

The  foundation  of  our  construction  work  is  solid  relationships  with  public  and 
private  clients.  Our  clients  rely  on  our  experience,  financial  strength  and  expertise 
to  make  their  vision  a  reality,  but  they  also  rely  on  our  cooperative  and  client- 
focused  mind-set.  We  tailor  our  services  to  meet  the  individual  needs  of  our  clients, 
This  business  approach,  combined  with  proven  professional  management  systems, 
noteworthy  financial  stability  and  strong  buying  power,  has  enabled  us  to  deliver 
exceptional  quality  projects  for  seven  decades. 


A  LEADER  IN  SPRING  TRAINING  CONSTRUCTION 


11111,1/ 

SPRING  TRAINING  HOME  OF  THE  CHICAGO  CUBS 

mm  house  field  nmmwi 

SPRING  TRAINING  HOME  OF  THE  PHILADELPHIA  PHILLIES 

mimmmmmm  i!  rnmui 

SPRING  TRAINING  HCME  OF  THE  BALTIMORE  ORIOLES 

CfMLOUE  SPORTS  PM  II  PORT  CUM  Ft 

SPRING  TRAINING  HOME  OF  THE  TAMPA  BAY  RAYS 


RESPONSE  TO  REQUEST  FOR  QUALIFCATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


2.  RELATED  EXPERIENCE 


PROGRESSIVE  FIELD  %  TROPICANA  FIELD 

Cleveland,  OH  “ij  St.  Petersburg!!,  FL 


“I  would  say  to  a  client  that  if  you're  interested 
in  an  on-time,  on-budget  project,  andyou're 
interested  in  a  company  who  will  be  able  to 
deliver,  then  you  had  better  hire  Hunt." 

*  If.  DAVID  SAMSON,  PRESIBEHT,  MIAMI  MARLINS 


2.  RELATED  EXPERIENCE 


PREMIER  LOCAL  BUILDERS 

Straticon,  founded  over  25  years  ago,  is  a  premier 
commercial  builder,  equally  effective  at  building 
a  diverse  range  of  projects.  After  starting  in  the 
midwest,  Straticon  slowly  grew  into  Florida, 
which  has  now  become  the  major  focus  of  the 
business.  One  of  the  first  prominent  buildings 
for  the  company  was  a  new,  $60M  high  rise  in 
Hollywood,  Florida.  This  project  was  used  as  a 
launching  pad  for  the  success  and  future  growth 
for  the  entire  company.  Straticon  has  offices  in 
Stuart,  Fort  Lauderdale  and  Palm  Beach. 


Asset  Builders,  LLC  d/b/a  Messam  Construction 
specializes  in  commercial  construction  projects,  in 
Florida.  Messam's  approach  is  best  characterized  by 
a  "Partnering  Relationship".  Messam  is  dedicated  to 
turning  client's  designs  and  construction  documents 
to  life.  Committed  to  sustainable  construction 
practices;  that  commitment  is  evidenced  by  the 
LEED  Accredited  Professional  designation  held  by 
both  Wayne  Messam,  CGC,  LEED  AP,  BD+C  &  Angela 
Messam,  LEED  AP,  BD+C,  the  principals  of  Messam 
Construction. 


Cooper  Construction  Management  and  Consulting 
(CCMC)  is  a  construction  management  consulting 
firm  incorporated  in  the  State  of  Florida  in  july  2004. 
CCMC  offers  exceptional  commitment  to  our  clients, 
by  providing  both  the  technical  knowledge  and 
dedication  required  to  see  a  project  through  from 
start-up,  to  completion  and  owner  occupancy.  Our 
staff  has  a  wide  variety  of  construction  experience 
including  commercial,  educational,  institutional, 
residential  and  multi-dwelling  projects  and 
has  experience  in  building  over  $150  million  in 
construction. 


Straticon  has  been  engaged  in  the  Palm  Beach 
County  market  since  2000  and  since  2007  alone, 
we  are  fortunate  to  have  successfully  completed 
projects  totaling  over  $100M  spread  across  various 
Palm  Beach  areas  and  market  sectors,  With  Palm 
Beach  County,  at  2,034  square  miles,  being  the 
largest  of  all  67  counties  located  in  Florida  and  with 
its  population  of  almost  1.28  million  being  the  third 
most  populous,  Straticon  is  pleased  to  declare  that 
we  are  hereto  stay. 


mmmcm 


to  build "« strnng  fou,. '  jtion  for  a  company  that  will 
■  '  ■  ■  a4d  due,  ^ver;  ousiness  relationship,  build  quality 

ejects  fo  the  customer,  and  provide  rewarding 

Straticon's  leadership  has  built  a  customer-locked  Caitci 0  f0r  oyr  emPt°Ps;  prospering  for  fears  into 
and  solution-oriented  culture.  Clients  rely  on  our 


the  future. 


Straticon’s  body  of  work  demonstrates  the  expertise 


to  successfully  complete  complex  correction  projects 
and  solve  challenges  head  on.  Oui  teaou  Hio  helps  the 
entire  team  understand  a  construction  project  from  the 
owner's  perspective  and  iu. '  ffi  improve  the  process.  ^3se  trough  final  construction,  and  to  complete 

it  on  time  and  on  budget  Our  extensive  local 

Straticon’s  dedication  to  customer  satisfaction  is  .  subcontractor  base  enables  us  to  thoroughly  test  all 


evident  through  a  compilation  of  repeat  business 


costs  in  the  market,  resulting  in  the  best  quality  at 


addition  to  the  lifetime  relationships  built  with  our  best  Pncfi-  , 

customers,  Straticon  maintains  strong  partnerships 

in  each  community  with  suppliers,  subcontractors,  Moving into  lhe  ^  Straticon  looks  to  continue  to 


county  officials,  economic  deveipment  boards,  as  wel 
as  financial,  legal  and  actuarial  leaders,  The  goal  is 


build  added-vaiue  strategic  relationships  with  those 
who  entrust  Straticon  with  all  their  construction  plans. 


ill 


TRADITION  FIELD  /  NY  Mets 

Port  Lucie,  FL 


TO  REQUEST  FOR  QUALIFCATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


2.  RELATED  EXPERIENCE 


Hunt  has  been  working  in  Florida  for  over  30 
years.  We  have  two  Florida  offices;  one  in  Orlando 
and  one  in  Hollywood.  We  have  completed  over 
60  projects  in  the  state  of  Florida,  with  a  total 
volume  of  over  $3,800,000,000. 

Hunt  is  tremendously  excited  to  pursue  The 
Ballpark  of  The  Palm  Beaches  project  with  our 
partners.  Their  long-standing  and  continuing 
commitment  to  the  local  market,  along  with  Hunt's 
nationally  recognized  expertise  within  the  sports 
market,  allows  us  to  provide  project  specific 
Construction  Manager  at  Risk  Services  that  merge 
requisite  specialized  capabilities  with  local  market 
familiarity  to  meet  all  the  needs  of  Palm  Beach 
County  as  well  as  our  Major  League  clients, 


fmLjp  : 


COMPLETION 

m 

ymm  found  Hunt  Construction's 
eJLience  in  stadium  construction  and 
mining  facilities  is  extensive  and  *’  «v 
are  active  partners  in  the  entire  maces* 
including  the  planning  an  }dmlot  mt 
ofthefaciltyTheirabuiyi*...1.! 
on  their  own  $taff  hr  mnror cements 
during  critical  times,  and  to  use  their 
buying  power  and  influence  with  special 
trades  and  products  needed  for  the 
construction  was  invaluable /' 

•mm  smith 

VP  PLANNING  &  DEVELOPMENT, 
FORMERLY  WITH  THE  BALTIMORE  ORIOLES 


RESPONSE  10  REOUEST  FOR  QUAUFCAIIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


is  ttSent,  the  differentiator  between 
companies  often  comes  down  to  listening  to 
our  needs,  exceeding  our  expectations  and 
simply  creating  a  good  team  experience 
through  the  design  and  construction 
process .  This  team  truly  excelled  with  all  of 
these  aspects !’ 

-  MELANIE  LENZ,  VICE  PRESIDENT, 
DEVELOPMENT.  TAMPA  BAY  RAYS 


2.  RELATED  EXPERIENCE 


A  200,000  $F  MLB  training 
minify  sports  complex 
accommodating  tire  spring  training,  Florida 
at  league 
Hies.  The 

facility  includes  a  ballpark  with  approximately 


private  suites  and  a  diamond  dugout  suite. 


Parks  & 
Old  Coachman  Road// 


Mr,  David  Wood  //Populous//  300 
Wyandotte,  Suite  300 II  Kansas  City,  MO  64105 
II  816.221.1500//  david.wood@populous.com 

200,000  SF 


0  PRO  SPORTS 
0  FLORIDA 
0  SPRING  TRAINING 
0  MLB  STADIUM 
0  GRANDSTANDS 
0  PLATING  FIELDS 
0  TEAM  FACILITIES 
0  CLUBHOUSE 
0  PRESS  BOX 


February  2005 

team’s  efforts  and 
tformanceex 
expectations  in  ere  mnb 
a  landmark  far  the  City  or 
Clearwater,  The  quality  of 
which  has  set  a  new  standard 
for  Spring  Training  Facilities 


across 


-KEVIN  DUNBAR,  DIRECTOR 
CLEARWATER  PARKS  AND  RECREATIONS 


RESPONSE  TO  REQUEST  FOR  QUALI FCATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


2.  RELATED  EXPERIENCE 


mmi 


l%t  really  cares  about  quality 
and  they  care  about  detail,  When 
you  are  looking  at  a  project 
like  Marlins  Park  with  all  the 
curvilinear  shapes  and  all  the 
color  and  all  the  tile  work  and  all 
the  things  that  needed  to  happen, 
they  really  took  care  to  make  sure 
that  every  detail  worked  and  they 
did  a  fantastic  job, 

-MR. DAVID  SAMSON 
PRESIDENT, MUS 


0  PRO  SPORTS  jp 
0  MLB 

0  GRANDSTANDS 
0  NEW  PLATING  FIELD 
0  PRESS  BOX 
0  TEAM  FACILITIES 
0  CLUBHOUSES 


2.  RELATED  EXPERIENCE 


RESPONSE  10  REQUEST  FOR  QUALI FCATIONS  FOR 


BEACHES 


TRADITION  FIELD 

PORT  ST.  LUCIE,  FL 


Straticon  expanded  Tradition 
Field’s  right-field  line  into  504  new  premium 
seats,  new  offices,  storage,  party  terrace,, 
concessions  and  new  scoreboard  with  large  video 
board.  A|J  mi,  upleted  vvitnin  96  days  working 
multiple  shifts  to  open  for  2012  spring  training. 

,  13,$ti.  .icon  upgraded  fan  shops  and 
owner's  suites,  Continual  concrete  restoration  to 
sodium  in  2014. 

Construction  Manager  ; 

Paul  Taglieri  //  St,  Lucie  Mets  //  525  NW 
Peacock  Boulevard  II  Port  St.  Lucie,  FL  34980 II 
772.201,4584//  ptaglieri@stluciemets.com 

Mr.  Walter  Trujillo  //  Gensler  // 

801  Brickell  Avenue  //  Miami,  FL  33131  // 
305.537.8075  II  walter_trujillo@gensier.com 

40.000  SF 

$3M 
March  2015 


2.  RELATED  EXPERIENCE 
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RESPONSE  TO  REQUEST  FOR  QUALI FCATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


2.  RELATED  EXPERIENCE 
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2.  RELATED  EXPERIENCE 


RESPONSE  TO  REQUEST  FOR  QUALI FCATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 
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2.  RELATED  EXPERIENCE 


FLORIDA  PROJECTS  WHICH  EXCEED  $25M  I  COST,  STARTED  IN  THE  PAST  5  TEARS.  (If  not  previously  listed) 


SUN  LIFE  STADIUM  RENOVATIONS  MIAMI  GARDENS,  FI 


Responsibility:  Renovations  to  the  six-level,  800,000  SF  Miami  Dolphins  Stadium.  The  project  includes  interior  and 
site  renovations. 

Delivery:  Construction  Management 

Owner:  Mr.  Mike  Spiro  II  Owner’s  Representative  II  South  Florida  Stadium  LLC II 347  Don  Shula  Drive  II  Miami 
Cardens,  FL  32805 II  305.943.8000  II  MSpiro@dolphins.com 

Architect:  Mr.  Jeff  Sittner  II 360  Architects  II  300  West  22nd  Street  II  Kansas  City,  MO  64108 II  816.472.3210  II 
isittner@360architects.com 


tompietion:  Projected  August  2017 

Key  Professionals:  Ken  Johnson 

SOUTHWEST  AIRLINES  FORT  LAUDERDALE  AIRPORT  TERMINAL  1 


Responsibility:  A  new  five-gate  concourse  and  renovation  of  the  existing  Terminal  1  including  new  landslide  facilities, 

!ecurity  check  points,  retail  and  concession  spaces, 
elivery:  Construction  Manager  at  Risk  /GMP 

mm  Mr.  David  Herrera  II  Director  II  Southwest  Airlines  Company  II 2702  Love  Field  Drive  II  Dallas,  IX  75235  II 
14.792.5244  //  david.herrera@wnco.com  • 

irchitect  Mr.  John  Murphy  II  Corgan  Associates,  Inc.  II 401  North  Hudson  Street  II  Dallas,  IX  75202  II  214.757.1736 


■fw'*  JL 


r-  Jw?*  '-aclPJk  *<■ 


Size:  399,661  SF 


Jcinpletion:  Projected  April  201? 

(ey  Professionals:  Hen  Johnson,  Douglas  Utt 


2.  RELATED  EXPERIENCE 


FLORIDA  PROIECTS  WHICH  EXCEED  $25M  IN  COST,  STARTED  IN  THE  PAST  5  TEARS,  (If  not  previously  listed) 


EVERBANK  FIELD  IMPROVEMENTS  JACKSONVILLE,  FL 


Responsibility:  Stadium  renovations  to  include  upgrading  all  video  boards,  a  state-of-the-art  control  room  and  a 
nevr  north  end  zone  platform  that  will  consist  of  an  elevated  deck  with  restrooms,  spa  pools,  food  service  space  and 
portable  amenities.  The  deck  will  have  the  flexibility  to  be  changed  to  seating  in  order  to  accommodate  an  event  such 
as  :he  Super  Bowl.  Home  of  the  NFL's  Jacksonville  Jaguars. 

Delivery:  Construction  Manager  at  Risk  /GMP 

Owner:  Mr.  John  Loyd  II  Owner's  Representative  II  Jacksonville  Jaguars  LLC II  One  Everbank  Field  Drive  II  Jacksonville, 
FL  32202//  305.494.7897  // jloyd22648@yahoo.com 

Architect:  Mr.  Dennis  Wellner  //  Populous  //  300  Wyandotte,  Suite  200 //Kansas  City,  MO  64105  //  816.221.1500  // 

Dennis.lWellner@populous.com 

Size:  60,700  SF 

Construction  Cost:  $58,336,820 

Completion:  July  2014 

Key  Professionals:  Ken  Johnson,  Sid  Perkins 


Completion:  July  2014 
Ke?  Professionals:  Ken  Johnson,  Sid  Perkins 

mrnmml  mgS 


Responsibly:  A  315,000  SF  high  school.  Part  of  the  project  includes  selective  demolition  and  renovation  of  existing 
buildings,  additions  to  two  buildings,  excavation  of  new  storm  water  ponds  and  all  associated  storm  water  piping. 
Also  includes  construction  of  a  fire  protection  loop  system,  code  upgrades,  and  a  complete  renovation  to  the  HVAC 
system  including  a  new  central  energy  plant  (CEP)  with  ice  storage,  as  well  as  a  future  classroom  building. 

Delivery:  Construction  Manager  at  Risk /GMP 

Owner;  Mr.  Mark  A.  Lockard  II  Senior  Facilities  Manager  II OCPS  Facilities  Services  II  6501  Magic  Way,  Building  200 II 
Orlando,  FL  32809  II  407.317.3700  II  lockarm@ocps.net 

Architect:  Mr.  Scott  Coleman  II  Reynolds,  Smith  and  Hills,  Inc.  II  The  Gateway  Center,  1000  Legion  Place,  Suite  800 II 
Orlando,  FL  32801  II  407.893.5807  II  scottcoleman@rsandh.com 


RESPONSE  TO  REQUEST  FOR  QUALIFCATIONS  FOR  TH 


OF  THE  PALM  BEACHES 


2.  RELATED  EXPERIENCE 


FLORIDA  PROJECTS  WHICH  EXCEED  $25M  IN  COST,  STARTED  IN  THE  PAST  5  TEARS.  (If  not  previously  listed) 


Responsibly:  At  43  stories,  the  Tiara  condominium  is  one  of  the  tallest  buildings  on  Florida’s  east  coast.  Straticon 
completed  a  611,000  SF  renovation  of  the  building  to  repair  extensive  damage  from  two  hurricanes.  Included  was 
ijustom  build-out  of  320  individual  units,  lobby,  restaurant,  impact  windows  and  exterior  repairs.  Recipient  of  the 

Ileveloper  and  Builders  Alliance  Project  of  the  Year, 
liveff:  Construction  Manager  at  Risk 

lumen  Mr.  Joe  Gaudet  II  Gaudet  Associates,  Inc.  II  3021  Jupiter  Parktircle  II  Jurf  FL  33458 II  561.662.1 129  II 
gaudet@gaudetassociates.com 

irchitect:  Astorino  II  til  Fort  Pitt  Boulevard  II  Pittsburgh,  PA  15222 II  800.518.0464 
Size;  611,000  SF 

lonstruction  Cost:  $35,000,000 
lompletioib  June  2010 

lei  Professionals:  Jeff  Hardin,  Brian  Perrault,  Dave  Wheeler 


LAKE  PARR,  F . 


Responsibilj|lraM converted  a  405,000  SF,  237  unit  class  “C"  apartment  complex  on  the  intra-coastal  into 
luxury  condominiums.  Work  included  extensive  site  and  civil  on  a  10  acre  property  as  well  as  a  complete  renovation  of 
interiors  and  exteriors.  Recipient  of  the  Gold  Prism  Award, 
ilelivery:  Construction  Manager  at  Risk 

ilwier:  Mr.  Christopher  Silva  II  BlackRock  II 40  East  52nd  Street  II  New  York,  NY  10022 II  212.810.5300  II 
christopher.silva@blackrock.com 

Irchitect:  Mr.  Jose  Gomez  II  Beilinson_Gomez  Architects  II 8101  Biscayne  Boulevard,  Suite  309-310  II  Miami,  FL 

33138  II  305.559.1250  II  jg@beilinsonarchitectspa.com 

Size:  405,000  SF 

"afistrycfion  Cost:  $35,000,000 

iompletioo:  February  2010 

tey  Professionals:  Jeff  Hardin,  Brian  Perrault 


2.  RELATED  EXPERIENCE 


DIGITAL 


FLORIDA  PROJECTS  WHICH  EXCEED  $251  IN  COST,  STARTED  IN  THE  PAST  5  TEARS.  (If  not  previously  listed) 


110  PORI  ST.  LUCIE,  FL 


nsBiff;  New  construction  of  a  two  story,  1 15,000  SF  mixed-use  office/digital  animation  studio.  Includes  motion 
capture  facilities,  state  of  the  art  data  center,  screening  rooms,  indoor/outdoor  movie  theaters,  military  simulation, 
cafeteria  and  workspace  for  500  animators  and  managers, 
very:  Construction  Manager  at  Risk  /  Joint  Venture 

ier:  Mr.  John  Texter  II  Pulse  Evolution  II 10521 SW  Village  Center  II  Port  St.  Lucie,  FL  34987 II  772.345.4100  II 
jte)(ter@mediad2.com 

Arc  liitect;  Mr.  Walter  Trujillo  II  Gensler  II 801  Brickell  Avenue  II  Miami,  FL  33131 II  305.587.8075  II  walter_trujillo@ 
gerjsler.com 
115,000  SF 

Construction  Co; 

CoJupletion;  April  2011 
Professionals;  Jeff  Hardin,  Brian  Perrault 


Responsibility;  The  Trump  National  Doral  is  currently  undergoing  a  $250,000,000  total  redevelopment  of  the  site.  It  is 
a  truly  iconic  resort  &  club  with  world  renowned  spa  and  amenities.  It  is  host  of  the  WGC  Cadillac  Championship,  with 
five  legendary  cUmpionship  courses  and  home  of  the  Blue  Monster, 
very:  Construction  Manager 
mt:  Mr.  Andrew  Weiss  II  The  Trump  Organization  II  725  Fifth  Avenue  II  New  York,  NY  10022 II  212.715.7200  II 
eiss@trumporg.com 

Architect;  Mr.  Richard  Roth  II  Nichols  Page  Design  Associates,  Inc.  II  6975  Stirling  Road  II  Davie,  FL  II  954.771.5177 


Size;  425,000  SF 
Coistruction  Cost; : 

Completion:  January  2016 

lev  Professionals:  Jeff  Hardin,  Jerry  Rimes 


RESPONSE  TO  REQUEST  FOR  QUALIFCATIONS  FOR  THE 


BALLPARK  OF  THE  PALM  BEACHES 


11111 


3.  PRECONSTRUCTION  SERVICES  STAFF 


3.  PRE-CONSTRUCTION  SERVICES  STAFF 


RESPONSE  10  RE9UESI  FOB  Q1IALIFCATI0NS  fOB  THE  BAUPARK  OF  THE  PALM  BEACHES 


I.  PRE-CONSTRUCTION  SERVICES  STUFF 


(!)  ED  SMITH  STADIUM  RENOVATIONS  Sarasotb,  FL 

85,000  SF  renovation  and  expansion  of  the  Ed  Smith  Spring  Training  Stadium  as  the  new 
spring  training  home  of  MLB's  Baltimore  Orioles. 

Value:  $21895,000 1  She:  85,000  ST  j  Hole:  Contract  Manager 

©DODGER  STADIUM  RENOVATIONS  LosAiJfes,  CA 

Renovations  to  the  existing  stadium.  Home  of  MLB’s  Los  Angeles  Dodgers. 

Value:  SI  00M*  (Confidential]  j  Size;  4(1,000  SF  j  Hole;  Comet  Manager 

(3)  BARCLAYS  CENTER  Brooklyn,  NY 

A  670,000  SF,  18,000-seat,  105  suite  multi-purpose  arena.  Home  of  NBA’s  Brooklyn  Nets. 

Value:  $58(04+  (Confidential)  |  She:  670,008  SF  j  Hole:  Contract  Manager 

©  CONSOL  ENERGY  CENTER  Pittsburgh,  PA 

A  720,000  SF,  seven  level,  18,500-seat  multi-purpose  hockey  arena.  Home  of  the  NHL’s 
Pittsburgh  Penguins  and  the  AFL’s  Pittsburgh  Power 

Value:  $245,368,850 1  Size:  720.080  SF  |  Role:  Contract  Manager 


PEER  REVIEW/ CONTRACT  MANAGER 

34  Years  Experience 

U  Years  with  Hunt 


A$  PEEI REVIEW/COHTRACT  MANAGER,  Mr.  Cook  will  provide  review  and  support  within  the  preconstruction 
and  development  phases,  between  milestone  reviews,  and  completed  portions  of  the  project. 


©AMALIE ARENA  Tampa,  FL 

A  650,000  SF,  20,500-seat  multi-purpose  arena,  Home  of  the  NHL’s  Tampa  Bay  Lightning 
and  the  AFL’s  Tampa  Storm. 

Value:  SMJM809 1  Size:  650,808  SF  1  Role:  frmrJ’  Maimer  * 
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3.  PRE-CONSTRUCTION  SERVICES  STAFF 


RESPONSE  TO  REQUEST  FOR  QUALIFCATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


3.  PRE-CONSTRUCTION  SERVICES  STAFF 


3.  PRE-CONSTRUCTION  SERVICES  STAFF 


BRIAN  PERRAULT 


AS  PROJECT  BEVEL! 

preconstruction  services  focusing  on  the  Site/Interiors, 
constructability  evaluation,  schedule  input  and 
the  project. 


(D  TRADITION  FIELD  Port  St.  Lucie,  FL 

Expansion  right-field  line  at  the  existing  Tradition  field,  Spring  training  of  Home  of  MLB's 
New  York  Mets. 

Value:  $3,000,000 I  Size:  40,000  SF 1  Me:  Preconstruction  Manager 


©DIGITAL  DOMAIN  DESIGN  STUDIO  Port  St.  Lucie,  FL 

Structure:  concrete  tilt-up  wall  panels;  structural  steel  column  and  beam  skeleton; 
,  Mr.  Perrault  will  be  responsible  tor  providing  composite  concrete/metal  deck  slabs;  extensive  YKK  system  glass  curtain  wall. 

cost  estimating,  value  engineering,  fc  $25,000,000  j  Sim  120,000  SF  j  Role:  Preconstrgmtm^P' 

(D  ONIPHOY  HOTEL  Palm  Beach,  FL 

Structure:  cast-in-place  concrete/structural  steel/auger  cast  piles/helical  piles, 

Value:  S '27,000,000  J  Sim  105,000 SF i  j  Role;  Premstniction  Manager 

©TIARA  CONDOMINIUM  RESIDENCES  Singer  Island,  FL 

Structure:  steel-reinforced  cast-in-place  concrete. 

Value:  $35MOOO 1  mt^mOSF  I  Rale:  Preconstruction  Manager 


material/methods  analysis  for  all  site/interior  aspects  of 


ALEXANDER  LOFTS  West  Palm  Beach,  FL 

Structure:  cast-in-place  concrete/structural  steel/masonry  brick. 

?;  $($00,009 1  Size;  86,000  SF  j  Role:  Preconstruction  Manager 

INERS  KEY  ON  THE  INTRACOASTAL  Lake  Park,  FL 

Structure:  post-tension  cast-in-place  concrete. 

Value:  $35,000,000  j  Sim.  405,000  SF  j  Role:  Preconstruction  Manager 

CROWNE  PLAZA  -  SIAN  YACHT  CLUB  Hollywood  FL 

Structure:  post-tension  cast-in-place  concrete. 

Value:  $36,000,890  j  Size:  244,000  SF  |  Role:  Preconstruction  Manager 


RESPONSE  10  REQUEST  FOR  QUALIFCAT10NS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


3.  PRE-CONSTRUCTION  SERVICES  STAFF 
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3  SUN  LIFE  STADIUM  Miami,  FL  I 

A  75,000-seat,  open-air  football  /  baseball  stadium.  Home  of  the  NFL’s  Miami  Dolphins. 

Value;  $21,895,000 1  Size:  85,000 SF  j  Role;  Project  Manager 

®  TOYOTA  CENTER  Houston,  TX  i 

A  790,000  GSF,  18,000-seat  arena.  Home  of  the  NBAs  Houston  Rockets,  the  AHL’s  Houston 
Aeros  and  the  WNBA's  Houston  Comets. 

tfs/ifft  $442,555,31 6  j  Size:  1 1 76, 1 51  SF  |  Role;  Prop  ct  Manager 


35  Years  Experience 

2p  Years  viith  Hint 

b.s.  mom  Ann  coHSTFaieriomcHimaiPUFm mmrr/ 


AS  PRD1EQ!  0EVEL0PMENTMIA6ER  -  STADIUM,  Mr.  Fisher  will  be  responsible  for  providing  preconstruction 
services  focusing  on  the  Stadium.  He  will  provide  cost  estimating,  value  engineering,  constructability 
evaluation,  schedule  input  and  material/metbods  analysis  for  all  stadium  aspects  of  the  project. 


3.  PRE-CONSTRUCTION  SERVICES  STUFF 


STEVE  Ml 


35  Years  Experience 
<2  Years  with  Hunt 


®  ED  SMITH  STADIUM  RENOVATIONS  Sarasota,  FL 

85,000  SF  renovation  and  expansion  of  the  Ed  Smith  Spring  Training  Stadium  as  the  new 
spring  training  home  of  MLB's  Baltimore  Orioles, 

Value:  $21895,909  j  Size: 85,0(19  SF  |  Role:  Estimating  Manager 

I  BRIGHT  HOUSE  FIELD  Clearwater ;  FL 

A  200,000  SF  MLB  training  facility  and  community  sports  complex  accommodating 
US  ESTIMATING  MANAGER,  Mr,  Maki  will  be  responsible  for  providing  leadership,  experience,  and  technical  the  spring  training,  Florida  State  League  and  fall  instructional  league  activities  of  the 

expertise.  He  will  ensure  complete  and  accurate  bids  and  estimates  are  produced  and  direct  and  oversee  all  Philadelphia  Phillies. 

activities  of  the  estimating  department.  [  ^alue:  $ 22,600,000  j  Size:  200.000  SF  j  Role:  Estimating  Manager 

M  !t  CHARLOTTE  SPORTS  PARK  Port  Charlotte ,  FL 

C  The  renovation  and  addition  of  an  existing  spring  training  facility  for  ML B’s  Tampa  Hay 

Xmc:  $24S&5/JS\  Role:  Fjtiiwtw  Marnier 

% . msi  *  v 

Mm*  vwa.  i  t  ;  iiinninini/ 


;uc: $24,535,9751  Role:  Estimatina  Manager 

igjM&f  V' 

SKk 4’SIOANPARR  Mm,AZ 

A  142-acre  spring  training  complex.  Spring  training  home  of  MLB's 

^  Wt  ]HH§  -  Jf  !ar/f- : 

m  M  i  H  i  4  m  iWs 


t’s  Chicago  Cubs, 


| 

I 

Ifll  . 
asitwg  ir 

■V- 

#1 


Mm  ©MARLINS PARK  Miami f  FL 

A  37,000-seat,  three-panel  retractable  roof  baseball  stadium.  Home  of  MLB’s  Miami  Marlins, 

Value:  SiWJOQ  000 1  Sim  937 MO  SF  1  Role:  Estimating  Monona 

\r/ 


CITI  FIELD  Flushing,  NY 


A  42,000  seat  open-air  baseball  stadium.  Home  of  MLB’s  New  York  I 

Value:  $660,000,009  j  Sim;  1,200,000  SF  |  Role;  Estimating  Manager 

DODGER  STADIUM  RENOVATIONS  Los  Angeles,  CA 


UUUlitn  SIAM  KtNUVAIIUNb  Los  Angeles,  UA 
H  Renovations  to  the  existing  stadium.  Home  of  MLB’s  Los  Angeles  Dodgers. 

,  ......  . '  .  mo  ® ;  S;m  M[9i;CSC\R^t:l^nmnngM:;:-w. 

f:  %  J  l»  jt  | -  fN:  ^  '  fr\ 

l#|g  ‘  i*f  FLORIDA  CITRUS  BOWL  RENOVATION  Orlando,  FL 

'  -,{  \  '  ^  -  Program  Management  services  for  the  renovation  of  the  existing  Florida  Citrus  Bowl. 

Value:  $1811)00,009  (Construction  Value)  |  Size:  186,000  SF  |  Role:  Estimating  Manager 


Eastern  Division  Projects 
Indianapolis,  IN 


TO  REQUEST  FOR  QUALIFCATI0NS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


3.  PRE-CONSTRUCTION  SERVICES  STAFF 


RESPONSE  ID  REQUEST  FOR  QUAUFCATIONS IOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


3.  PRE-CONSTRUCTION  SERVICES  STAFF 


3.  PRE-CONSTRUCTIOH  SERVICES  STAFF 


(D  BROWARD  CENTER  OF  PERFORMING  ARTS  Fort  Lauderdale,  FL 

Renovation  of  performing  arts  facility  with  the  construction  of  pedestrian  tunnel  and  new 
two-story  reception  and  banquet  facility. 

Value:  $48,0(1(1000  J  Sits:  40,000  SF  j  Role:  Project  executive 

<S  GOVE  ELEMENTARY  SCHOOL  MODERNIZATION  Belle  Glade,  FL 

Modernization  of  new  elementary  school  registered  LEED  Gold, 
and  LEED  AP,  Mr.  Messam  adds  Value: $3000,000  J  Size:  109,000 SF  |  Rok;  Pi vjec t }' 

project.  His  leadership  will  be 

Management  Services  ©  NORTH  PALM  BEACH  ELEMENTARY  MODERNIZATION  North  Palm  Beach,  FL 

New  121,000  state-of-the-art,  campus  with  ball  fields. 

Value:  $20,000,000 1  fee:  121000  SFiBok:  Pmamcittive 


RESPONSE  TO  REQUEST  FOR  QUALI FCATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


3,  PDE-CONSTRUCTIOH  SERVICES  STAFF 


D  PBC  AIRPORT  CENTER  II  West  Palm  Beach  FI 

Complete  Interior  Renovation:  Existing  5-story  commercial  office  building. 

Value:  $900,000  j  Sim  620(1  SF  j  Role:  Project  Exil 


i)  PBC  SOLID  WASTE  AUTHORITY  MAINTENANCE  BUILDING  West  Palm  Beach,  FL 


New  construction  of  industrial  maintenance  facility, 
open  storage, 

Value:  $2,0760(1 1  Size:  2(100  SF  j  Role:  Project  Ext 


includes  office  space,  locker  rooms  and 


i)  ROSENWALD  ELEMENTARY  SCHOOL  South  Bay,  FL 

Complete  modernization  to  existing  314  student  stations,  Includes  demolition  of  multiple 
buildings  extensive  site  de-mucking,  and  new  construction  of  classrooms  and  administrative 
space, 

Value:  $140600 1  Size :  6200  SF  j  Role:  CM  Perth 

CINEPOLIS  USA  LUXURY  CINEMAS  -JUPITER  VIP  Jupiter,  FL 

Complete  interior  FFE  demolition  of  18  theatres,  mezzanine  and  concessions  area. 

Value:  $87500 1  Size:  6900 Sf  1  Role:  (renew!  Contractor 


culm 


viitive 


AS  PEER  REVIEW/CONIRAGT  MANAGER,  Mr  Cooper  will  be  responsible  for  the  success  of  your  project  He  lias 
a  thorough  understanding  of  all  that  is  involved  in  finishing  a  project  successfully  -  on  time,  within  budget 
and  exceeding  expectations  for  quality,  Mr.  Cooper  ensures  projects  are  properly  managed,  including  the 
planning,  budgeting,  staffing,  customer  satisfaction,  quality  assurance,  safety  and  end  results. 


CINEPOLIS  USA  LUXURY  CINEMAS-  DAVENP1RT  Davenport,  FL 

Complete  interior  FFE  demolition  and  the  removal  of  tilt-wall  panels  and  roof. 

1-te  $9250000  S  Size:  29,000  SF  I  Role:  Cam!  Contractor 


PBIA  TRANSPORTATION  SECURITY  ADMINISTRATION  RENOVATIONS 

West  Palm  Beach,  FL 

Interior  renovation  of  training  facility  and  office  space. 

Value;  $ 222,56(1  j  Size:  200  SF  j  Me;  Program  Muwfl 

USA  BROWARD  COURTHOUSE  FEDERAL  BANKRUPTCY  Fort  Lauderdale,  FL 

Interior  courtroom  renovation  and  technology  upgrade. 

Value;  U1S0I(  j  Size:  20(1  Mager 
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KEY  STAFF  FOR  CONSTRUCT  ON 


.  CONSTRUCTION  SERVICES  STAFF 


RESPONSE  TO  REQUEST  FOR  QUALIFCATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 
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HSMC  BALLPARK  PARTNERS 


HSMC  BALLPARK  PARTNERS 


RESPONSE  TO  REQUEST  FOR  QU ALI FC ATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 


.  CONSTRUCTION  SERVICES  STAFF 


HSMC  BALLPARK  PARTNERS 


HSMC  BALLPARK  PARTNERS 


.  CONSTRUCTION  SERVICES  STAFF 


RESPONSE  TO  REQUEST  FOR  QUALI FC ATIONS  FOR  THE  BALLPARK  OF  THE  PALM  BEACHES 
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PROJECT  MANAGEMENT  SERVICES 
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GENERAL  CONDITIONS 


GC  1.  ENTIRE  AGREEMENT 


1.1  The  Contract  (as  that  term  is  defined  in  the  Agreement)  embodies  the  entire 
agreement  between  Developer  and  Construction  Manager  and  supersedes  all  other 
writings,  oral  agreements,  or  representations.  The  parties  shall  not  be  bound  by  or  be  liable 
for  any  statement,  representation,  promise,  inducement  or  understanding  of  any  kind  or 
nature  not  set  forth  herein.  No  changes,  amendments  or  modifications  of  any  of  the  terms 
or  conditions  of  the  Contract  shall  be  valid  unless  reduced  to  writing  and  signed  by  both 
parties. 


GC  2.  INDEPENDENT  CONSTRUCTION  MANAGER 


/A 


properh 


2.1  Construction  Manager  represents  that  it  is  fully  experienced  and  properly  qualified 
to  perform  the  class  of  work  provided  for  herein,  and  that  it  is  properly  licensed,  equipped, 
organized  and  financed  to  perform  such  work.  Construction  Manager  shall  act  as  an 
independent  contractor  and  not  as  the  agent  of  Developer  in  performing  the  Contract, 
maintaining  complete  control  over  its  employees  and  all  of  its  suppliers  and  subcontractor. 
Nothing  contained  in  this  Contract  or  any  subcontract  awarded  by  Construction  Manager 
shall  create  any  contractual  relationship  between  any  such  supplier  or  subcontractor  and 
Developer.  Construction  Manager  shall  perform  all  work  in  accordance  with  its  own 
methods  subject  to  compliance  with  the  Contract.  Construction  Manager  represents  that  all 
subcontractors  agreements  entered  into  shall  incorporate  by  reference  the  terms  and 
conditions  of  this  Contract,  and  shall  further  provide  that  the  Developer  and  County  are  an 
intended  express  third  party  beneficiary  of  any  such  subcontract.  Except  as  specifically 
and  expressly  provided  for  herein,  no  provision  of  this  Contract  is  intended  to,  or  shall  be 
construed  to,  create  any  third  party  beneficiary  or  to  provide  any  rights  to  any  person  or 
entity  not  a  party  to  this  Contract.  County  is  an  intended  express  third  party  beneficiary  to 
this  Contract. 


GC  3.  AUTHORIZED  REPRESENTATIVES 

3 . 1  Construction  Manager  has  identified  in  the  Agreement  its  authorized  representative 
to  represent  and  act  for  Construction  Manager.  Such  representative  shall  be  present  or  duly 
represented  at  the  site  of  work  at  all  times  when  Work  is  actually  in  progress.  During 
periods  when  Work  is  suspended,  arrangements  for  an  authorized  representative 
acceptable  to  Developer  shall  be  made  for  any  emergency  work  which  may  be  required. 
Developer  has  identified  in  the  Agreement  its  authorized  representative  to  represent  and 
act  for  Developer.  All  notices,  determinations,  instructions  and  other  communications 
given  to  the  authorized  representatives  of  either  party  shall  be  binding  upon  such  party. 
Nothing  contained  herein  shall  be  construed  as  modifying  the  Construction  Manager’s 
duty  of  supervision  and  fiscal  management  as  provided  for  by  Florida  law.  Any  work 
performed  by  the  Construction  Manager  without  proper  authorization  from  Developer,  is 
performed  at  the  Construction  Manager’s  risk,  and  the  Developer  shall  have  no  obligation 
to  compensate  the  Construction  Manager  for  such  work.  The  Developer  has  the  right  to 
assign  various  responsibilities  of  the  Developer  to  the  Developer’s  Architect  and  Program 
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Manager,  and  can  do  so  at  any  time  during  the  duration  of  this  Contract  with  written  notice 
to  the  Construction  Manager.  Notwithstanding  the  above,  on  behalf  of  Developer  all 
Change  Orders  and  Amendments  to  the  Contract  must  be  signed  by  both  Giles  Kibbe  and 
Arthur  Fuccillo  or  their  authorized  replacements  or  designees  in  their  capacity  as  the 
Managers  of  Developer. 


3.2  The  Construction  Manager’s  Authorized  Representative,  Project  Managers, 
Superintendents  and  Supervisors  are  all  subject  to  prior  and  continuous  approval  of  the 
Developer.  If,  at  any  time  during  the  term  of  the  Contract,  any  individual  nominally 
performing  any  of  the  positions  named  above,  is,  for  any  reason,  or  no  reason  at  all, 


unacceptable  to  the  Developer,  Construction  Manager  shall  replace  the  unacceptable 


personnel  with  personnel  acceptable 
Guaranteed  Maximum  Price. 

GC  4.  NOTICES 


uuuvv 

to  the  Developer  without  adjustment  to  the 


rv 

o° 


4.1  Any  notices  provided  for  hereunder  shall  be  in  writing  and  may  be  served  either 
personally  on  the  authorized  representative  of  the  receiving  party  at  the  jobsite  or  by 
certified  mail  to  that  party  at  the  addresses  shown  below: 


COUNTY: 

Palm  Beach  County 
Capital  Improvements  Division 
2633  Vista  Parkway 
West  Palm  Beach,  FL  33411-5604 
Attn:  Mr.  John  Chesher,  Direct' 


DEVELOPER: 


Giles  Kibbe 
HW  Spring  Training  Complex,  LLC 
501  Crawford,  Suite  500 
Houston,  Texas  77001 


A 


•elow: 


Vxas  77C 

rv 


And 


Arthur  Fuccillo 

HW  Spring  Training  Complex,  LLC 
Lemer  Enterprises 
2000  Tower  Oaks  Boulevard 
Eighth  Floor 

Rockville,  Maryland  20852 
With  copies  to: 


Houston  Astros,  LLC 
501  Crawford,  Suite  500 
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Houston,  Texas  77001 
Attention:  Reid  Ryan 

And 


Washington  Nationals  Baseball  Club,  LLC 
Mark  D.  Lemer 

Vice  Chairman  &  Principal  Owner 
Nationals  Park 
1500  South  Capitol  Street,  SE 
Washington,  DC  20003 

And 

Brian  M.  Seymour,  Esq. 

Gunster 

111  S.  Flagler  Drive,  Suite  500  East 
West  Palm  Beach,  Florida  33401 

CONSTRUCTION  MANAGER: 


Hunt  Construction  Group,  Inc. 

150  North  Orange  Ave.,  Suite  200  Orlando,  FL  32801  Attn:  Douglas  Utt,  Vice  President 


$ 


0° 


With  copies  to: 


<C 


Hunt  Construction  Group,  Inc. 

6720  North  Scottsdale  Road 
Suite  300 

Scottsdale,  AZ  85253 
Attention:  Jose  Pienknagura,  Vice  President  and  General  Counsel 


4.2  These  addresses  may  be  changed  by  either  of  the  parties  by  written  notice  to  the 
other. 

GC  5.  LAWS  AND  REGULATIONS 

5.1  Construction  Manager  and  its  employees  and  representatives  shall  at  all  times 
comply  with  all  applicable  laws,  codes,  ordinances,  statutes,  rules  or  regulations  in  effect  at 
the  time  work  is  performed  under  this  Contract  (“Applicable  Law”). 


5.2  If,  during  the  term  of  this  Contract,  there  are  any  changes  in  Applicable  Law,  not 
known  to  be  under  consideration  at  the  time  of  signing  this  Contract  by  Construction 
Manager,  which  become  effective  and  which  affect  the  cost  or  time  of  performance  of  the 
Contract,  Construction  Manager  shall  immediately  notify  Developer  in  writing  and  submit 
detailed  documentation  of  such  effect  in  terms  of  both  time  and  cost  of  performing  the 
Contract,  if  any.  Upon  concurrence  by  Developer  as  to  the  effect  of  such  changes  or 
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enactments  on  the  Guaranteed  Maximum  Price  and  Contract  Time,  an  adjustment  in  the 
Guaranteed  Maximum  Price  and,  Contract  Time  will  be  made  via  Change  Order. 


5.3  If  any  discrepancy  or  inconsistency  should  be  discovered  between  the  Contract  and 
any  law,  ordinance,  regulation,  order  or  decree,  Construction  Manager  shall  immediately 
report  the  same  in  writing  to  Developer  who  will  issue  such  instructions  as  may  be 
necessary. 


5 .4  However,  it  shall  not  be  grounds  for  a  Change  Order  that  the  Construction  Manager 
was  unaware  of  or  failed  to  investigate  the  rules,  codes,  regulations,  statutes,  and  all 
ordinances  of  all  applicable  governmental  agencies  having  jurisdiction  over  the  Project  or 
the  work. 


5.5  Developer  shall  not  be  liable  for  any  costs,  delays  or  damages^hich  Construction 
Manager  incurs  as  a  result  of  the  actions  or  orders  of  any  governmental  entity  or  agency  to 
the  extent  such  costs,  delays  or  damages  are  the  result  of  the  fault  or  neglect  of  the 
Construction  Manager  or  breach  of  any  provision  of  this  Contract. 


& 

to  stands 


GC  6.  STANDARDS  AND  CODES 


6.1  Wherever  references  are  made  in  the  Contract  to  standards  or  codes  in  accordance 
with  which  work  is  to  be  performed  or  tested,  the  edition  or  revision  of  the  standards  or 
codes  current  on  the  effective  date  of  this  Contract  shall  apply,  unless  otherwise  expressly 
set  forth.  Unless  otherwise  specified,  reference  to  such  standards  or  codes  is  solely  for 
implementation  of  the  technical  portions  of  such  standards  and  codes.  In  case  of  conflict 
among  any  referenced  standards  ant^odes  or  between  any  referenced  standards  and  codes 
the  Developer  will  determine  which  shall  govern.  Construction  Manager  acknowledges 
that  compliance  with  code  requirements  represents  minimum  standards  for  construction 
and  is  not  evidence  that  the  work  has  been  completed  in  accordance  with  the  Contract 
Documents. 


GC  7.  CODE  RELATED  INSPECTIONS 

7.1  The  Construction  Manager  recognizes  that  the  City  of  West  Palm  Beach  Building 
Department^  is  a  separate  agency  from  the  County  that  is  charged  with  the  inspection  of 
improvements  to  real  property  for  code  compliance.  Except  as  provided  herein  in  Section 
GC  27.4,  the  Construction  Manager  agrees  that  it  will  not  assert  a  damages  for  delay  claim 
caused  based  on  the  actions  or  inactions  of  the  City  of  West  Palm  Beach  Building 
Department. 

GC  8.  GOVERNING  LAW/DISPUTE  RESOLUTION 


8.1  The  Contract  shall  be  governed  by  the  laws  of  the  State  of  Florida  and  venue  and 
exclusive  jurisdiction  of  any  action  shall  be  in  Palm  Beach  County,  Florida. 

8.2  Prior  to  the  initiation  of  any  action  or  proceeding  permitted  by  this  Contract  to 
resolve  disputes  between  the  parties,  the  parties  shall  make  a  good  faith  effort  to  resolve 
any  such  disputes  by  negotiation  between  representatives  with  decision-making  power. 
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Failing  resolution,  prior  to  the  commencement  of  depositions  in  any  litigation  between  the 
parties  with  respect  to  the  dispute,  the  parties  shall  attempt  to  resolve  the  dispute  through 
non-binding  mediation  before  a  mutually  agreed-upon  mediator,  certified  by  the  State  of 
Florida.  In  such  event,  should  either  party  fail  to  submit  to  mediation  as  required 
hereunder,  the  other  party  may  request  any  court  of  law  with  jurisdiction  to  order  mediation 
under  applicable  State  laws,  rules  and  regulations.  Any  litigation  between  Developer  and 
Construction  Manager,  whether  arising  out  of  any  claim  or  arising  out  of  the  Contract  or 
any  breach  thereof,  shall  be  brought,  maintained  and  pursued  only  in  the  appropriate  state 
courts  of  the  State  of  Florida  and  Developer  and  Construction  Manager  each  hereby  waive 
and  renounce  any  and  all  rights  and  options  which  they  have  or  might  have  to  bring  or 
maintain  any  such  litigation  or  action  in  the  federal  court  system  of  the  United  States  or  in 
any  United  States  Federal  District  Court.  DEVELOPER  AND  CONSTRUCTION 
MANAGER  HEREBY  KNOWINGLY,  VOLUNTARILY  AND  INTENTIONALLY 
WAIVE  THE  RIGHT  TO  A  TRIAL  BY  JURY  WITH  RESPECT  TO  ANY  LITIGATION 
ARISING  OUT  OF  OR  RELATED  TO  THIS  AGREEMENT,  ANY  DOCUMENT 
INCORPORATED  BY  REFERENCE  INTO  THIS  CONTRACT,  THE  PROJECT,  OR 
ANY  COURSE  OF  DEALING,  COURSE  OF  CONDUCT,  STATEMENTS  (WHETHER 
VERBAL  OR  WRITTEN)  OR  ACTIONS  OF  DEVELOPER  OR  CONSTRUCTION 
MANAGER.  THIS  PROVISION  IS  A  MATERIAL  INDUCEMENT  FOR  THE 
PARTIES  TO  ENTER  INTO  THIS  CONTRACT. 

8.3  The  prevailing  party  shall  be  entitled  to  reasonable  attorney’s  fees  in  any  claim, 
dispute,  or  litigation  to  enforce  the  terms  and  conditions  of  this  Contract,  including 
attorneys’  fees  and  costs  incurred  in  litigating  entitlement  to  attorneys’  fees  and  costs,  as 
well  as  in  determining  or  quantifying  the  amount  of  recoverable  attorneys’  fees  and  costs. 

GC  9.  RIGHTS  AND  REMEDIES 

9.1  The  duties  and  obligations  imposed  by  the  Contract  Documents  and  the  rights  and 
remedies  available  there  under  shall  be  in  addition  to  and  not  a  limitation  of  any  duties, 
obligations,  rights  and  remedies  otherwise  imposed  or  available  by  law. 

GC  10.  COMMERCIAL  ACTIVITIES 

10.1  Construction  Manager  shall  not  establish  any  commercial  activity  or  issue 
concessions  or  permits  of  any  kind  to  third  parties  for  establishing  commercial  activities  on 
lands  owned  or  controlled  by  Developer.  Construction  Manager  shall  not  allow  its 
employees  to  engage  in  any  commercial  activities  on  the  site. 

GC  COOPERATION  WITH  OTHERS 

11.1  Developer  and  other  contractors  may  be  working  at  the  site  during  the  performance 
of  this  Contract.  Construction  Manager  shall  fully  cooperate  with  the  Developer, 
Developer’s  designated  Representative,  and  other  contractors  to  avoid  any  delay  or 
hindrance  to  each  of  their  respective  work.  Developer  may  require  that  certain  facilities  be 
used  concurrently  by  Construction  Manager  and  other  parties  and  Construction  Manager 
shall  comply  with  such  requirements. 
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11.2  If  any  part  of  the  Construction  Manager’s  work  depends  on  proper  execution  or 
results  from  any  work  performed  by  the  Developer  or  any  separate  contractor  under 
contract  with  Developer,  the  Construction  Manager  shall,  prior  to  proceeding  with  the 
work,  promptly  report  to  the  Developer  any  apparent  discrepancies  or  defects  in  such  other 
work  that  render  it  unsuitable  for  such  proper  execution  and  results.  Failure  of  the 
Construction  Manager  to  report  such  discrepancies  or  defects  shall  constitute  an 
acceptance  of  the  Developer’s  separate  contractor’s  work  as  fit  and  proper  to  receive  his 
work,  except  as  to  defects  which  may  subsequently  become  apparent  in  such  work 
performed  by  others.  Any  increased  costs  caused  by  defective  or  ill-timed  work  of  any 
separate  contractor  under  contract  with  Developer  shall  be  borne  by  the  Developer  unless 
Construction  Manager  fails  to  give  written  notice  to  Developer,  if  reasonably  possible, 
prior  to  proceeding  with  the  work  and  in  any  event  within  five  (5)  business  days  of 
discovering  such  defective  or  ill-timed  work.  In  no  event  shall  the  Developer  be  liable  to 
the  Construction  Manager  for  delay  damages,  except  as  provided  for  in  the  Contract 
Documents. 

GC  12.  FORMS  AND  DOCUMENTS 

12.1  The  below  listed  documents  are  to  be  used  by  the  Construction  Manager  and 
Developer  during  the  administration  of  this  Contracf^dditional  administrative  forms  may 
supplement  this  list  upon  written  notice  by  the  Developer  (or  Developer’s  project 
representative).  Developer  reserves  the  right  to  modify  these  forms  as  it  deems  necessary. 
Construction  Manager  shall  maintain  logs  for  Items  A-  N  and  provide  to  Developer 
monthly. 


A. 

B. 

C. 

D. 

E. 

F. 

G. 

t 

O 


K. 

L. 

M. 

N. 


Request  for  Information 
Field  Instruction 
Field  Bulletin 

Construction  Change  Proposal 
Change  Order 

Construction  Change  Directive 
Submittal  Transmittal 
Deficiency  Report 
Non-Conformance  Report 
Construction  Manager’s  Daily  Report 
Substitution  Request  Form 
Contingency  Use  Directive 
SBE-M/WBE  Schedule  3 
SBE-M/WBE  Schedule  4 


12.2  The  above  listed  forms  will  be  provided  to  Construction  Manager  by  the 
Developer. 

GC  13. PUBLICITY  AND  ADVERTISING 


13.1  Construction  Manager  shall  not  make  any  announcement  or  release  any 
information  or  publish  any  photographs  concerning  this  Contract  or  the  project  or  any  part 
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thereof  to  any  member  of  the  public,  press  or  any  official  body,  unless  prior  written  consent 
is  obtained  from  Developer.  However,  reference  to  the  Project  or  the  Contract  in  the 
normal  marketing  materials  of  the  Construction  Manager  and  its  Trade  Contractors  or  in 
any  future  bid  or  proposal  response  of  the  Construction  Manager  or  its  Trade  Contractors 
shall  not  require  the  Developer’s  approval. 


GC  14.  TAXES 


14.1  Except  as  otherwise  provided  in  this  Agreement,  the  Construction  Manager  shall 
pay  all  taxes,  levies,  duties  and  assessments  of  every  nature  which  may  be  applicable  to  any 
Work  under  this  Contract.  The  Guaranteed  Maximum  Price  will  include  those  taxes  and 
governmental  fees  which  are  legally  enacted  at  the  time  the  Guaranteed  Maximum  Price 
Amendment  is  executed.  If  any  new  and/or  additional  applicable  taxes  or  governmental 
fees  are  enacted  or  eliminated  after  such  date,  the  Guaranteed  Maximum  Price  shall  be 
increased  or  decreased  (depending  on  whether  the  change  increases  or  decreases  the  Cost 
of  the  Work)  via  Change  Order.  Construction  Manager  shall  make  any  and  all  payroll 
deductions  required  by  law.  Construction  Manager  herein  indemnifies  and  holds  the 
Developer  harmless  from  any  liability  on  account  of  any  and  all  such  taxes,  levies,  duties, 
assessments  and  deductions  for  which  Construction  Manager  is  responsible  under  the 
Contract  Documents. 


GC  15.  FEES 


UUVllUU  lVlcUia-HC- 


15.1  Developer  will  be  responsible  for  the  following  fees  associated  with  this  project: 
utility  connection  fees,  utility  installation  fees  (including  FPL),  and  water  meter  charges 
except  for  fees/permits  associated  with  Construction  Manager  mobilization  which  have 
not  been  waived  by  Developer.  Construction  Manager  shall  advise  Developer  ten  (10) 
days  in  advance  of  requirement  for  any  fee  amount.  Water  and/or  sanitary  sewer  service 
capacity  charges  will  also  be  paid  directly  by  the  Developer.  There  are  no  impact  fees 
pursuant  to  the  County’s  or  Cift/s  impact  fee  ordinances  associated  with  this  Project. 


GC  16.  UTILITIES 


action  N 


16.1  The  Construction  Manager  shall  arrange  for,  develop,  and  maintain  all  utilities  in 
work  areas  to  meet  the  requirements  of  the  Contract.  Such  utilities  shall  be  furnished  by 


Taction  Man< 


Construction  Manager  and  shall  include,  but  not  be  limited  to,  the  following: 


A.  Public  telephone  service  for  the  Construction  Manager’s  use. 

B.  Construction  power  as  required  at  each  point  of  construction. 

C.  Water  as  required  throughout  the  construction. 


1 6.2  Prior  to  final  acceptance  of  the  work  the  Construction  Manager  shall,  at  its  expense, 
satisfactorily  remove  and  dispose  of  all  temporary  utilities  developed  to  meet  the 
requirements  of  the  Contract.  The  Developer  will  assume  the  utility  costs  directly  related  to 
its  usage  of  areas  in  which  the  work  has  been  certified  as  Substantially  Complete. 

GC  17.  SUCCESSORS,  ASSIGNS  AND  ASSIGNMENT 
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17.1  The  Developer  and  the  Construction  Manager  each  binds  itself,  its  successors,  and 
permitted  assigns  to  the  other  in  respect  to  all  covenants,  agreements  and  obligations 
contained  in  the  Contract.  It  is  agreed  that  neither  party  shall  assign,  transfer,  convey  or 
otherwise  dispose  of  the  contract  or  its  right,  title  or  interest  in  or  to  the  same  or  any  part 
thereof,  without  the  previous  consent  of  the  other  party.  The  Construction  Manager  shall 
include  in  all  subcontracts,  equipment  leases  and  purchase  order,  a  provision  requiring  the 
subcontractor,  equipment  lessor  or  supplier,  to  consent  to  the  assignment  of  their 


subcontract  to  the  Developer 

GC  18.  EXAMINATION  OF  CONSTRUCTION  MANAGER’S  RECORDS 


& 
n  i  rm  cw 


A 


18.1  The  Developer  shall,  until  the  expiration  of  four  years  after  final  payment  under 
this  Contract,  have  access  to,  and  the  right  to  examine  any  directly  pertinent  books, 
documents,  papers  and  records  of  the  Construction  Manager  involving  transactions 
relating  to  this  Contract,  and  to  make  copies,  excerpts  and  transcriptions  thereof. 


GC  1 9.  COORDINATION  AND  CORRELATION 


DRAWINGS  AND 


SPECIFICATIONS 

19.1  The  Construction  Manager  represents  that  the  Construction  Manager, 
Subcontractors,  material  and  equipment  suppliers  have  compared  Phasing,  Demolition, 
Architectural,  Structural,  Mechanical,  Electrical,  Plumbing,  Civil  and  Site  Drawings  and 
Specifications  and  have  compared  and  reviewed  all  general  and  specific  details  on  the 
Drawings  and  that  all  conflicts,  discrepancies,  errors  and  omissions,  which  are  within  the 
commonly  accepted  knowledge  base  of  a  licensed  general  contractor,  subcontractor,  trades 
persons,  manufacturers  or  other  parties  required  to  carry  out  the  Work  involved  in  this 
Contract,  have  been  either  corrected  or  clarified  prior  to  execution  of  Guaranteed 
Maximum  Price  Amendment  to  the  Contract.  Construction  Manager  warrants  that  the 
Guaranteed  Maximum  Price  will  include  the  cost  of  correcting  all  conflicts,  discrepancies, 
errors,  or  omissions  which  Construction  Manager  identifies  as  part  of  and  in  accordance 
with  its  Preconstruction  Phase  Services. 

19.2  The  Construction  Manager  represents  that  the  Guaranteed  Maximum  Price 
represents  the  total  cost  for  complete  and  functional  systems  as  depicted  in  or  reasonably 
inferable  from  the  Construction  Drawings  and  Specifications  and  therefore,  the 
Construction  Manager’s  review  and  comparison  of  all  Drawings  has  taken  into 
consideration  the  total  and  complete  functioning  of  all  systems  consistent  with  its  review 
responsibilities  under  Section  2.0.2  of  the  Agreement. 

GC  20.  PERMIT  DRAWINGS  AND  SPECIFICATIONS 


20.1  The  Construction  Manager  shall  provide  the  Developer  with  two  (2)  complete  sets 
of  the  permitted  Construction  Documents  and  Specifications  (“permitted  drawings”) 
within  five  (5)  business  days  of  issuance  by  the  appropriate  Building  Official.  If  the 
permitted  drawings  change  the  scope  of  the  Work  to  be  performed,  the  Construction 
Manager  shall  notify  the  Developer,  Program  Manager  and  Architect  within  thirty  (30) 
days  of  receipt  of  the  permitted  drawings  and  such  notification  shall  contain  a  written 
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description  of  the  change,  the  cost  and  time,  if  any.  The  Developer  shall  furnish  to  the 
Construction  Manager,  free  of  charge,  reproducible  copies  of  the  Construction  Drawings 
and  Specifications  necessary  for  the  execution  of  the  Work. 


20.2  The  Construction  Manager  shall  at  the  time  of  submittal  for  permitting  and  again, 
immediately  upon  receipt  of  the  permitted  drawings,  check  all  permitted  drawings 
furnished  and  promptly  notify  Developer  of  any  illegibility,  errors,  omissions  or 
discrepancies  discovered  in  such  drawings.  The  Construction  Manager  shall  perform  Work 
only  in  accordance  with  the  permitted  drawings  and  any  subsequent  revisions  thereto. 
Construction  Manager  shall  maintain  at  the  Project  site  a  copy  of  the  permitted  drawings 
kept  current  with  all  changes  and  modifications  and  shall  at  all  times  give  Developer,  as 
well  as  all  trades  performing  at  the  Project,  access  thereto. 

GC  21. CONTRACT  INTERPRETATION 


21.1  All  claims  of  Construction  Manager  and  all  questions  the  Construction  Manager 
may  have  concerning  interpretation  or  clarification  of  this  Contract  or  its  acceptable 
fulfillment  shall  be  submitted  no  later  than  fourteen  (14)  business  days  following  CM 
receiving  notice  of  the  event  causing  such  claim  or  question,  in  writing  to  Developer  for 
resolution  or  such  claims  or  questions  shall  be  waived.  Developer,  or  its  representatives, 
will  render  its  written  determination  concerning  such  resolution  within  ten  (10)  days  of  its 
receipt  of  the  Construction  Manager’s  written  notice,  which  determination  shall  be 
considered  final  and  conclusive  unless  Construction  Manager  files  a  written  protest 
pursuant  to  GC  22  “Disputes”.  The  Construction  Manager’s  protest  shall  state  clearly  and 
in  detail  the  basis  thereof.  Developer  will  consider  Construction  Manager’s  protest  and 
render  its  written  decision  thereon  within  twenty-one  (21)  calendar  days.  If  Construction 
Manager  does  not  agree  with  fi#1  Developer’s  decision,  the  Construction  Manager  shall 
promptly  deliver  written  notice  to  that  effect  to  the  Developer. 

21.2  Construction  Manager  is  solely  responsible  for  requesting  instructions  or 
interpretations  of  the  Contract  Documents  and  is  not  entitled  to  an  adjustment  to  the 
Guaranteed  Maximum  Price  for  any  increased  cost  and/or  expenses  arising  from  its  failure 
to  do  so.  Construction  Manager’s  failure  to  protest  Developer’s,  its  agents  or 
representatives  written  determinations,  instructions,  clarifications  or  decisions  within 
fourteen  (14)  calendar  days  after  receipt  thereof  shall  constitute  a  waiver  by  Construction 
Manager  of  all  its  rights  to  further  protest,  judicial  or  otherwise. 

GC  22.  DISPUTES 

22.1  Any  dispute  relating  to  a  question  of  fact  arising  under  this  Contract  shall  be 
resolved  through  good  faith  efforts  upon  the  part  of  Construction  Manager  and  Developer 
or  its  representatives.  At  all  times.  Construction  Manager  shall  carry  on  the  work  and 
maintain  his  progress  schedule  in  accordance  with  the  requirements  of  the  Contract  and  the 
written  determination  of  the  Developer  or  its  representatives,  pending  resolution  of  any 
dispute,  so  long  as  the  Developer  continues  to  timely  pay  all  undisputed  amounts  owed  the 
Construction  Manager,  including  any  undisputed  amounts  associated  with  the  dispute. 
Any  dispute  that  is  not  disposed  of  by  mutual  agreement  shall  be  decided  by  the  Developer 
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or  its  representatives  who  shall  reduce  such  decision  to  writing.  The  decision  of  the 
Developer  or  its  representatives  shall  be  final  and  conclusive,  unless  further  challenged  by 
the  Construction  Manager.  Construction  Manager’s  failure  to  protest  Developer’s  written 
determinations,  instructions,  clarifications  or  decisions  within  fourteen  (14)  calendar  days 
after  receipt  thereof  shall  constitute  a  waiver  by  Construction  Manager  of  all  its  rights  to 
further  protest,  judicial  or  otherwise. 

GC  23.  SUSPENSION 


23 . 1  Developer  may,  at  its  sole  option,  decide  to  suspend  at  any  time  the  performance  of 
all  or  any  portion  of  work  to  be  performed  under  the  Contract.  Construction  Manager  will 
be  notified  of  such  decision  by  Developer  in  writing.  Such  notice  of  suspension  of  work 
may  designate  the  amount  and  type  of  plant,  labor  and  equipment  to  be  committed  to  the 
work  site.  During  the  period  of  suspension,  Construction  Manager  shall  use  its  best  efforts 
to  utilize  its  plant,  labor  and  equipment  in  such  a  manner  as  to  minimize  costs  associated 
with  suspension. 

23.1.1  Upon  receipt  of  any  such  notice,  Construction  Manager  shall,  unless  the 
notice  requires  otherwise: 

1 .  immediately  discontinue  work  on  the  date  and  to  the  extent 
specified  in  the  notice; 

2.  place  no  further  orders  or  subcontracts  for  material,  services, 
or  facilities  with  respect  to  suspended  work  other  than  to  the 
extent  required  in  the  notice; 

3 .  promptly  make  every  reasonable  effort  to  obtain  suspension, 
upon  terms  satisfactory  to  Developer,  of  all  orders, 
subcontracts  and  rental  agreements  to  the  extent  they  relate 
to  performance  of  work  suspended; 


NT 

23.1.2  As  f 


4 


continue  to  protect  and  maintain  the  work  including  those 
portions  on  which  work  has  been  suspended,  and 

take  any  other  reasonable  steps  to  minimize  costs  associated 
with  such  suspension. 


23.1.2  As  full  compensation  for  such  suspension,  the  Guaranteed  Maximum  Price 
will  be  increased  and  the  Construction  Manager  will  be  reimbursed  for  the  following 
verifiable  costs,  without  duplication  of  any  item,  to  the  extent  that  such  costs  directly  result 
from  such  suspension  of  work: 


1 .  A  standby  charge  to  be  paid  to  Construction  Manager  during 
the  period  of  suspension  of  work  which  standby  charge  shall 
be  sufficient  to  compensate  Construction  Manager  for 
keeping,  to  the  extent  required  in  the  notice,  its  organization 
and  equipment  committed  to  the  work  in  a  standby  status; 
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2.  All  reasonable  costs  associated  with  mobilization  and 
demobilization  of  Construction  Manager’s  plant,  forces  and 
equipment; 


3 .  An  equitable  amount  to  reimburse  Construction  Manager  for 

the  cost  of  maintaining  and  protecting  that  portion  of  the 
Work  upon  which  work  has  been  suspended;  and 


4.  If  as  a  result  of  any  such  suspension  of  Work  the  cost  to 
Construction  Manager  of  subsequently  performing  Work  is 
increased  or  decreased,  an  equitable  adjustment  will  be 
made  to  the  Guaranteed  Maximum  Price  for  the  cost  of 
performing  the  remaining  portion  of  Work  (inclusive  of  fee 
and  reasonable  overhead  markup). 


23.2  In  no  event  shall  the  Construction  Manager  be  entitled  to  assert  a  claim  for  home 
office  overhead  in  accordance  with  the  Eichleay  Formula  or  otherwise,  in  the  event  of  a 
Developer  suspension.  Upon  receipt  of  notice  to  resume  suspended  Work,  Construction 
Manager  shall  promptly  resume  performance  of  the  suspended,,  Work  to  the  extent  required 
in  the  notice  and  to  the  extent  reasonably  possible.  Any  claim  on  the  part  of  Construction 
Manager  for  time  and/or  compensation  arising  from  suspension  shall  be  made  within 
twenty-one  (21)  calendar  days  after  receipt  of  notice  to  resume  Work  and  Construction 
Manager  shall  submit  for  review  a  revised  Project  Construction  Schedule.  No  adjustment 
shall  be  made  for  any  suspension  to  the  extent  that  performance  would  have  been 
suspended,  delayed,  or  interrupted  by  any  Construction  Manager’s  non-compliance  with 
the  requirements  of  this  Contract. 


V  v  C4.ii  y  v. 


GC  24.  INTENTIONALLY  DELETED 
GC  25. DECLARATION  OF  DEFAULT 


25 . 1  Notwithstanding  any  other  provisions  of  this  Contract,  Construction  Manager  shall 


be  considered  in  default  of  its  contractual  obligation  under  this  contract  if  it: 

A  y 

fails  to  supply  enough  properly  skilled  workers  or  materials;  or 
fails  to  make  prompt  payment  to  subcontractors  or  for  materials  or 
labor;  or 

fails  to  obey  laws,  ordinances,  rules,  regulations  or  orders  of  public 
agencies  having  jurisdiction;  or 

fails  to  comply  in  any  way  with  any  requirement  or  term  of  the 
Contract  Documents;  or 
fails  to  meet  the  contract  schedule;  or 

fails  to  make  progress  so  as  to  endanger  performance  of  this 
Contract;  or 

Abandons  or  refuses  to  proceed  with  any  or  all  work  including 
modifications  directed  pursuant  to  the  clause  entitled  “CHANGES”; 
or 


E. 

F. 

G. 
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H.  Fails  to  fulfill  any  of  the  material  terms  of  this  Contract  for  which  it 
is  responsible. 

25.2  Upon  the  occurrence  of  any  of  the  foregoing,  Developer  or  its  project 
representatives  shall  promptly  notify  Construction  Manager  in  writing  of  the  nature  of  the 
failure  and  of  Developer’s  intention  to  either  terminate  the  Contract  for  default,  or  to 
declare  the  Construction  Manager  to  be  in  default  and  make  demand  upon  its  Surety  to 
perform,  at  its  sole  option  and/or  to  withhold  payment  or  any  part  thereof  until  the  cause  or 
causes  giving  rise  to  the  default  has  been  eliminated  by  the  Construction  Manager  and 
approved  by  the  Developer.  The  Construction  Manager  and  its  Surety  shall  remain 
responsible  for  performance  of  the  requirements  of  the  Contract  Documents.  £ 

25.3  If  Construction  Manager  or  its  Surety(ies)  does  not  commence  to  cure  such  failure 
within  five  (5)  business  days  from  receipt  of  notification,  or  sooner  if  consideration  of 
safety  to  persons  is  involved,  or  if  Construction  Manager  or  its  Surety(ies)  fails  to  provide 
satisfactory  evidence  that  such  default  will  be  corrected,  Developer  may,  with  notice  to 
Construction  Manager  and  its  Surety(ies),  if  any,  terminate  in  whole  Construction 
Manager’s  right  to  proceed  with  work  by  written  notice  and  prosecute  the  work  to 
completion  by  contract  or  by  any  other  method  deemed  expedient.  Developer  may  take 
possession  of  and  utilize  any  materials,  plant,  tools,  equipment,  and  property  of  any  kind  at 
the  site  if  owned  by  Construction  Manager  and  necessary  to  complete  the  work. 

25.4  Construction  Manager  and  its  sureties,  if  any,  shall  be  liable  jointly  and  severally 
for  all  costs  in  excess  of  the  Guaranteed  Maximum  Price  for  such  terminated  work 
reasonably  and  necessarily  incurred  in  the  completion  of  the  work  as  scheduled,  including 
cost  of  administration  of  any  contract  awarded  to  others  for  completion  and  for  liquidated 
damages. 

25.5  Upon  termination  for  default  Construction  Manager  shall: 


o' 


immediately  discontinue  work  on  the  date  and  to  the  extent 
specified  in  the  notice  and  place  no  further  purchase  orders  or 
subcontracts  to  the  extent  that  they  relate  to  the  performance  of 
work  terminated; 

inventory,  maintain  and  turn  over  to  Developer  all  materials,  plant, 
tools,  equipment,  and  property  furnished  by  Construction  Manager 
or  provided  by  Developer  for  performance  of  work; 
promptly  obtain  cancellation  upon  terms  satisfactory  to  Developer 
of  all  purchase  orders,  subcontracts,  rentals,  or  any  other  agreements 
existing  for  performance  of  the  terminated  work  or  assign  those 
agreements  to  Developer  as  directed; 

cooperate  with  Developer  in  the  transfer  of  information  and 
disposition  of  work  in  progress  so  as  to  mitigate  damages;  and 
comply  with  other  reasonable  requests  from  Developer  regarding 
the  terminated  work. 
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25.6  If,  upon  termination  pursuant  to  this  clause,  it  is  determined  for  any  reason  that 
Construction  Manager  was  not  in  default,  the  rights  and  obligations  of  the  parties  shall  be 
the  same  as  if  the  notice  of  termination  had  been  issued  pursuant  to  the  clause  entitled 
“OPTIONAL  TERMINATION”. 

GC  26.  OPTIONAL  TERMINATION 

26. 1  Developer  may,  at  its  option,  terminate  the  Contract,  in  whole  or  in  part  at  any  time 
by  written  notice  thereof  to  Construction  Manager,  whether  or  not  Construction  Manager  is 
in  default.  Upon  any  such  termination,  Construction  Manager  hereby  waives  any  claims 
for  damages  from  the  optional  termination,  including  loss  of  anticipated  profits,  on  account 
thereof,  but  as  the  sole  right  and  remedy  of  Construction  Manager,  Developer  shall  pay 
Construction  Manager  in  accordance  with  Subparagraphs  below,  provided,  however,  that 
those  provisions  of  the  Contract  which  by  their  very  nature  survive  final  acceptance  under 
the  Contract  shall  remain  in  full  force  and  effect  after  such  termination,  but  only  as  to  those 
portions  of  the  Work  that  were  completed  by  the  Construction  Manager. 

A.  Upon  receipt  of  any  such  notice.  Construction  Manager  and  its 
Surety  shall,  unless  the  notice  requires  otherwise: 

1 .  Immediately  discontinue  work  on  the  date  and  to  the  extent 
specified  in  the  notice; 

2.  Place  no  further  orders  or  subcontracts  for  materials, 
services,  w  facilities,  other  than  as  may  be  necessary  or 
required  for  completion  of  such  portion  of  work  under  the 
Contract  that  is  not  terminated; 

3.  Promptly  make  every  reasonable  effort  to  obtain 
cancellation  upon  terms  satisfactory  to  Developer  of  all 
orders  and  subcontracts  to  the  extent  they  relate  to  the 
performance  of  work  terminated  or  assign  to  Developer 
those  orders  and  subcontracts  and  revoke  agreements 
specified  in  such  notice; 

assign  all  subcontracts  required  for  performance  of  this 
Contract  to  the  Developer; 

The  Construction  Manager  shall  include  in  all  subcontracts, 
equipment  leases  and  purchase  order,  a  provision  requiring 
the  subcontractor,  equipment  lessor  or  supplier,  to  consent  to 
the  assignment  of  their  subcontract  to  the  Developer; 

Assist  Developer,  as  specifically  requested  in  writing,  in  the 
maintenance,  protection  and  disposition  of  property 
acquired  by  Developer  under  the  Contract;  and 

Complete  performance  of  any  work  which  is  not  terminated. 
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B.  Upon  any  such  Optional  Termination,  Developer  will  pay  to 
Construction  Manager  an  amount  determined  in  accordance  with 
the  following  (without  duplication  of  any  item): 


All  amounts  due  and  not  previously  paid  to  Construction 
Manager  for  work  completed  in  accordance  with  the 
Contract  prior  to  such  notice,  and  for  work  thereafter 
completed  as  specified  in  such  notice  (including  all 
associated  retainage). 


The  reasonable  cost  of  settling  and  paying  claims  arising  out 
of  the  termination  of  work  under  subcontracts  or  orders  as 
provided  in  Subparagraph  A.3.  above. 

The  verifiable  costs  incurred  pursuant  to  Subparagraph  A. 5. 
above. 


4.  Any  other  reasonable  costs  which  can  be  verified  to  be 
incidental  to  such  termination  of  work. 


26.2  The  foregoing  amounts  in  GC  26  will  include  a  reasonable  sum,  under  all  of  the 
circumstances,  as  profit  for  all  work  satisfactorily  performed  by  Construction  Manager  at 
the  same  rate  as  is  established  in  the  Construction  Manager’s  Fee. 

26.3  Construction  Manager  shall  submit  within  30  days  after  receipt  of  notice  of 
Optional  Termination,  a  proposal  for  an  adjustment  to  the  Guaranteed  Maximum  Price 
including  all  incurred  costs  described  herein.  Developer  shall  review,  analyze,  and  verify 
such  proposal,  and  negotiate  ^^quitable  adjustment,  and  the  Contract  shall  be  amended  in 
writing  accordingly. 

GC  27.  DELAYS 


27.1  If  the  Construction  Manager’s  performance  of  the  Work  is  delayed,  which  delay  is 
beyond  the  reasonable  control  and  without  the  fault  or  negligence  of  the  Construction 
Manager  or  its  subcontractors  and  directly  impacts  the  Critical  Path,  including  but  not 
limited  to  (i)  act(s)  of  God,  (ii)  war  or  wars,  (iii)  government  regulation  (including,  but  not 
limited  to,  any  law,  rule,  order,  proclamation,  regulation,  ordinance,  demand  or 
requirement  of  any  governmental  agency),  (iv)  act  of  terror,  (v)  disaster  (including,  but  not 
limited  to,  hurricane,  flood,  ice,  tornado,  tropical  storm,  earthquake,  earth  movement  or 
subsidence,  or  major  storm),  (vi)  any  pandemic,  epidemic,  pestilence,  plague,  or  outbreak, 
(vii)  strike,  (viii)  civil  disorder,  riot,  or  disturbance  of  the  peace,  (ix)  any  third  party  act  for 
which  the  Construction  Manager  is  not  responsible,  or  (x)  any  other  condition  or 
circumstance,  whether  similar  to  or  different  from  the  foregoing  (it  being  agreed  that  the 
foregoing  enumeration  shall  not  limit  or  be  characteristic  of  such  conditions  or 
circumstances)  beyond  the  Construction  Manager’s  control,  then  to  the  extent  such  delay 
directly  impacts  the  Critical  Path,  Construction  Manager  shall  be  entitled  to  an  equitable 
adjustment  to  the  Contract  Time  by  Change  Order. 
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27.2  The  Construction  Manager  must  request  the  extension  of  time  in  writing  and  must 
provide  the  following  information  within  the  time  periods  stated  hereafter  to  the  extent 
then  reasonably  available.  Failure  to  submit  such  information  and  in  compliance  with  the 
time  requirements  hereinafter  stated,  shall  constitute  a  waiver  by  the  Construction  Manager 
and  a  denial  of  the  claim  for  extension  of  time  to  the  extent  Developer  has  been  prejudiced 
by  such  failure: 


A.  Nature  of  the  delay  or  change  in  the  work; 

B.  Dates  of  commencement/cessation  of  the  delay  or  change  in  the 
work; 

C.  Activities  on  the  progress  schedule  current  as  of  the  time  of  the 
delay  or  change  in  the  work  affected  by  the  delay  or  change  in  the 
work; 

D.  Identification  and  demonstration  that  the  delay  or  change  in  work 
directly  impacts  the  Critical  Path  (submittal  of  CPM  schedule); 

E.  Identification  of  the  source  of  delay  or  change  in  the  work; 

F.  Anticipated  impact  extent  of  the  delator  thange  in  the  work; 

G.  Recommended  action  to  minimize  the  delay,  and 

H.  The  amount  of  insurance  proceeds  available  to  any  party  as 
compensation  for  the  delay. 

27.2.1  The  Construction  Manager  acknowledges  and  agrees  that  the  evaluation  of 
time  extensions  will  be  based  upon  the  following  criteria: 


1 .  All  schedule  updates,  submittals  and  other  requirements  of 
this  General  Condition  have  been  met; 


2.  The  delay  must  be  beyond  the  control  of  the  Construction 
Manager  and  subcontractors  and  due  to  no  direct  or  indirect 
fault  of  the  Construction  Manager; 


The  delay  which  is  the  subject  of  the  time  extension  must 
result  in  a  direct  delay  to  the  Critical  Path; 

The  schedule  must  clearly  display  that  the  Construction 
Manager  has  used,  in  full,  all  the  float  time,  except  for 
Developer  initiated  changes.  Float  time  is  not  for  the 
exclusive  use  of  either  the  Construction  Manager  or  the 
Developer;  and 

If  adverse  weather  conditions  are  the  basis  for  a  Claim  for 
additional  time,  such  Claim  shall  be  submitted  within  thirty 
(30)  days  of  occurrence  and  shall  be  documented  by  data 
substantiating  that  weather  conditions  were  severe  or 
abnormal  for  the  period  of  time  required  for  completion  of 
the  Work,  and  that  weather  conditions  had  an  adverse  effect 
on  the  direct  delay  to  the  Critical  Path  of  construction. 
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27.3  The  Developer’s  determination  as  to  the  total  number  of  days  of  contract  extension 
will  be  based  upon  the  computer  produced  Project  Construction  Schedule  current  at  the 
time  of  the  delay  event. 

27.4  If  the  Construction  Manager’s  performance  of  the  Work  is  delayed  by  any 
negligent  or  wrongful  act  or  omission  of  the  Developer,  County,  Program  Manager  or 
Architect,  or  of  an  employee  of  any  of  them,  or  of  a  separate  contractor  or  consultant 
employed  by  the  Developer,  County,  Program  Manager  or  Architect,  or  by  changes  to  the 
Work,  or  by  a  casualty  event  covered  by  the  Builder’s  Risk  insurance,  and  such  delay 
adversely  affects  the  Critical  Path  in  Construction  Manager’s  Project  Construction 
Schedule,  Construction  Manager  shall  be  entitled  to  an  equitable  adjustment  to  the 
Guaranteed  Maximum  Price  and  the  Contract  Time,  as  appropriate.  Provided,  however,  in 
the  event  of  a  delay  caused  by  a  Force  Majeure  event,  that  is  not  covered  and  paid  by  any 
applicable  project  insurance  and  that  is  not  attributable  to  the  negligent  or  wrongful  act  of 
omission  of  Developer,  Construction  Manager  or  anyone  for  whom  either  is  responsible, 
Construction  Manager  shall  be  entitled  only  to  an  equitable  adjustment  to  the  Contract 
Time,  without  any  adjustment  to  the  Guaranteed  Maximum  Price  for  a  period  equivalent  to 
the  period  of  such  delay.  With  respect  to  the  extension  of  time,  Construction  Manager  shall 
provide  the  same  information  as  required  by  Section  27.2  above.  As  used  herein,  the  term 
“Force  Majeure”  shall  mean  the  following  acts  or  circumstances:  (i)  act(s)  of  God,  (ii)  war 
or  wars,  (iii)  restrictive  or  preventative  government  regulation  by  a  governmental  authority 
having  jurisdiction  (including,  but  not  limited  to,  any  law,  rule,  order,  proclamation, 
regulation,  ordinance,  demand,  or  requirement  of  any  governmental  agency  requiring 
stoppage  of  the  Work),  (iv)  act(s)  or  threatened  act(s)  of  terror,  including,  but  not  limited  to 
any  acts  by  organized  groups  of  terrorists  or  any  acts  of  a  public  enemy  (v)  disaster(s) 
(including,  but  not  limited  to,  hurricane,  tornado,  tropical  storm,  earthquake,  or  major 
storm),  (vi)  any  pandemic,  epidemic,  pestilence,  plague,  or  outbreak,  (vii)  strike,  lockout, 
or  industrial  disputes,  (viii)  civil  disorder,  riot,  or  disturbance  of  the  peace,  (ix)  any  other 
condition  or  circumstance  similar  to  the  foregoing  (it  being  agreed  that  the  foregoing 
enumeration  shall  not  limit  or  be  characteristic  of  such  conditions  or  circumstances) 
beyond  the  reasonable  control  and  fault  of  the  Party  claiming  the  Force  Majeure  event.  The 
Construction  Manager  shall  not  be  entitled  to  any  extension  of  time  for  delays  resulting 
from  any  cause  unless  it  shall  have  notified  the  Developer  orally  within  five  (5)  business 
days  of  knowledge  of  a  potential  delay.  In  any  event,  within  seven  (7)  days  of 
commencement  of  the  delay,  the  Construction  Manager  shall  provide  in  writing  the 
information  stated  above  to  the  extent  then  available. 

27.5  In  the  event  of  a  delay  event  that  entitles  Construction  Manager  under  the  Contract 
Documents  to  an  equitable  adjustment  to  the  Guaranteed  Maximum  Price,  such  adjustment 
shall  be  limited  to  the  direct  and  actual  increased  out  of  pocket  costs  incurred  by 
Construction  Manager  and  its  subcontractors  and  suppliers  as  a  result  of  such  delay.  In  no 
event  shall  any  such  adjustment  include  any  indirect  costs  or  increased  home  office 
expenses. ^Except  as  otherwise  provided  in  the  Contract  Documents,  the  Construction 
Manager  shall  not  be  entitled  to  and  hereby  waives,  any  and  all  damages  which  it  may 
suffer  by  reason  of  Force  Majeure,  unforeseen  condition,  delay,  acceleration,  cardinal 
changes,  loss  of  efficiency  or  any  other  impacts  to  the  work  or  time  of  performance  and 
further,  except  as  otherwise  provided  in  the  Contract  Documents,  hereby  waives  all 
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damages  which  it  may  suffer  by  reason  of  these  events,  including,  but  not  limited  to  lost 
profits,  overhead  (whether  determined  by  the  Eichleay  Formula  or  otherwise),  increased 
insurance  costs,  loss  of  bonding  capacity  or  lost  profits  on  alternate  or  unperformed 
contracts,  supervision,  or  home  office  expense.  Except  as  otherwise  provided  in  the 
Contract  Documents,  Construction  Manager  hereby  affirms  that  the  extension  of  time 
granted  herein  is  the  Construction  Manager’s  sole  and  exclusive  remedy.  Apart  from 
extension  of  time,  no  payment  of  claim  for  damages  shall  be  made  to  the  Construction 
Manager  as  compensation  for  damages  for  any  delays  or  hindrances  from  any  cause 
whatsoever  (except  as  provided  for  in  paragraph  27.4  )  in  the  progress  of  the  work  whether 
such  delay  be  avoidable  or  unavoidable.  Nothing  in  the  previous  sentences  shall  be 
construed  as  limiting  or  restricting  any  of  Construction  Manager’s  rights  or  remedies  that 
are  expressly  set  forth  in  the  Contract  Documents,  including  those  in  paragraph  2.7.4. 
above. 


27.6  For  all  changes  in  the  Work  in  which  the  Construction  Manager  claims  entitlement 
to  a  time  extension,  the  Construction  Manager  shall  provide  to  the  Developer  the  same 
information  as  required  above  in  Section  27.2,  to  the  extent  then  available,  within  ten  (10) 
business  days  of  its  receipt  of  the  request  for  change  order  or  direction  to  change  the  scope 
of  the  work  and  the  Construction  Manager’s  failure  to  provide  such  information  shall 
constitute  a  waiver  by  the  Construction  Manager  and  a  denial  of  any  time  extension  for  that 
change  in  the  work.  Further,  upon  execution  by  the  Developer  and  Construction  Manager 
of  any  Change  Order  where  no  time  extension  has  been  requested  and/or  granted,  that 
Change  Order  shall  constitute  a  complete  waiver  of  all  claims  for  any  extension  of  time 
related  to  that  work. 


GC  28.  WARRANTY 


28.1  Unless  otherwise  provided  elsewhere  in  the  Contract,  all  materials  and  equipment 
incorporated  into  any  work  covered  by  the  Contract  shall  be  new  and,  where  not  specified, 
of  a  high  grade  of  quality  for  their  intended  use  and  comparable  to  the  spring  training 
facility  of  the  Chicago  Cubs  iri  Mesa,  Arizona,  and  all  workmanship  shall  be  in  accordance 
with  normal  construction  industry  practices  and  all  materials  and  workmanship  shall  be  in 
accordance  with  the  Construction  Drawings  and  Specifications.  In  the  event  that  materials 
are  required  for  the  Project  the  quality  of  which  is  not  specifically  identified  in  the  Contract 
Documents,  the  minimum  standard  of  quality  for  such  materials  shall  be  that  standard  of 
quality  existing  in  the  new  spring  training  facility  of  the  Chicago  Cubs  baseball 
organization  in  Mesa  Arizona.  Unless  otherwise  provided  in  the  Contract,  Construction 
Manager  warrants  all  equipment,  materials,  and  labor  furnished  or  performed  under  this 
Contract,  against  defects  in  materials  and  workmanship  for  a  period  of  twelve  months 
(unless  longer  guarantees  or  warranties  are  provided  for  elsewhere  in  the  Contract  in  which 
case  the  longer  periods  of  time  shall  prevail)  from  and  after  Substantial  Completion  work 
under  the  Contract,  regardless  of  whether  the  same  were  furnished  or  performed  by 
Construction  Manager  or  by  any  of  its  subcontractors  of  any  tier.  In  the  event  that  the 
Developer  assumes  partial  utilization  of  portions  of  the  work  prior  to  completion  of  all 
Work,  the  Warranty  for  that  portion  shall  also  extend  for  twelve  months  from  Substantial 
Completion  of  that  portion  of  the  Work,  if  and  only  if  the  Developer  has  exclusive  use  of 
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the  area.  If  the  Developer  does  not  have  exclusive  use  of  the  area,  the  warranty  period  shall 
extend  for  twelve  months  from  Substantial  Completion  of  the  last  portion  of  the  Work. 


28.2  Upon  receipt  of  written  notice  from  Developer  of  any  defect  in  any  such 
equipment,  materials,  or  labor  during  the  applicable  warranty  period,  due  to  defective 
materials  or  workmanship,  the  effected  item  or  parts  thereof  shall  be  repaired  or  replaced 
by  Construction  Manager  at  a  time  and  in  a  manner  acceptable  to  Developer.  Developer 
and  Construction  Manager  agree  that  the  provisions  of  Florida  Statute  Chapter  558  shall 
not  apply  to  this  Contract. 

28.3  Construction  Manager  warrants  such  repaired  or  replaced  work  against  defective 
materials  and  workmanship  for  a  period  of  twelve  months  from  and  after  the  date  of 
acceptance  thereof.  Should  Construction  Manager  fail  to  promptly  make  the  necessary 
repair,  replacement  and  tests,  Developer  may  perform  or  cause  to  be  performed  the  same  at 
Construction  Manager’s  sole  cost  and  expense. 

28.4  Construction  Manager  shall  perform  such  tests  as  Developer  may  require  to  verify 
that  such  repairs  and  replacements  comply  with  the  requirements  of  this  Contract.  All  costs 
incidental  to  such  repair,  replacement  and  testing,  including  the  removal,  replacement  and 
reinstallation  of  equipment  and  materials  necessary  to  gain  access,  shall  be  performed  by 
Construction  Manager  without  increase  to  the  Guaranteed  Maximum  Price. 

28.5  Construction  Manager  and  its  surety  or  sureties  shall  be  liable  for  the  satisfaction 
and  full  performance  of  the  warranties  as  set  forth  herein  and  any  damage  to  other  parts  of 
the  Work  caused  by  the  Construction  Manager’s  failure  to  perform  pursuant  to  this  general 
condition. 


28.6  The  Construction  Manager  |>hall  commence 

i  fl 


work  to  remedy  or  replace  it’s 


defective,  deficient  work  within  ten  (10)  business  days  after  receiving  written  (including 


transmittals  by  FAX)  notice  from  the  Developer. 


If  the  Construction  Manager  fails  to 
remedy  or  remove  or  replace  that  work  or  material  which  is  part  of  its  Work  and  has  been 
found  to  be  defective,  then  the  Developer  may  remedy  or  replace  the  defective  or  deficient 
work;  provided,  however,  all  repairs  to  natural  gas,  telephone,  radio,  computer  security, 
water,  electric,  air  conditioning  services  and  all  emergency  services  that  are  part  of 
Construction  Manager’s  Work  shall  be  commenced  as  soon  as  reasonably  possible  but  not 
later  than  within  twenty-four  (24)  hours  of  notification,  and  Construction  Manager  shall 
complete  the  repairs  in  an  expeditious  manner  befitting  the  nature  of  the  deficiency.  The 
Developer  shall  keep  track  of  the  cost  of  the  repairs,  and  upon  their  completion,  the 
Developer  shall  provide  the  Construction  Manager  with  reasonable  supporting 
documentation  of  the  same  If  the  Developer  is  not  paid  within  ten  (10)  calendar  days,  the 
Developer  may  pursue  any  and  all  legal  remedies  it  may  have  against  the  Construction 
Manager. 


28.7  The  Construction  Manager  is  required  to  provide  a  designated  telephone  number 
for  warranty  related  emergencies  which  occur  outside  the  normal  workday.  The 
Construction  Manager  is  solely  responsible  for  ensuring  that  all  warranty  work  is 
completed  in  the  manner  described  above.  If  the  Developer  agrees,  in  writing,  a 
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subcontractor  may  be  the  point  of  contact  for  notices  regarding  warranty  items,  but  such 
agreement  shall  not  absolve  the  Construction  Manager  of  his  responsibility. 

28.8  The  County  is  an  intended  third  party  beneficiary  of  all  of  Construction  Manager’s 
warranty  obligations  under  the  Contract  Documents. 

GC  29.  PATENT  INDEMNITY 

29.1  Subject  to  the  other  terms  of  the  Contract  Documents,  Construction  Manager 
hereby  indemnifies  and  shall  defend  and  hold  Developer  and  its  members,  managers  and 
representatives  and  the  County,  Washington  Nationals  Baseball  Club,  LLC  and  Houston 
Astros,  LLC  (collectively  referred  to  herein  as  the  “Indemnified  Parties”  or  “Indemnified 
Party”)  harmless  from  and  against  all  claims,  losses,  costs,  damages,  and  expenses, 
including  attorney’s  fees,  incurred  by  the  Indemnified  Parties  or  an  Indemnified  Party,  as  a 
result  of  or  in  connection  with  any  claims  or  actions  based  upon  infringement  or  alleged 
infringement  of  any  patent  and/or  arising  out  of  the  use  of  the  equipment  or  materials 
furnished  under  the  Contract  by  Construction  Manager,  and/or  out  of  the  processes  or 
actions  employed  by,  or  on  behalf  of  Construction  Manager  in  connection  with  the 
performance  of  the  Contract.  Construction  Manager  shall  not  be  responsible  for  such 
indemnification,  defense  or  any  loss  hereunder  when  a  particular  design,  process  or 
product  of  a  particular  manufacturer  or  manufacturers  is  required  by  the  Contract 
Documents,  or  where  the  infringement  or  alleged  infringement  is  contained  in  any  design 
documents  or  other  documents  prepared  by  or  on  behalf  of  the  Developer  or  Architect. 

29.2  Construction  Manager  shall,  at  its  sole  cost  and  expense,  promptly  defend  against 
any  such  claim  or  action  for  which  it  is  required  to  indemnify,  unless  directed  otherwise  by 
Developer  or  its  representatives;  provided  that  Developer  or  its  representatives  shall  have 
notified  Construction  Manager  upon  becoming  aware  of  such  claims  or  actions,  and 
provided  further  that  Construction  Manager’s  aforementioned  obligations  shall  not  apply 
to  equipment,  materials,  or  processes  furnished  or  specified  by  Developer  or 
representatives.  Construction  Manager  shall  have  the  right,  in  order  to  avoid  such  claims  or 
actions,  to  substitute  at  its  expense  non-infringing  equipment,  materials,  or  processes,  or  to 
modify  such  infringing  equipment,  materials  and  processes  so  they  become  non-infringing, 
or  obtain  the  necessary  licenses  to  use  the  infringing  equipment,  material  or  processes, 
provided  that  such  substituted  and  modified  equipment,  materials  and  processes  shall  meet 
all  the  requirements  and  be  subject  to  all  the  provisions  of  this  Contract. 

GC  30.  INDEMNITY 

30.1  Subject  to  the  other  terms  of  the  Contract  Documents,  and  to  the  extent  permitted 
by  and  in  accordance  with  Applicable  Law,  Construction  Manager  shall  indemnify,  defend 
and  hold  harmless  the  Indemnified  Parties,  from  and  against  any  and  all  fines,  citations, 
claims,  restoration  costs,  court  judgments,  liabilities  public  or  private,  damages,  penalties 
contractual  or  otherwise,  losses,  costs,  (including,  but  not  limited  to,  reasonable  attorney’s 
fees),  expenses,  and  causes  of  action,  (collectively  “Claims”)  to  the  extent  arising  out  of  or 
resulting  from,  any  failure  of  the  Construction  Manager,  its  subcontractors  or 
sub- subcontractors  or  anyone  directly  or  indirectly  employed  by  any  of  them  or  for  whose 
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acts  any  of  them  may  be  liable,  to  comply  with  the  Contract  Documents,  or  to  the  extent 
caused  by  the  negligence,  recklessness,  or  intentional  wrongful  act  of  Construction 
Manager,  its  subcontractors  or  sub-subcontractors  or  anyone  directly  or  indirectly 
employed  by  any  of  them  or  for  whose  acts  any  of  them  may  be  liable,  regardless  of 
whether  or  not  such  Claims  are  caused  in  part  by  a  party  indemnified  hereunder.  Such 
obligation  shall  not  be  construed  to  negate,  abridge,  or  reduce  other  rights  or  obligations 
under  the  Contract  Documents  or  of  indemnity  which  would  otherwise  exist  as  to  a  party  or 
person  described  herein. 

30.2  In  claims  against  any  person  or  entity  indemnified  under  this  Section  30  by  an 
employee  of  the  Construction  Manager,  a  subcontractor,  anyone  directly  or  indirectly 
employed  by  them  or  anyone  for  whose  acts  they  may  be  liable,  the  indemnification 
obligation  under  Section  30.1  shall  not  be  limited  by  a  limitation  on  amount  or  type  of 
damages,  compensation  or  benefits  payable  by  or  for  the  Construction  Manager  or  a 
subcontractor  under  workers’  compensation  acts,  disability  benefit  acts  on  other  employee 
benefit  acts. 

30.3  Said  indemnification  by  Construction  Manager  shall  be  extended  to  include  all 
deliverers,  suppliers,  furnisher  of  material  or  anyone  acting  for,  on  behalf  of,  or  at  the 
request  of  Construction  Manager.  Construction  Manager  recognizes  the  broad  nature  of 
this  indemnification  and  hold  harmless  clause  and  voluntarily  makes  this  covenant.  This 
clause  shall  survive  termination  of  this  Agreement. 

GC  31.  INSURANCE 

Throughout  the  performance  of  the  Preconstruction  Phase  Services,  Construction  Manager 
shall  procure  and  maintain  the  Commercial  General  Liability,  Business  Automobile 
Liability  and  Workers’  Compensation  and  Employer’s  Liability,  and  Errors  and 
Omissions/Professional  Liability  insurance  identified  below.  Thereafter,  and  prior  to 
commencing  the  Construction  Phase  Services,  Construction  Manager  shall  procure  and 
maintain  in  full  force  and  effect  at  all  times  during  the  life  of  this  Contract  or  the 
performance  of  work  hereunder,  insurance  coverage  as  described  herein  at  limits, 
including  endorsement^  set  forth  in  the  Insurance  Coverage  &  Limit  Table  below. 
Construction  Manager  shall  deliver  to  Developer  Certificate(s)  of  insurance  evidencing 
that  such  policies  are  in  full  force  and  effect  upon  the  date  of  execution  of  this  Contract, 
provided  that  the  insurance  certificate  evidencing  builder’s  risk  coverage  shall  be  delivered 
no  later  than  the  commencement  of  construction. 

The  requirement  contained  herein  as  to  types  and  limits,  as  well  as  Developer’s  approval  of 
insurance  coverage  to  be  maintained  by  Construction  Manager  are  not  intended  to  and 
shall  not  in  any  manner  limit  or  qualify  the  liabilities  and  obligations  assumed  by 
Construction  Manager  under  the  Contract. 

COMMERCIAL  GENERAL  LIABILITY  Construction  Manager  shall  agree  to  maintain  a 
standard  ISO  version  Commercial  General  Liability  policy  form,  or  its  equivalent 
providing  coverage  for,  but  not  be  limited  to,  Bodily  Injury  and  Property  Damage, 
Premises/Operations,  Products/Completed  Operations,  Independent  Contractors, 
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Contractual  Liability,  Broad  Form  Property  Damage,  X-C-U  Coverages  (if  applicable), 
Severability  of  Interest  including  Cross  Liability,  and  be  in  accordance  with  all  of  the 
limits,  terms  and  conditions  set  forth  herein.  Contractor  agrees  this  coverage  shall  be 
provided  on  a  primary  basis. 

BUSINESS  AUTOMOBILE  LIABILITY  Contractor  shall  agree  to  maintain  a  standard 
ISO  version  Business  Automobile  Liability  coverage  form,  or  its  equivalent,  providing 
coverage  for  all  owned,  non-owned,  leased  and  hired  automobiles,  and  in  accordance  with 
all  of  the  limits,  terms  and  conditions  set  forth  herein.  Contractor  agrees  this  coverage  shall 
be  provided  on  a  primary  basis.  Notwithstanding  the  foregoing,  should  the  Contractor  not 
own  any  automobiles,  the  business  auto  liability  requirement  shall  be  amended  to  allow  the 
Contractor  to  agree  to  maintain  only  Hired  &  Non-Owned  Auto  Liability.  This  amended 
coverage  requirement  may  be  satisfied  by  way  of  endorsement  to  the  Commercial  General 
Liability,  or  separate  Business  Auto  Coverage  form. 

WORKER’S  COMPENSATION  &  EMPLOYER’S  LIABILITY  Contractor  shall  agree  to 
maintain  Worker’s  Compensation  Insurance  &  Employers  Liability,  including  Federal  Act 
endorsement  for  U.S.  Longshoremen’s  and  Harbor  Workers  Act  when  any  work  is  on  or 
contiguous  to  navigable  bodies  of  U.S.  waterways  and  ways  adjoining,  covering  all  of  its 
employees.  In  addition,  such  insurance  shall  cover  all  of  the  subcontractors’  employees  on 
the  work  site,  except  to  the  extent  they  are  covered  by  separate  Worker’s  Compensation 
Insurance  &  Employer’s  Liability  policies  maintained  by  such  subcontractors.  That 
separate  subcontractor  coverage  shall  be  in  accordance  with  all  of  the  limits,  terms  and 
conditions  set  forth  herein.  Exemptions  for  a  Contractor  in  or  doing  work  in  the 
Construction  Industry,  or  proof  of  worker’s  compensation  coverage  provided  by  an 
employee  leasing  arrangement  shall  not  satisfy  this  requirement.  Contractor  agrees  this 
coverage  shall  be  provided  on  a  primary  basis. 

ERRORS  AND  OMMISSIONS/PROFESSIONAL  LIABILITY.  Construction  Manager 
shall  maintain  errors  and  omissions,  or  equivalent  professional  liability  coverage,  covering 
the  services  to  be  performed  by  the  contractor  in  connection  with  this  project.  The  services 
contemplated  by  this  agreement  must  be  covered  by  the  subject  professional  liability 
policy.  If  written  on  a  claims  made  basis,  the  coverage  shall  remain  in  effect  for  a  period  of 
three  years  after  completion  of  all  services  under  this  agreement.  Construction  Manager 
shall  continue  to  provide  evidence  of  such  coverage  to  Developer  on  an  annual  basis  during 
the  aforementioned  period. 

ADDITIONAL  REQUIRED  INSURANCE  WHEN  WORK  INVOLVES:  The  Contractor 
shall  agree  to  maintain  the  following  additional  required  insurance  coverages  with  respect 
to  any  work  involving  property,  operations,  or  type  of  equipment  for  which  each  insurance 
coverages  described  below  have  been  designed  specifically  to  provide  coverage  for: 

WATERCRAFT  LIABILITY  With  respect  to  any  of  the  work  hereunder  involving 
watercraft  owned,  hired,  or  borrowed,  the  Contractor  shall  agree  to  maintain  Protection  and 
Indemnity,  or  similar  Watercraft  Liability.  Coverage  shall  be  included  either  way  of 
endorsement  under  the  Commercial  General  Liability  or  by  separate  watercraft  liability 
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insurance  and  be  in  accordance  with  all  of  the  limits,  terms  and  conditions  set  forth  herein. 
Contractor  agrees  this  coverage  shall  be  provided  on  a  primary  basis. 

AIRCRAFT  LIABILITY  With  respect  to  any  of  the  work  involving  (fixed  wing  or 
helicopter)  aircraft  owned,  hired,  or  borrowed,  the  Contractor  shall  agree  to  maintain 
Aircraft  Liability.  Passenger  Liability  shall  be  include  when  persons  other  than  the  pilot 
and  crew  are  occupying  the  aircraft.  Coverage  shall  be  in  accordance  with  all  of  the  limits, 
terms  and  conditions  set  forth  herein.  Contractor  agrees  this  coverage  shall  be  provided  on 
a  primary  basis. 

BUILDER’S  RISK  With  respect  to  any  of  the  work  involving  the  construction  of  real 
property  (buildings  and  improvements  other  than  buildings)  during  the  construction 
project,  the  Contractor  shall  maintain  Builders  Risk  insurance  providing  coverage  for  the 
entire  work  at  the  project  site,  and  will  also  cover  portions  of  work  located  away  from  the 
site  but  intended  for  use  at  the  site,  and  will  also  cover  portions  of  the  work  in  transit. 
Coverage  shall  be  written  on  a  All-Risk,  (including  but  not  limited  to  Wind,  Flood, 
Earthquake  and  Terrorism),  Replacement  Cost,  and  Completed  Value  Form  basis  in  an 
amount  at  least  equal  to  the  projected  completed  value  of  the  project  as  well  as  subsequent 
modifications  of  that  sum.  If  a  sublimit  applies  to  the  perils  of  wind  or  flood,  the  sublimit 
shall  not  be  less  than  25%  of  the  projected  completed  value  of  the  project.  The  deductible 
shall  not  exceed  $10,000,  nor  shall  a  wind  percentage  deductible,  when  applicable,  exceed 
five  percent  (5%)  of  the  then  completed  value*; 

Partial  Occupancy  or  use  of  the  work  shall  not  commence  until  insurance  company  or 
companies  providing  insurance  as  required  have  consented  to  such  partial  occupancy  or 
use.  Contractor  shall  take  reasonable  steps  to  notify  and  obtain  consent  of  the  insurance 
company  or  companies,  and  agree  to  take  no  action,  other  than  upon  mutual  consent,  with 
respect  to  occupancy  or  use  of  the  work  that  could  lead  to  cancellation,  lapse,  or  reduction 
of  insurance. 

The  Builder’s  Risk  coverage  shall  be  kept  in  force  until  Substantial  Completion  has  been 
obtained,  or  until  Contractor,  County  and  Developer  mutually  consent  to  the  termination, 
whichever  occurs  first.  The  Contractor  agrees  and  understands  the  Developer  shall  not 
provide  any  Builder’s  Risk  insurance  on  behalf  of  Contractor  for  loss  or  damage  to  work, 
or  to  any  other  property  of  owned,  hired,  or  borrowed  by  the  Contractor. 

INLAND  MARINE/TRANSIT  INSURANCE.  With  respect  to  property  with  values  in 
excess  of  $100,000  which  is  rigged,  hauled  or  situated  at  the  site  pending  installation,  the 
Contractor  shall  agree  to  maintain  inland  marine  property/transit  insurance  provided  the 
coverage  is  not  afforded  by  a  Builders  Risk  policy.  Coverage  shall  be  provided  in 
accordance  with  all  of  the  limits,  terms  and  conditions  set  forth  herein.  Contractor  agrees 
this  coverage  shall  be  provided  on  a  primary  basis.  The  Contractor  agrees  and  understands 
the  Developer  shall  not  provide  any  inland  marine  nor  transit  insurance  on  behalf  of 
Contractor  for  loss  or  damage  to  work,  or  to  any  other  property  of  owned,  hired,  or 
borrowed  by  the  Contractor. 
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SATISFYING  LIMITS  UNDER  AN  UMBRELLA  POLICY:  If  necessary,  the  Contractor 
may  satisfy  the  minimum  limits  required  above  for  either  Commercial  General  Liability, 
Business  Auto  Liability,  and  Employer’s  Liability  coverage  under  an  Umbrella  or  Excess 
Liability.  The  underlying  limits  may  be  set  at  the  minimum  amounts  required  by  the 
Umbrella  or  Excess  Liability  provided  the  combined  limits  meet  at  least  the  minimum  limit 
for  each  required  policy.  The  Umbrella  or  Excess  Liability  shall  have  an  Annual 
Aggregate  at  a  limit  not  less  than  two  (2)  times  the  highest  per  occurrence  minimum  limit 
required  above  for  any  of  the  required  coverages.  The  Developer,  Washington  Nationals 
Baseball  Club,  LLC,  Houston  Astros,  LLC,  and  their  respective  members,  officers, 
managers,  agents  and  employees  and  the  County  shall  be  specifically  endorsed  as  an 
“Additional  Insured”  on  the  Umbrella  or  Excess  Liability,  unless  the  Umbrella  or  Excess 
Liability  provides  continuous  coverage  to  the  underlying  policies  on  a  complete 
“Follow-Form”  basis  without  exceptions  and  stated  as  such  on  the  Certificate  of  Insurance. 

ADDITIONAL  INSURED  The  Contractor  agrees  to  endorse  the  Developer,  Washington 
Nationals  Baseball  Club,  LLC,  Houston  Astros,  LLC,  and  their  respective  members, 
officers,  managers,  agents  and  employees  and  the  County  as  Additional  Insureds  on  each 
of  the  insurance  policies  required  to  be  maintained  by  the  Contractor,  except  for  Worker’s 
Compensation  and  Business  Auto  Liability.  The  CG  2026  Additional  Insured  -  Designated 
Person  or  Organization  endorsement,  or  its  equivalent,  shall  be  endorsed  to  the 
Commercial  General  Liability.  Other  policies,  when  required,  such  as  for  watercraft, 
aircraft,  builder’s  risk  or  transit  insurance,  shall  provide  a  standard  Additional  Insured 
endorsement  offered  by  the  insurer  providing  coverage  with  respect  to  liability  arising  out 
of  the  operations  of  the  Contractor.  The  Contractor  shall  agree  the  Additional  Insured 
endorsements  provide  coverage  on  a  primary  basis.  Endorsement  shall  be  in  accordance 
with  all  of  the  limits,  terms  and  conditions  set  forth  herein. 

LOSS  PAYEE  The  Contractor  shall  agree  to  endorse  the  Developer  and  the  County  as  a 
Loss  Payee  on  the  Builder’s  Risk  and  Inland  Marine/Transit  Insurance,  as  their  interests 
may  appear,  when  required  to  be  maintained  by  the  Contractor.  Endorsement  shall  be  in 
accordance  with  all  of  the  limits,  terms  and  conditions  set  forth  herein.  The  Contractor 
shall  agree  the  Loss  Payee  endorsement  provides  coverage  on  a  primary  basis 

WAIVER  OF  SUBROGATION  The  Contractor  shall  agree  by  entering  into  this  Contract 
to  a  Waiver  of  Subrogation  for  each  required  policy  providing  coverage  during  the  life  of 
this  Contract.  When  required  by  the  insurer  or  should  a  policy  condition  not  permit  an 
Insured  to  enter  into  an  pre-loss  agreement  to  waive  subrogation-  without  an  endorsement, 
then  the  Contractor  shall  agree  to  notify  the  insurer  and  request  the  policy  be  endorsed  with 
a  Waiver  of  Transfer  of  Rights  of  Recovery  Against  Others,  or  its  equivalent.  This  Waiver 
of  Subrogation  requirement  shall  not  apply  to  any  policy,  which  a  condition  to  the  policy 
specifically  prohibits  such  an  endorsement,  or  voids  coverage  should  the  insured  enter  into 
such  an  agreement  on  a  pre-loss  basis.  The  Waiver  of  Subrogation  shall  be  in  accordance 
with  all  of  the  limits,  terms  and  conditions  set  forth  herein.  Notwithstanding  the  foregoing 
or  anything  herein  to  the  contrary,  any  loss  insured  under  such  policies  shall  be  adjusted  by 
the  Construction  Manager  if  approved  by  the  County  and  Developer. 
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RIGHT  TO  REVIEW  &  ADJUST  The  Contractor  shall  agree,  notwithstanding  the 
foregoing,  that  the  County,  by  and  through  its  Risk  Management  Department,  reserves  the 
right  to  periodically  review,  reject  or  accept  all  required  policies  of  insurance,  including 
limits,  coverages,  or  endorsements,  hereunder  from  time  to  time  throughout  the  life  of  this 
Contract  if  same  are  then  inconsistent  with  standard  County  contracting  policies. 
Contractor  shall  be  entitled  to  a  Change  Order  adjusting  the  Guaranteed  Maximum  Price 
for  any  increased  costs  incurred  by  Contractor  as  a  result  of  any  such  insurance  changes 
ordered  by  County.  Furthermore,  the  County  reserves  the  right  to  review  and  reject  any 
insurer  providing  coverage  who:  1)  does  not  have  a  minimum  AM  Best  Rating  of  A^;  2)  are 
not  licensed  to  conduct  business  in  the  State  of  Florida;  or  3)  are  not  operating  legally.  In 
such  event,  County  shall  provide  Contractor  written  notice  of  such  rejected  insurer  and 
Contractor  shall  agree  to  comply  within  thirty  (30)  days  of  receipt  thereof  and  replace  the 
rejected  insurance  policy  and  to  be  responsible  for  any  additional  premium  costs  incurred 
as  a  result  of  any  such  replacement. 

NO  REPRESENTATION  OF  COVERAGE  ADEQUACY:  The  coverages  and  limits 
identified  in  the  table  have  been  determined  to  protect  primarily  interests  of  the  Developer 
and  the  County  only,  and  the  Contractor  agrees  in  no  way  should  the  coverages  and  limits 
in  the  table  be  relied  upon  when  assessing  the  extent  or  determining  appropriate  types  and 
limits  of  coverage  to  protect  the  Contractor  against  any  loss  exposures,  whether  as  a  result 
of  the  construction  project  or  otherwise. 

CERTIFICATE  OF  INSURANCE  Certificates  of  Insurance  must  provide  clear  evidence 
that  Contractor’s  Insurance  Policies  contain  the  minimum  limits  of  coverage  and  terms  and 
conditions  set  forth  herein.  A  minimum  thirty  (30)  day  notice  due  to  cancellation  or 
non-renewal  of  coverage  shall  be  identified  on  the  Certificate. 

In  the  event  a  required  insurance  coverage  will  cancel  or  non-renewed  during  the  period  of 
this  Contract,  the  Contractor  shall  agree  to  furnish  at  least  thirty  (30)  days  written  notice 
prior  to  the  expiration  of  such  insurance,  an  additional  certificate  of  insurance  as  proof  that 
equal  and  like  coverage  for  the  balance  of  the  period  of  the  Contract  and  any  extension 
thereof  is  in  effect.  Contractor  shall  agree  not  continue  to  work  pursuant  to  this  Contract 
unless  all  required  insurance  remains  in  effect.  The  Developer  shall  have  the  right,  but  not 
the  obligation,  of  prohibiting  Contractor  or  any  subcontractor  from  entering  the  project  site 
until  such  certificates  or  other  evidence  that  insurance  has  been  placed  in  complete 
compliance  with  these  requirements  is  received  and  accepted  by  the  Developer.  The 
Developer  reserves  the  right  to  withhold  payment,  but  not  the  obligation,  to  Contractor 
until  coverage  is  reinstated.  If  the  Contractor  fails  to  maintain  the  insurance  as  set  forth 
herein,  the  Developer  shall  have  the  right,  but  not  the  obligation,  to  purchase  said  insurance 
at  Contractor’s  expense. 

ADDITIONAL  REQUIREMENTS  FOR  CERTIFICATES  OF  INSURANCE 

1.  Shall  clearly  identify  the  Washington  Nationals  Baseball  Club,  LLC,  Houston 
Astros  LLC.,  Palm  Beach  County,  a  political  subdivision  of  the  State  of  Florida,  its 
officers,  members,  managers,  agents  and  employees  and  Developer,  its  officers,  members, 
managers,  agents  and  employees  as  Additional  Insureds  for  all  required  liability  insurance 
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coverages,  except  Workers  Compensation,  Errors  and  Omissions/Professional  Liability 
and  Business  Auto  Liability. 

2.  Shall  clearly  indicate  project  name  and  project  number  to  which  it  applies. 

3 .  Shall  clearly  indicate  a  minimum  ten  ( 1 0)  day  endeavor  to  notify  requirement  in  the 
event  of  cancellation  or  non-renewal  of  coverage. 


4.  Evidence  of  renewal  coverage  must  be  provided  at  least  fourteen  (14)  days  in 
advance  of  any  policy  that  may  expire  during  the  term  of  this  Contract. 


5.  Shall  clearly  identify  the  Developer  and  County  endorsed  as  a  Loss  Payees,  as  their 
interests  may  appear,  on  the  Builders  Risk  (if  provided)  and  any  Inland  Marine  coverages. 


6.  Contractor  shall  deliver  original  Certificate(s)  of  Insur 
Certificate  Holder  addresses: 


Developer’s  Notice  address:  set  forth  above 
And  to: 


Palm  Beach  County  Notice  address  set  forth  above. 


)ove. 

JV 

TOC  J?r 


ance  to 

\J 


the  following 


DEDUCTIBLES,  COINSURANCE  PENALTIES,  &  SELF-INSURED  RETENTION  To 


the  extent  the  casualty  event  is  due  to  the  fault  or  neglect  of  Contractor  or  anyone  for  whom 
it  is  responsible,  or  in  the  event  of  a  violation  of  policy  conditions  by  the  Contractor,  the 
Contractor  shall  be  responsible  for  policy  deductibles,  coinsurance  penalty,  or  self-insured 
retention  including  any  loss  not  covered  because  of  the  operation  of  such  deductible, 
coinsurance  penalty,  or  self-insured  retention.  Otherwise,  Developer  shall  be  responsible 
for  such  deductibles  and  other  items. 

SUBCONTRACTOR’S  INSURANCE:  The  Contractor  shall  agree  to  cause  each 
subcontractor  employed  by  Contractor  with  a  subcontract  valued  in  excess  of  one  hundred 
thousand  dollars  ($100,000)  to  purchase  and  maintain  Commercial  General  Liability 
Insurance  of  the  type  and  limits  set  forth  herein  for  Contractor.  Subcontractors  with  a 


subcontract  value  under  one  hundred  thousand  dollars  ($100,000)  shall  be  required  to 
purchase  and  maintain  Commercial  Liability  Insurance  of  the  type  and  limits  as  mutually 
agreed  by  the  parties.  When  requested  by  the  Developer,  the  Contractor  shall  agree  to 
obtain  and  furnish  copies  of  certificates  of  insurance  evidencing  coverage  for  each 
subcontractor. 


INSURANCE  COVERAGE  &  TABLE  The  Contractor  shall  agree  to  maintain  the 
coverages,  endorsements,  and  limits  of  liability  in  accordance  with  and  set  forth  by  the 
Insurance  Coverage  &  Table  below: 


101926657,2 


General  Conditions  -  Page  27  of  69 


INSURANCE  COVERAGE  &  LIMIT  TABLE 


TYPE  OF  COVERAGE 


CONTRACTS 


COMMERCIAL  GENERAL  LIABILITY  (including 
products/completed  operations  coverage): 

Limit  of  Liability  not  less  than: 


Additional  Insured  endorsement  required: 

Commercial  General  Liability  coverages  must  extend  for  a  period  of  six 
(6)  years 

COMPREHENSIVE  AUTO  LIABILITY: 

Limit  of  Liability  not  less  than: 


WORKERS  COMPENSATION  &  EMPLOYER’S  LIABILITY: 
Coverage  not  less  than: 


Employers  Liability  Limits: 

WATERCRAFT  LIABILITY: 

Limit  of  Liability  not  less  than: 

Additional  Insured  endorsement  required: 

POLLUTION: 

Limit  of  Liability  not  less  thafu 
Additional  Insured  endorsement  required: 


$10,000,000  per  occurrence 
$50,000,000  excess  coverage 
$10,000,000  products 
completed  operations  aggregate 
Yes 


S 


$5,000,000  per  accident 
occurrence 


Statutory  but  not  less  than 
$1,000,000  per  accident  and 
$1,000,000  per  disease/per 
employee 
$100/500/100 


$5,000,000  per  occurrence 
Yes 


$5,000,000 

Yes 


AIRCRAFT  LIABILITY: 

Limit  of  Liability  not  less  than: 
per  occurrence 


... 

n am/  n 


When  used  to  carry  passengers  (excluding  aircraft’s  crew)  coverage  for 
Passenger  Liability  not  less  than: 

INSURANCE  COVERAGE  &  LIMIT  TABLE 

Additional  Insured  endorsement  required: 


$5,000,000 

$1,000,000  per  passenger 


Yes 


BUILDERS  RISK  (if  provided  by  CM): 

Limit  not  less  than:  1 00%  of  the  completed  total 

insurable  value  of  the  project. 


Endorsement  to  waive  coverage  termination  from  Yes 

Occupancy  Clause. 

Endorsement  cover  until  final  acceptance  of  the  project  by  Certificate  of  Y es 
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Occupancy  by  the  Developer. 

Additional  Insured  &  Loss  Payee  endorsements  required: 


Yes 


INLAND  MARINE  COVERAGE: 

Limit  not  less  than: 


Additional  Insured  &  Loss  Payee  endorsements  required: 

PROFESSIONAL  LIABILITY  INSURANCE  COVERAGE: 


Highest  value  exposed  during 
the  construction  project. 


PROFESSIONAL  LIABILITY  INSURANCE  COVERAGE:  $  1 ,000,000  per  occurrence  and 

$10,000,000  aggregate 

To  be  maintained  by  Contractor  or  its  applicable  subcontractor  with  respect  to  design 
delegation,  if  any,  under  GC  77  below. 

Notwithstanding  anything  in  the  Contract  Documents  to  the  contrary,  Contractor  reserves 
the  right  to  implement  a  Contractor  Controlled  Insurance  Policy  (CCIP)  for  the  Project  to 
satisfy  certain  of  the  insurance  requirements  noted  above.  Said  CCIP  to  be  subject  to  the 
approval  of  the  Developer  and  the  County  which  approval  shall  not  be  unreasonably 
withheld  or  delayed.  In  addition,  in  lieu  of  requiring  subcontractor  performance  and 
payment  bonds,  Contractor  shall  put  into  place  for  the  Project  a  subcontractor  default 
insurance  program.  Such  subcontractor  default  insurance  program  will  be  charged  at  the 
fixed  stipulated  rate  of  1.25%  of  the  total  subcontract  value.  Such  fixed  rate  is  not  subject 
to  audit. 

GC  32.  SITE  CONDITIONS 

32.1  Construction  Manager  shall  have  the  sole  responsibility  of  satisfying  itself 
concerning  the  nature  and  location  of  work  and  the  general  and  local  conditions,  and 
particularly,  but  without  limitation,  with  respect  to  the  following:  those  affecting 
transportation,  access,  disposal,  handling  and  storage  of  materials;  availability,  quantity 
and  quality  of  labor;  familiarity  with  local  and  regional  market  and  industry  conditions 
including  labor  skill  level  and  availability,  water  and  electric  power;  availability  and 
condition  of  roads;  climatic  conditions,  location  of  underground  utilities  as  depicted  on 
contract  documents,  and  through  verification  with  local  utility  companies  and  the 
Developer,  physical  conditions  of  existing  construction,  topography  and  ground  surface 
and  sub-surface  conditions  to  the  extent  identified  in  the  Project  Geotechnical  Study  and 
Report,  Environmental  Study  and  Report,  or  other  documentation  issued  to  the 
Construction  Manager,  subsurface  geology,  and  nature  and  quantity  of  surface  and 
subsurface  materials  to  be  encountered;  the  nature  of  the  ground  water  conditions; 
equipment  and  facilities  needed  preliminary  to  and  during  performance  of  the  Contract; 
and  all  other  matters  which  can  in  any  way  affect  performance  of  the  Contract,  or  the  cost 
associated  with  such  performance.  The  failure  of  Construction  Manager  to  acquaint  itself 
with  any  applicable  condition  will  not  relieve  it  from  the  responsibility  for  properly 
estimating  either  the  difficulties  or  the  costs  of  successfully  and  timely  performing  the 
Contract.  If  conditions  are  encountered  at  the  site  which  are  (1)  subsurface  or  otherwise 
concealed  physical  conditions  that  differ  materially  from  those  indicated  in  the  Contract 
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Documents  or  in  the  investigative  reports  or  other  ?m  documentation  issued  to 
Construction  Manager  by  Developer  or  by  Developer’s  consultants  prior  to  the  execution 
of  this  Contract  or  (2)  unknown  physical  conditions  of  an  unusual  nature,  which  differ 
materially  from  those  ordinarily  found  to  exist  and  generally  recognized  as  inherent  in 
construction  activities  of  the  character  provided  for  in  the  Contract  Documents,  then  notice 
shall  be  given  to  the  Developer  promptly  before  conditions  are  disturbed.  Should  it  be 
determined  that  such  conditions  exist  and  if  they  differ  materially  and  cause  an  increase  or 
decrease  in  the  cost  to  perform  the  work  or  the  time  to  perform  the  work  under  the  Critical 
Path,  the  CM  will  receive  an  equitable  adjustment  in  the  Guaranteed  Maximum  Pri4e  or 
Contract  Time,  or  both  in  accordance  with  GC  65. 


GC  33. NOT  USED 


GC  34.  ACCESS  TO  WORK  AREAS 


34.1  Developer,  and  his  duly  authorized  representatives  and  employees,  and  all  duly 
authorized  representatives  of  governmental  agencies  having  jurisdiction  over  work  areas  or 
any  part  thereof  shall,  at  all  reasonable  times,  for  the  purpose  of  determining  compliance 
with  Contract  requirements  and  permits,  have  access  to  such  areas  and  the  premises  used 
by  Construction  Manager.  Construction  Manager  shall  also  arrange  for  Developer,  his  said 
representatives  and  employees,  to  have  access  at  all  reasonable  times  to  all  places  where 
equipment  or  materials  are  being  manufactured,  produced,  or  fabricated  for  use  under  the 
Contract. 

34.2  Construction  Manager’s  accesses  to  the  site  and  storage  areas  shall  be  as  shown  on 
the  plans  and  as  designated  by  the  Developer.  Access  routes  may  also  be  used  by  County 
employees  and  other  contractors.  No  other  access  points  shall  be  allowed  unless  approved 
by  the  Developer.  All  Construction  Manager  traffic  authorized  to  enter  the  site  shall  be 
experienced  in  the  route  or  guided  by  Construction  Manager  personnel.  The  Construction 
Manager  is  responsible  for  prompt  cleanup  of  any  debris  deposited  along  the  access  route 
as  a  result  of  its  construction  traffic. 


GC  35. INGRESS  AND  EGRESS 

35.1  Construction  Manager’s  access  to  the  work  area  will  be  permitted  only  through 
approaches  which  will  be  designated  by  Developer.  Developer  shall,  at  all  times,  provide 
Construction  Manager  with  free  unimpeded  ingress  and  egress  to  the  site.  Construction 
Manager  personnel  are  not  to  enter  into  any  areas  of  the  jobsite  other  than  work  areas  and 
areas  of  designated  access. 

GC  36.  PRECONSTRUCTION  CONFERENCE 


36.1  As  soon  as  practicable  after  award  of  this  Contract  and  prior  to  commencing  any 
work,  a  pre-construction  conference  will  be  arranged  by  the  Developer.  In  attendance  at 
said  conference  will  be  Developer  and  any  of  its  representatives  (including  the  Program 
Manager)  as  may  be  deemed  advisable.  The  purpose  of  said  conference  is  to  determine 
procedures  related  to  the  smooth  progress  of  the  project  and  to  review  any  items  requiring 
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clarification.  Procedure  for  processing  and  distribution  of  all  documents  and 
correspondence  related  to  the  Contract  will  be  established. 

GC  37.  MEETINGS 


37.1  The  Construction  Manager  shall,  as  requested  by  Developer,  attend  any  and  all 
meetings  called  by  Developer  to  discuss  the  Work  under  the  Contract.  Such  meetings  shall 
be  conducted  and  recorded  by  the  Developer  with  typed  minutes  of  each  meeting 
distributed  to  all  attendees. 


GC  38. NOT  USED 


GC  39.  DELIVERY,  UNLOADING  AND  STORAGE 


cr 

or 


39.1  Construction  Manager  shall  receive,  unload,  store  in  a  secure  place,  and  deliver 
from  storage  to  the  construction  site  all  materials,  plant  and  equipment  required  for  the 
performance  of  the  Contract.  The  storage  facilities,  methods  of  storing  and  security 
provisions  shall  meet  Developer’s  approval  and  manufacturer’s  recommendations. 
Materials  and  equipment  subject  to  degradation  by  outside  exposure  shall  be  stored  in  a 
weather  tight  enclosure. 

GC  40.  WORK  AREA 

40.1  All  Construction  Manager’s  work  areas  on  the  jobsite  will  be  assigned  by  mutual 
agreement  of  Contractor  and  Developer.  Construction  Manager  shall  confine  its  office, 
shops,  storage,  assembly  and  equipment  and  vehicle  parking  to  the  areas  so  assigned. 
Before  commencing  work,  the  Construction  Manager  shall  provide  a  temporary  office  on 
the  site  of  the  work,  which  shall  have  a  telephone  where  a  representative  of  the 
Construction  Manager  may  be  reached  at  all  times  during  normal  working  hours.  Should 
Construction  Manager  find  it  necessary  or  advantageous  to  use  any  additional  land  outside 
the  Project  site  for  any  purpose  whatever,  Construction  Manager  shall,  provide  and  make 
its  own  arrangements  for  the  use  of  such  additional  land. 

GC  4 1 .  PLANT.  EQUIPMENT  AND  FACILITIES 

41.1  Construction  Manager  shall  provide  and  use  on  any  work  only  such  construction 
plant  and  equipment  as  are  capable  of  producing  the  quality  and  quantity  of  work  and 
materials  required  by  the  Contract  and  within  the  time  or  times  specified  in  the  Contract. 
Before  proceeding  with  any  Contract  work  or  with  erection  of  any  facilities,  including  but 
not  limited  to  temporary  structures,  machinery,  equipment,  offices  and  warehouses, 
Construction  Manager  shall  furnish  Developer  such  information  and  drawings  relative  to 
such  equipment,  plant  facilities  as  Developer  may  request. 


41.2  Upon  written  order  of  Developer,  Construction  Manager  shall  discontinue 
operation  of  unsatisfactory  plant  and  equipment  or  facilities  and  shall  either  modify  or 
remove  the  unsatisfactory  items  from  the  site.  Construction  Manager  shall  not  remove 
construction  plant  or  equipment  from  the  site  before  the  work  is  finally  accepted  without 
Developer’s  written  approval.  Such  approval  shall  not  be  unreasonably  withheld. 
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GC  42.  CONSTRUCTION  MANAGER-FURNISHED  MATERIALS.  EQUIPMENT 
AND  WORKMANSHIP 


42.1  Only  new,  unused  items  of  recent  manufacture,  of  designated  quality,  but  in  no 
event  less  than  the  standard  quality  for  the  improvements,  free  from  defects,  will  be 
accepted.  Rejected  items  shall  be  removed  immediately  from  the  work  and  replaced  with 
items  of  specified  quality.  Failure  by  Developer  to  order  removal  of  rejected  materials  and 
equipment  shall  not  relieve  Construction  Manager  from  responsibility  for  quality  of  the 
materials  supplied  nor  from  any  other  obligation  under  the  Contract  Documents. 

42.2  Construction  Manager  shall  continuously  check  architectural  and  structural 
clearances  for  accessibility  of  equipment  and  mechanical  and  electrical  systems.  No 
allowance  of  any  kind  will  be  made  for  Construction  Manager’s  negligence  to  foresee 
means  of  installing  equipment  into  position  inside  structures. 

42.3  No  work  defective  in  construction  or  quality,  or  deficient  in  meeting  any 
requirement  of  the  contract  drawings  and  specifications  will  be  acceptable  regardless  of 
Developer’s  failure  to  discover  or  to  point  out  defects  or  deficiencies  during  construction; 
nor  will  the  presence  of  field  representatives  at  the  work  or  the  satisfaction  of  the  Work 
meeting  applicable  code  requirements  relieve  Construction  Manager  from  responsibility 
for  the  quality  and  securing  progress  of  work  as  required  by  the  Contract  Documents.  The 
Developer  shall  notify  the  Construction  Manager  of  defective  or  unacceptable  work  if  the 
Developer  discovers  such.  Defective  work  revealed  within  the  time  required  by  warranties 
(whether  expressed  or  implied)  shall  be  remedied  in  accordance  with  the  GENERAL 
CONDITIONS  Section  entitled,  WARRANTY.  No  payment,  whether  partial  or  final, 
shall  be  construed  as  an  acceptance  of  defective  work  or  improper  materials. 

42.4  Construction  Manager  shall  waive  “common  practice”  and  “common  usage”  as 
construction  criteria  wherever  details  and  specifications  or  governing  codes  and  ordinances 
require  greater  quantity  or  betteriquality  than  common  practices  and  common  usage  would 
require.  Construction  Manager  shall  order  and  schedule  delivery  of  materials  in  reasonable 
time  to  avoid  delays  in  construction.  Subject  to  the  other  terms  of  the  Contract  Documents, 
no  delays  in  delivery  of  equipment  or  material  purchased  by  the  Construction  Manager  or 
its  subcontractors  may  be  considered  as  a  cause  for  an  adjustment  of  the  Contract  Time. 
The  Construction  Manager  shall  be  fully  responsible  for  the  timely  ordering,  scheduling, 
expediting,  delivery,  and  installation  of  all  equipment  and  materials.  If  an  item  is  found  to 
be  unavailable,  Construction  Manager  shall  notify  Developer  immediately  and  Developer 
shall  direct  Architect  to  select  an  alternate  item  suitable  for  the  project. 

42.5  Developer  will  exercise  sole  authority  for  determining  conformance  of 
workmanship,  materials,  equipment  and  systems  with  the  requirements  of  the  Contract. 
Review  and  approval  of  all  items  proposed  by  Construction  Manager  for  incorporation  into 
the  work  will  be  by  Developer.  This  function  by  Developer  will  apply  both  to  approvals 
for  the  Contract  as  initially  signed,  and  to  approvals  for  changes  to  Contract  by 
modifications  during  progress  of  the  work.  Reference  to  manufacturers’  names,  brands  and 
models  is  to  establish  the  type  and  quality  desired.  Substitutions  may  be  permitted  unless 
specifically  noted  otherwise  and  in  accordance  with  GC  43  below. 
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42.6  When  materials,  equipment,  or  systems  are  specified  by  performance  only,  without 
reference  to  specific  manufacturer’s  brands  or  models.  Construction  Manager  shall  submit 
its  own  choice  for  Developer’s  review  and  approval,  supported  by  sufficient  evidence  of 
conformity  with  the  Contract  Documents. 

GC  43.  SUBSTITUTIONS 

43.1  Prior  to  proposing  any  substitute  item.  Construction  Manager  shall  notify 
Developer  and  satisfy  itself  and  Developer  that  the  item  proposed  is,  in  fact,  equal  or  better 
to  that  specified,  that  such  item  will  fit  into  the  space  allocated,  that  such  item  affords 
comparable  ease  of  operation,  maintenance  and  service,  that  the  appearance,  longevity  and 
suitability  for  the  climate  are  comparable,  and  that  by  reason  of  cost  savings,  reduced 
construction  time,  or  similar  demonstrable  benefit,  the  substitution  of  such  wbm  will  be  in 
Developer’s  interest,  and  will  in  no  way  impact  detrimentally  upon  the  project  completion 
date  and  schedule. 

43 .2  The  burden  of  proof  of  equality  of  a  proposed  substitution  for  a  specified  item  shall 
be  upon  Construction  Manager.  Construction  Manager  shall  support  its  request  with 
sufficient  test  data  and  other  means  to  permit  Developer  to  make  a  fair  and  equitable 
decision  on  the  merits  of  the  proposal.  Construction  Manager  shall  submit  drawings, 
samples,  data  and  certificates  and  additional  information  as  may  be  required  by  the 
Developer  for  Construction  Manager  proposed  substitute  items  as  required  by  GC  46 
Construction  Manager  FURNISHED  DRAWINGS,  DATA  &  SAMPLES. 

43.3  Any  item  by  a  manufacturer  othdr  than  those  specified  or  of  brand  name  or  model 
number  or  of  generic  species  other  than  those  specified  will  be  considered  a  substitution. 
Developer  will  be  the  sole  judge  of  whether  or  not  the  substitution  is  equal  in  quality, 
utility  and  economy  to  that  specified.  Construction  Manager  shall  allow  an  additional  1 5 
days  for  Developer’s  review  of  substitution.  Except  for  substitutions  resulting  from  a 
specified  item  not  being  commercially  available,  all  requests  for  substitutions  with 
submittal  data  must  be  made  at  least  fifty  (50)  days  prior  to  the  time  Construction  Manager 
must  order,  purchase  or  release  for  manufacture  or  fabrication.  Materials  and  methods 
proposed  as  substitutions  for  specified  items  shall  be  supported  by  certification  of  their 
approval  for  use  by  all  governmental  agencies  having  jurisdiction  over  use  of  specific 
material  or  method.  Substitutions  may  not  be  permitted  in  those  instances  where  the 
products  are  designed  to  match  artistic  design,  specific  function  or  economy  of 
maintenance.  Approval  of  a  substitution  shall  not  relieve  Construction  Manager  from 
responsibility  for  compliance  with  all  requirements  of  the  Contract.  Construction  Manager 
shall  coordinate  the  change  with  all  trades  and  bear  the  expense  for  any  changes  in  other 
parts  of  the  work  caused  by  any  substitutions. 

43.4  If  Developer  rejects  Construction  Manager’s  substitute  item  on  the  first  submittal, 
Construction  Manager  may  make  only  one  additional  request  for  substitution  in  the  same 
category.  On  the  second  request,  and  all  future  requests,  the  Construction  Manager  shall  be 
invoiced  the  expenses  (including  Developer,  and  Design  Professionals  cost  and  overhead) 
involved  in  reviewing  submittal  data.  The  terms  herein  shall  not  apply  to  substitutions  that 
result  from  a  specified  item  not  being  commercially  available. 
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GC  44.  EXPEDITING 


44.1  The  equipment  and  material  furnished  under  this  Contract  may  be  subject  to 
expediting  by  Developer.  Developer  shall  be  allowed  reasonable  access  to  the  shops, 
factories,  and  other  places  of  business  of  the  Construction  Manager  and  its  subcontractors 
and  suppliers,  for  expediting  purposes.  As  required  by  Developer,  Construction  Manager 
shall  supply  schedules  and  progress  reports  for  Developer’s  use  in  expediting  and 
Construction  Manager  shall  cooperate  with  Developer  and  require  its  subcontractors  and 
suppliers  to  cooperate  with  Developer  in  such  expediting.  Any  expediting  performed  by 
Developer  shall  not  relieve  Construction  Manager  of  its  sole  and  primary  responsibility  for 
timeliness  of  delivery  of  the  equipment  and  material  to  be  furnished  under  this  Contract. 


GC  45. FIELD  LAYOUT  OF  WORK 


„„ 


Q 


45.1  All  Work  under  this  Contract  shall  be  constructed  in  accordance  with  the  lines  and 
grades  shown  on  the  Contract  Drawings  or  as  approved  by  the  Developer  in  writing. 
Elevation  of  existing  ground,  structures  and  appurtenances  are  believed  to  be  reasonably 
correct  but  are  not  guaranteed  to  be  absolute  and  therefore  are  presented  only  as  an 
approximation. 

45.2  All  survey  work  for  construction  control  purposes  shall  be  made  by  a  land  surveyor 
registered  in  the  State  of  Florida  with  demonstrated  experience  in  the  project  area  who 
shall  be  retained  by  the  Construction  Manager.  The  Construction  Manager  shall  establish 
all  base  lines  for  the  location  of  the  principal  component  parts  of  the  Work  together  with 
permanent  bench  marks  and  temporary  bench  marks  adjacent  to  the  Work.  Based  upon  the 
information  provided  by  the  Contract  Drawings,  the  Construction  Manager  shall  develop 
and  make  all  detail  surveys  necessary  for  construction  including  establishment  or 
construction  of  grid  coordinates  as  shown  on  the  Contract  Drawings,  location  of  property 
boundaries,  stakes  for  all  working  points,  lines  and  elevations.  Construction  Manager  shall 
furnish  survey  sketch  and  legal  necessary  for  utility  easements. 


45.3  The  Construction  Manager  shall  have  the  responsibility  to  carefully  preserve  all 
bench  marks,  reference  points  and  stakes.  In  case  of  destruction  thereof  by  the 
Construction  Manager  resulting  from  his  negligence,  or  for  any  other  reason,  he  shall  be 
held  liable  for  any  expense  and  damage  resulting  there  from  and  shall  be  responsible  for 
any  mistakes  that  may  be  caused  by  the  unnecessary  loss  or  disturbance  of  such  bench 
marks,  reference  points  and  stakes.  Existing  or  new  control  points,  property  markers,  and 
monuments  that  will  be  established  or  are  destroyed  during  the  normal  course  of 
construction  shall  be  re-established  by  the  Construction  Manager,  and  all  reference  ties 
recorded  therefore  shall  be  furnished  to  the  Developer.  All  computations  necessary  to 
establish  the  exact  position  of  the  Work  shall  be  made  and  preserved  by  the  Construction 
Manager. 


GC  46.  DRAWINGS,  DATA  AND  SAMPLES 


46. 1  Review  and  permission  to  proceed  by  Developer  as  stated  in  this  Contract  does  not 
constitute  acceptance  or  approval  of  design  details,  calculations,  analyses,  test  methods, 
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certificates  or  materials  developed  or  selected  by  the  Construction  Manager  and  does  not 
relieve  Construction  Manager  from  full  compliance  with  contractual  obligations. 
Drawings,  samples,  catalogues,  data  and  certificates  required  to  be  submitted  to  the 
Developer  for  review,  shall  be  submitted  attached  to  forms  provided  by  Developer. 

46.2  Transmittals  from  the  Construction  Manager  to  the  Developer  shall  be  numbered 
sequentially  and  the  submittal  number  shall  be  referenced.  Submittal  drawings  (shop, 
erection  or  setting  diagrams)  and  schedules,  required  for  work  of  various  trades,  shall  be 
checked  before  submission  by  technically  qualified  employees  of  Construction  Manager 
for  accuracy,  completeness  and  compliance  with  contract  requirements.  These  drawings 
and  schedules  shall  be  stamped  and  signed  by  Construction  Manager  certifying  to  such 
check.  The  certification  stamp  shall  read  as  follows: 


ymg  u 


“I  certify  that  I  have  checked  this  submittal  for  accuracy,  completeness  and  compliance 
with  contract  requirements,  and  it  has  been  coordinated  with  all  other  submittals  and 
Contract  Documents.” 


SIGN: 


DATE: 


“XYZ  Construction  Company” 

46.3  Drawings 

46.3.1  Where  drawings  are  required  for  (a)  fabrication  of  Construction  Manager 
furnished  equipment;  (b)  installing  Construction  Manager  furnished  material  or 
equipment;  or  (c)  planning  and  performance  of  the  work  under  Contract;  such  drawings 
shall  be  originally  generated  and  submitted  by  and  the  Construction  Manager  before 
fabrication,  installation  or  performance  is  commenced.  Each  submittal  shall  be  made  not 
less  than  ten  (10)  calendar  days  prior  to  the  time  that  the  drawings  are  required  in 
accordance  with  the  schedule.  Allow  at  least  fourteen  (14)  calendar  days  (or  less  if 
mutually  agreed  upon)  for  review  by  Developer.  Such  drawings  shall  include,  but  not  be 
limited  to,  match  marks,  erection  diagrams  and  other  details,  such  as  field  connections  for 
proper  installation,  erection  of  the  equipment,  and  performance  of  the  work.  Construction 
Manager  shall  prepare  and  submit  for  approval  a  detailed  submittal  schedule  outlining  the 
required  submittals  for  the  Project,  the  submittal  dates  due  and  review  durations  by  the 
Developer  and  Architect.  This  schedule  shall  be  incorporated  into  the  Project  Construction 
Schedule  and  updated  regularly  with  the  Project  Construction  Schedule  updates 

46.3.2  For  drawings  greater  in  size  than  11”  x  17”,  one  reproducible  and  four 
copies  shall  be  submitted  to  the  Developer  by  and  the  Construction  Manager.  The 
Developer  will  be  the  sole  judge  of  the  adequacy  of  the  quality  of  the  reproducible  and 
prints  and  may  reject  reproducibles  and/or  prints  on  the  basis  of  quality  alone.  Such 
drawings  will  not  be  folded,  but  will  be  transmitted  in  mailer  rolls  manufactured  expressly 
for  that  purpose.  The  reproducible  with  the  Developer’s  review  comments  will  be  returned 
to  the  Construction  Manager.  A  reproducible  copy  of  drawings  equal  to  or  less  than  1 1”  x 
17”  is  not  necessary,  but  five  copies  of  the  unfolded  drawings  must  be  transmitted  to  the 
Developer. 


101926657.2 


General  Conditions  -  Page  35  of  69 


46.3.3  If  drawings  show  variations  from  the  contract  requirements,  the 
Construction  Manager  shall  describe  such  variations  in  writing,  separate  from  the 
drawings,  at  the  time  of  submission.  If  the  Developer  approves  any  such  variation(s),  it 
will  issue  an  appropriate  contract  modification,  except  that,  if  the  variation  is  minor  and 
does  not  involve  a  change  in  price  or  in  time  of  performance,  a  modification  need  not  be 
issued. 


46.3.4  Drawings  of  a  specific  piece  of  equipment  shall  identify  components  with 
the  manufacturer’s  part  number  or  reference  drawing  clearly  indicated.  If  reference 
drawing  numbers  are  used,  the  review  date  of  such  drawings  shall  be  included.  Drawings 
shall  indicate  design  dimensions,  maximum  and  minimum  allowable  operating  tolerances 
on  all  major  wear  fits,  i.e.  -  rotating,  reciprocating  or  intermittent  sliding  fits  between  shafts 
or  stems  and  seals,  guides  and  pivot  pins.  The  sequence  of  submission  of  all  drawings  shall 
be  such  that  all  information  is  available  for  reviewing  each  drawing  when  it  is  received. 

46.3.5  All  drawings  submitted  by  the  Construction  Manager  shall  be  certified  and 
dated  by  the  Construction  Manager  on  the  face  of  each  drawing  to  be  correct,  accurate  and 
shall  be  furnished  in  accordance  with  requirements  of  the  specifications.  Developer  will 
conduct  a  review  of  Construction  Manager’s  drawings  and  a  drawing  marked  with  one  of 
the  following  review  comments  will  be  returned  to  the  Construction  Manager. 

1 .  No  exceptions  taken. 

2.  Make  corrections  noted.  No  resubmittal. 

3.  Make  corrections  noted.  Resubmit. 

4.  Rejected. 

5 .  Not  required  for  review. 

46.3.6  The  Construction  Manager  must  incorporate  the  changes  indicated, 
resubmit  and  obtain  a  Code  1  or  2  notation  before  release  for  shipment  can  be  granted. 

46.4  Samples 

46.4.1  Samples  are  physical  examples  which  illustrate  materials,  equipment  or 
workmanship  and  establish  standards  by  which  the  work  will  be  judged.  Samples  of  all 
items  of  related  systems  (i.e.  adjacent  surfaces  requiring  similar  colors  but  manufactured  of 
different  materials)  must  be  submitted  in  the  same  time  frame  before  the  approval  process 
can  begin. 

46.4.2  Where  samples  are  required,  they  shall  be  submitted  by  and  at  the  expense 
of  the  Construction  Manager.  Such  submittal  shall  be  made  not  less  than  ten  (10)  calendar 
days  prior  to  the  time  that  the  materials  represented  by  such  samples  need  to  be  ordered  for 
incorporation  into  any  work  in  accordance  with  the  schedule.  Allow  at  least  14  calendar 
days  for  Developer’s  review.  Materials  represented  by  such  samples  shall  not  be 
manufactured,  delivered  to  the  site  or  incorporated  into  any  work  without  such  review. 
Each  sample  shall  bear  a  label  showing  the  Construction  Manager’s  name,  date  submitted, 
project  name,  name  of  the  item,  manufacturer’s  name,  brand  name,  model  number. 
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supplier’s  name,  and  reference  to  the  appropriate  drawing,  technical  specification  section 
and  paragraph  number,  all  as  applicable. 

46.4.3  Samples  which  have  been  reviewed  may,  at  Developer’ s  option,  be  returned 
to  the  Construction  Manager  for  incorporation  into  the  work. 

46.5  Catalogues,  Data  and  Certificates 

46.5.1  Where  catalogues,  data  or  certificates  are  required,  five  (5)  copies  of  each 
shall  be  submitted  by  and  at  the  expense  of  the  Construction  Manager.  Such  submittal 
shall  be  made  not  less  than  twenty  (20)  calendar  days  prior  to  the  time  that  the  materials 
represented  by  such  must  be  ordered  for  incorporation  into  the  Work  in  accordance  with 
the  CPM  schedule.  Allow  at  least  fourteen  (14)  calendar  days  (or  less  if  mutually  agreed 
upon)  for  Developer’s  review.  Material  represented  by  such  shall  not  be  fabricated, 
delivered  to  the  site  or  incorporated  into  any  work  without  such  review. 

46.5.2  Certificates  shall  clearly  identify  the  material  being  certified  and  shall 

include  but  not  be  limited  to  providing  the  following  information:  Construction 

Manager’s  name,  project  name,  name  of  the  item,  manufacturer’s  name,  and  reference  to 
the  appropriate  drawing,  technical  specification  section  and  paragraph  number  all  as 
applicable.  All  catalogues,  data  and  certificates  submitted  by  the  Construction  Manager 
shall  be  certified  and  dated  by  the  Construction  Manager  on  the  face  of  each  catalogue, 
data  and  certificate  to  be  correct  and  shall  be  famished  in  accordance  with  these 
requirements  and  the  requirements  of  the  Technical  Specification,  on  forms  provided  by 
the  Developer.  Developer  will  conduct  a  review  of  Construction  Manager’s  catalogues, 
data,  and  certificates  and  one  copy  marked  with  the  review  comments  listed  in  paragraph 
A,  above,  will  be  returned  to  the  Constmction  Manager. 

GC  47.  CONSTRUCTION  SCHEDULE 

47. 1  As  part  of  the  Guaranteed  Maximum  Price  Amendment,  the  Construction  Manager 
shall  prepare  and  submit  a  Project  Construction  Schedule  in  graphically  depicting  the 
activities  contemplated  to  occur  as  a  necessary  incident  to  performance  of  the  Work, 
showing  the  sequence  in  which  the  Construction  Manager  proposes  for  each  such  activity 
to  occur  and  duration  (dates  of  commencement  and  completion,  respectively)  of  each  such 
activity. 

47.1.1  The  Project  Construction  Schedule  shall  be  complete  in  all  respects, 
covering,  in  addition  to  activities  and  interfaces  with  other  Construction  Managers  at  the 
site  of  work,  offsite  activities  such  as  design,  fabrication,  an  allowance  for  weather  delays, 
submittals,  procurement  and  jobsite  delivery  of  Construction  Manager  furnished  material 
and  equipment.  The  Project  Construction  Schedule  shall  be  a  Critical  Path  Method  (CPM) 
type  network  drawn  to  scale  using  arrow  or  precedence  type  diagramming.  The  Project 
Construction  Schedule  activities  shall  mirror  the  payment  application  breakdown. 

47.1.2  The  Project  Construction  Schedule  shall  include  the  following: 

1 .  Brief  description  of  each  activity. 
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All  submittals,  samples,  approvals,  fabrication,  and  deliveries  for 
equipment  and  materials.  Allow  no  more  than  60  days  float  between 
submittal  approval  and  beginning  of  fabrication. 

Activities  showing  scheduled  start  and  finish,  late  start  and  finish,  and  float. 
Relations  between  activities. 

Duration  of  activities.  No  activity  should  be  scheduled  for  more  than  20 
workdays. 

Contractual  and  other  major  milestones  including  phasing. 

Schedule  activities  to  include  labor  and  material. 

Developer  activities  or  activities  by  others  which  will  affect  the  w< 
schedule 

An  allowance  for  delays  due  to  normal  weather. 


ork 


47.1.3  Upon  acceptance  of  the  original  Project  Construction  Schedule,  the  Early 
Start  and  Early  Finish  dates  for  all  activities  shall  be  fixed  as  Planned  Start  and  Planned 
Finish  dates.  Any  further  revisions  to  the  schedule  must  be  submitted  in  writing  and 
approved  by  the  Developer. 


47.1.4  The  detailed  Project  Construction  schedule^ubmittal  shall  include  five  (5) 
color  copies  of  the  following: 


Time  Scaled  Network  Diagram. 

Bar  Chart  in  the  following  formats: 

a.  Sorted  by  activity 


b.  Sorted  by  total  float 

c.  Sorted  by  early  start 
Precedence  and  Successor  report 
Narrative  report. 

Computer  diskette.  (One  copy) 

Submittals  shall  be  organized  under  Standard  CSI  format. 


47.1.5  The  detailed  Project  Construction  Schedule  shall  be  updated  monthly  and 
submitted  along  with  an  updated  computer  diskette  with  the  Application  for  Payment. 
Construction  Manager  shall  meet  with  the  Developer  and  Architect  to  review  and  verify: 

1 .  Actual  start  and  finish  dates  for  completed  activities. 

2.  Remaining  duration  required  to  complete  each  activity  started,  scheduled  to 
start,  but  not  completed. 

3.  Logic  and  time,  for  change  orders  that  are  to  be  incorporated  into  the 
diagram  and  computer  produced  schedules. 

4.  Percentage  for  completed  and  partially  completed  activities. 


47.2  Following  development  and  submittal  of  the  Project  Construction  Schedule  as 
aforesaid,  the  Construction  Manager  shall,  at  the  end  of  each  calendar  month  occurring 
thereafter  during  the  period  of  time  required  to  finally  complete  the  Project,  or  at  such 
earlier  intervals  as  circumstances  may  require,  update  and/or  revise  the  Project 
Construction  Schedule  to  show  the  actual  progress  of  the  Work  performed  and  the 
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occurrence  of  all  events  which  have  affected  the  progress  of  performance  of  the  Work 
already  performed  or  will  affect  the  progress  of  the  performance  of  the  Work  yet  to  be 
performed  in  contrast  with  the  planned  progress  of  performance  of  such  Work,  as  depicted 
on  the  original  Project  Construction  Schedule  and  all  updates  and/or  revisions  thereto  as 
reflected  in  the  updated  and/or  revised  Project  Construction  Schedule  last  submitted  prior 
to  submittal  of  each  such  monthly  update  and  revision. 

47.3  The  Construction  Manager  shall  prepare  and  incorporate  into  the  Project 
Construction  Schedule  data  base,  at  the  required  intervals,  the  following  schedules: 

1 .  Pre-Bid  Schedules  (Subnetworks  -  The  Construction  Manager  shall  prepare 
a  construction  schedule  for  Work  encompassed  in  each  bid  package.  The  schedule  shall  be 
sufficiently  detailed  as  to  be  suitable  for  inclusion  in  the  bid  package  as  a  framework  for 
contract  completion  by  the  successful  bidder.  It  shall  show  the  interrelationships  between 
the  work  of  the  successful  bidder  and  that  of  other  subcontractors,  and  shall  establish 
milestones  eyed  to  the  overall  Project  Construction  Schedule. 

2.  Subcontractor  Construction  (Subnetworks)  -  Upon  the  award  of  each 
subcontract,  the  Construction  Manager  shall  jointly  with  the^subcontractor,  develop  a 
schedule  which  is  more  detailed  than  the  pre-bid  schedule  included  in  the  specifications, 
taking  into  account  the  Work  schedule  of  the  other  subcontractors.  This  schedule  shall 
include  as  many  activities  as  necessary  to  make  the  schedule  an  effective  tool  for 
construction  planning  and  for  monitoring  the  performance  of  the  subcontractor.  The 
construction  schedule  shall  also  show  pertinent  activities  for  material  purchase  orders, 
manpower  supply,  shop  drawing  schedules  and  material  delivery  schedules. 

'SSL 

3.  Occupancy  Schedule  -  The  Construction  Manager  shall  jointly  develop 
with  the  Architect,  Program  Manager  and  Developer  a  detailed  plan,  inclusive  of  punch 
lists,  final  inspections,  maintenance  training  and  turn-over  procedures,  to  be  used  for 
ensuring  accomplishment  of  af.  smooth  and  phased  transition  from  construction  to 
Developer  occupancy.  The  Occupancy  Schedule  shall  be  produced  and  updated  monthly 
from  its  inception  through  final  Developer  occupancy. 

47.4  The  Construction  Manager  shall  submit  a  written  narrative  report  as  a  part  of  his 
monthly  review  and  update  in  a  form  agreed  upon  by  the  Construction  Manager  and  the 
Developer.  The  narrative  report  shall  include  a  description  of  problem  areas;  current  and 
anticipated  delaying  factors  and  their  estimated  impact  on  performance  of  other  activities 
and  completion  dates;  and  an  explanation  of  corrective  action  taken  or  proposed. 

47.5  The  Construction  Manager  shall  have  in  its  employ  for  the  length  of  the  Project,  at 
least  one  qualified  scheduling  specialist  whose  responsibility  as  to  this  Contract  will  be  to 
prepare,  plan  and  draft  the  required  schedules,  monitor  the  construction  progress,  analyze 
scheduling  problems  for  resolution,  update  the  Project  Construction  Schedule  as  required 
in  the  Contract,  and  maintain  updated  information  as  required  regarding  the  interface  with 
other  contracts. 
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47.6  The  Construction  Manager  agrees  that  whenever  it  becomes  apparent  from  the 
current  progress  review  meeting  or  the  computer  produced  calendar  dated  schedule  that  the 
Contract  completion  date  will  not  be  met  for  reasons  related  to  the  failure  of  Construction 
Manager  to  fulfill  its  contractual  obligations,  the  Construction  Manager  shall  execute 
some  or  all  of  the  following  remedial  actions  with  no  increase  to  the  Guaranteed  Maximum 
Price  or  extension  time  under  the  Project  Construction  Schedule: 

1.  Increase  construction  manpower  in  such  quantities  and  crafts  as  necessary 
to  eliminate  the  backlog  of  work. 

2.  Increase  the  number  of  working  hours  per  shift,  shifts  per  working  day, 
working  days  per  week,  the  amount  of  construction  equipment,  or  any 
combination  of  the  foregoing  to  eliminate  the  backlog  of  work. 

3.  Reschedule  the  Work  in  conformance  with  the  specification  requirements. 

47.7  Prior  to  proceeding  with  any  of  the  above  actions,  the  Construction  Manager  shall 
notify  the  Developer  of  the  proposed  schedule  changes.  Such  actions  shall  be  incorporated 
by  the  Construction  Manager  into  the  diagram  before  the  next  update,  at  no  additional  cost. 

GC  48.  RESPONSIBILITY  FOR  WORK  SECURITY 

48. 1  Construction  Manager  shall  at  all  times  conduct  all  operations  under  the  Contract  in 
a  manner  to  avoid  the  risk  of  loss,  theft  or  damage  by  vandalism,  sabotage  or  other  means 
to  any  property.  Construction  Manager  shall  promptly  take  all  reasonable  precautions 
which  are  necessary  and  adequate  against  anytonditions  which  involve  a  risk  of  loss,  theft 
or  damage  to  its  property,  at  a  minimum.  Construction  Manager  shall  regularly  inspect  all 
its  work,  materials,  equipment  and  facilities  to  discover  and  determine  any  such  conditions 
and  shall  be  solely  responsible  for  discovery,  determination  and  correction  of  any  such 
condition. 

48.2  Construction  Manager  shall  prepare  and  maintain  accurate  reports  of  incidents  of 
loss,  theft  or  vandalism  and  shall  furnish  these  reports  to  Developer  within  three  business 
days  of  each  incident. 

GC  49.  PROTECTION  OF  WORK  IN  PROGRESS,  MATERIALS  AND  EQUIPMENT 

49. 1  Construction  Manager  shall  be  responsible  for  and  shall  bear  any  and  all  risk  of  loss 
or  damage  to  work  in  progress,  all  materials  delivered  to  the  site,  and  all  materials  and 
equipment  involved  in  the  work  until  substantial  completion  has  been  achieved  for  the 
work  under  this  Contract.  Excluded  from  Construction  Manager’s  responsibility  is  any 
loss  or  damage  which  results  from  the  sole  active  negligence  of  the  Developer  or  its 
representatives. 

49.2  Permanent  openings  or  thoroughfares  for  the  introduction  of  work  and  materials  to 
the  structure  and  construction  site  shall  be  protected  so  that  upon  completion,  the  entire 
work  will  be  delivered  to  the  Developer  in  proper,  whole  and  unblemished  condition. 
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GC  50.  PROTECTION  OF  EXISTING  PROPERTY 


50.1  Construction  Manager  shall  so  conduct  its  operations  as  not  to  damage,  close,  or 
obstruct  any  utility  installation,  highway,  road  or  other  property  until  permits  therefore 
have  been  obtained.  If  facilities  are  closed,  obstructed,  damaged  or  rendered  unsafe  by 
Construction  Manager’s  operations,  Construction  Manager  shall  make  such  repairs  and 
provide  temporary  guards,  lights  and  other  signals  as  necessary  or  required  for  safety  and 
as  will  be  acceptable  to  Developer  and/or  its  Insurance  Representative. 

50.2  Construction  Manager  shall  conduct  its  operation  so  as  not  to  damage  any  existing 
buildings  or  structures.  The  Construction  Manager  shall  verify  that  means  and  methods  of 
construction  used  inside,  adjacent  to,  under  or  over  existing  buildings  will  not  cause 
damage.  The  Construction  Manager  shall  provide  protection  methods  which  are  acceptable 
to  the  Developer  and/or  its  Insurance  Representatives. 

50.3  Unless  otherwise  specifically  provided  in  the  Contract,  Construction  Manager  shall 
not  do  any  work  that  would  disrupt  or  otherwise  interfere  with  the  operation  of  any 
pipeline,  telephone,  electric,  radio,  gas,  transmission  line,  ditch  or  other  structure,  nor  enter 
upon  lands  in  their  natural  state  until  approved  by  Developer.  Thereafter,  and  before  it 
begins  such  work,  Construction  Manager  shall  give  due  notice  to  Developer  of  its  intention 
to  start  such  work.  Subject  to  the  terms  of  Section  32. 1 ,  Construction  Manager  shall  not  be 
entitled  to  any  extension  of  time  or  any  extra  compensation  on  account  of  any 
postponement,  interference  or  delay  caused  by  any  such  line,  ditch  or  structure  on  or 
adjacent  to  the  site  of  work. 

50.4  Construction  Manager  shall  preserve  and  protect  all  cultivated  and  planted  areas 
and  vegetation  such  as  trees,  plants,  shrubs  and  grass  on  or  adjacent  to  the  premises,  which, 
as  determined  by  Developers  do  not  reasonably  interfere  with  the  performance  of  this 
Contract. 

50.5  Construction  Manager  shall  be  responsible  for  damage  to  any  such  areas  and 
vegetation  and  for  unauthorized  cutting  of  trees  and  vegetation,  including,  without 
limitation,  damage  arising  from  the  performance  of  its  work  through  operation  of 
equipment  or  stockpiling  of  materials.  All  cost  in  connection  with  any  repairs  or 
restoration  'hecessary  or  required  by  reason  of  any  such  damage  or  unauthorized  cutting 
shall  be  performed  by  Construction  Manager  without  adjustment  to  the  Guaranteed 
Maximum  Price  or  extension  of  time  under  the  Project  Construction  Schedule. 

GC  51. LABOR 

51.1  Construction  Manager  shall  employ  only  competent  and  skilled  personnel  to 
perform  the  work.  Construction  Manager  shall,  if  requested  to  do  so  by  Developer,  remove 
from  the  jobsite  any  personnel  of  Construction  Manager  whom  Developer  determines  unfit 
or  acting  or  working  in  violation  of  any  provision  of  this  contract. 

51.2  Work  assignments  and  the  settlement  of  jurisdictional  disputes  shall  conform  with 
either  the  Rules,  Regulations  and  Procedures  of  the  Plan  for  Settlement  of  Jurisdictional 
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Disputes  in  the  Construction  Industry,  and  any  successor  agreement  thereto,  or  any  other 
mutually  established  method  of  determining  work  assignments  and  settling  jurisdictional 
disputes. 

51.3  Construction  Manager  shall  comply  with  and  shall  cooperate  with  Developer  in 
enforcing  jobsite  conditions  and  job  work  rules  which  directly  affect  the  performance  of 
the  work  including  but  not  limited  to  starting  and  quitting  time,  smoking  regulations, 
check-in  and  check-out  procedures,  job  site  safety  regulations  and  security  regulations, 
emergency  plans  and  procedures,  and  daily  clean-up. 

51 .4  The  Construction  Manager  and  subcontractors  shall  be  bound  by  and  comply  with 
all  Federal,  State  and  local  laws  with  regard  to  minimum  wages,  overtime  work,  hiring,  and 
discrimination.  All  work  necessary  to  be  performed  after  regular  working  hours,  on 
Sundays  or  legal  holidays,  shall  be  performed  without  additional  expense  to  the  Developer. 
The  Construction  Manager  shall  comply  with  the  Copeland  Anti-Kick  Back  Act  (19  U.S.C. 
874)  as  supplemented  in  the  Department  of  Labor  Regulations  (29  CFR  Part  3).  This  act 
provides  that  each  Construction  Manager  or  subcontractor  shall  be  prohibited  from 
inducing  by  any  means,  any  person  employed  in  the  construction,  completion  or  repair  of 
public  work,  to  give  up  any  part  of  the  compensation  to  which  he  is  otherwise  entitled. 

51.5  Construction  Manager  shall  submit  “Contractor’s  Daily  Report”  (Appendix  A)  for 
each  day  work  is  accomplished.  Reports  shall  be  submitted  daily  to  Developer. 

GC  52.  EQUAL  EMPLOYMENT  OPPORTUNITY 

52.1  During  the  performance  of  this  Contract,  the  Construction  Manager  agrees  as 
follows: 

A.  The  Construction  Manager  will  not  discriminate  against  any  employee  or  applicant 
for  employment  because  of  race^  color,  religion,  disability,  sex,  age,  national  origin, 
ancestry,  marital  status,  sexual  orientation,  gender  identity  or  expression,  familial  status,  or 
genetic  information.  The  Construction  Manager  will  take  affirmative  action  to  ensure  that 
applicants  and  employees  are  treated  during  employment  without  regard  to  their  race, 
color,  religion,  disability,  sex,  age,  national  origin,  ancestry,  marital  status,  sexual 
orientation,  gender  identity  or  expression,  familial  status,  or  genetic  information.  Such 
action  shall  include,  but  not  be  limited  to  the  following:  Employment,  upgrading, 
demotion,  or  transfer;  recruitment  or  recruitment  advertising;  layoff  or  termination;  rates  of 
pay  or  other  forms  of  compensation;  and  selection  for  training,  including  apprenticeship. 
The  Construction  Manager  agrees  to  post  in  conspicuous  places,  available  to  employees 
and  applicants  for  employment,  notices  to  be  provided  by  the  Developer  setting  forth 
provisions  of  this  nondiscrimination  clause. 

B.  The  Construction  Manager  will,  in  all  solicitations  or  advertisements  for  employees 
placed  for,  by,  or  on  behalf  of  the  Construction  Manager,  state  that  all  qualified  applicants 
will  receive  consideration  for  employment  without  regard  to  race,  color,  religion, 
disability,  sex,  age,  national  origin,  ancestry,  marital  status,  sexual  orientation,  gender 
identity  or  expression,  familial  status,  or  genetic  information. 
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C.  The  Construction  Manager  will  send  to  each  labor  union  or  representatives  of 
workers  with  which  he  has  a  collective  bargaining  agreement  or  other  contract  or 
understanding,  a  notice  to  be  provided  by  the  Developer,  advising  the  labor  union  or 
workers’  representative  of  the  Construction  Manager’s  commitments  under  Section  202  of 
Executive  Order  11246  of  September  24,  1965,  and  shall  post  copies  of  the  notice  in 
conspicuous  places  available  to  employees  and  applicants  for  employment. 


D.  The  Construction  Manager  will  comply  with  all  provisions  of  Executive  Order 
11246  of  September  24,  1965,  and  of  the  rules,  regulations,  and  relevant  orders  of  the 
Secretary  of  Labor. 

E.  The  Construction  Manager  will  furnish  all  information  and  reports  required  by 
Executive  Order  11246  of  September  24,  1965,  and  by  the  rules,  regulations,  and  orders  of 
the  Secretary  of  Labor,  or  pursuant  thereto,  and  will  permit  access  to  his  books,  records, 
and  accounts  by  the  Developer  and  the  Secretary  of  Labor  for  purposes  of  investigation  to 
ascertain  compliance  with  such  rules,  regulations,  and  orders. 


F. 


noncompliance 


with  the 


In  the  event  of  the  Construction  Manage^ 
nondiscrimination  clauses  of  this  Contract  or  with  any  of  such  rules,  regulations,  or  orders, 
this  Contract  may  be  cancelled,  terminated  or  suspended  in  whole  or  in  part  and  the 
Construction  Manager  may  be  declared  ineligible  for  further  contracts  in  accordance  with 
procedures  authorized  in  Executive  Order  1 1246  of  September  24,  1965,  and  such  other 
sanctions  may  be  imposed  and  remedies  invoked  as  provided  in  Executive  Order  11246  of 
September  24,  1965,  or  by  rule,  regulation,  orpbrder  of  the  Secretary  of  Labor,  or  as 
otherwise  provided  by  law. 

G.  The  Construction  Manager  will  include  the  provisions  of  paragraphs  A  through  F  in 
every  subcontract  or  purchase  unless  exempted  by  rules,  regulations,  or  orders  of  the 
Secretary  of  Labor  issued  pursuant  to  Section  204  of  Executive  Order  1 1246  of  September 
24,  1965,  so  that  such  provisions  will  be  binding  upon  each  subcontractor  or  vendor.  The 
Construction  Manager  will  take  such  action  with  respect  to  any  subcontractor  or  purchase 
order  as  may  be  directed  to  the  Secretary  of  Labor  as  a  means  of  enforcing  such  provisions 
including  sanctions  for  noncompliance:  Provided,  however,  that  in  the  event  the 
Construction  Manager  becomes  involved  in,  or  is  threatened  with,  litigation  with  a 
subcontractor  or  vendor  as  a  result  of  such  direction,  the  Construction  Manager  may 
request  the  United  States  to  enter  into  such  litigation  to  protect  the  interest  of  the  United 
States. 


H.  All  regulations,  guidelines,  and  standards  lawfully  adopted  under  the  governing 
statutes. 


GC  53.  SAFETY  &  PROTECTION  OF  PERSONS  &  PROPERTY 
53.1  RESPONSIBILITY  FOR  SAFETY  AND  HEALTH 


53.1.1  The  Construction  Manager  shall  be  responsible  for  initiating,  maintaining 
and  supervising  all  safety  precautions  and  programs  in  connection  with  the  Work  to  be 
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performed  under  the  terms  of  the  Contract.  The  Construction  Manager  shall  take  all 
precautions  and  follow  all  procedures  for  the  safety  of,  and  shall  provide  all  protection  to 
prevent  injury  to,  all  persons  involved  in  any  way  in  the  Work  and  all  other  persons, 
including,  without  limitation,  the  employees,  agents,  guests,  visitors,  invitees  and  licensees 
of  the  Developer  and  Users  who  may  be  affected  thereby.  The  Construction  Manager  shall 
set  forth  in  writing  its  safety  precautions  and  programs  in  connection  with  the  Work  and 
submit  the  same  to  the  Developer.  The  Developer  may,  but  shall  not  be  obligated  to,  make 
suggestions  and  recommendations  to  the  Construction  Manager  with  respect  thereto. 

53.1.2  All  Work,  whether  performed  by  the  Construction  Manager,  its 
Sub-Construction  Managers  or  Sub-subcontractors,  or  anyone  directly  or  indirectly 
employed  by  any  of  them,  and  all  equipment,  appliance,  machinery,  materials,  tools  and 
like  items  incorporated  or  used  in  the  Work,  shall  be  in  compliance  with,  and  conform  to: 

A.  all  applicable  laws,  ordinances,  rules,  regulations  and  orders  of  any  public, 
quasi-public  or  other  authority  relating  to  the  safety  of  persons  and  their  protection  against 
injury,  specifically  including,  but  in  no  event  limited  to,  the  Federal  Occupational  Safety 
and  Health  Act  of  1970,  as  amended  and  all  State,  Local,  City  and  County  rules  and 
regulations  now  or  hereafter  in  effect;  and 

B.  all  codes,  rules,  regulations  and  requirements  of  the  Developer  and  its  insurance 
carriers  relating  thereto.  In  the  event  of  conflicting  requirements,  the  more  stringent  shall 
govern. 

53.1.3  Should  the  Construction  Manager  fail  to  provide  a  safe  area  for  the 
performance  of  the  Work  or  any  portion  thereof,  the  Developer  shall  have  the  right,  but  not 
the  obligation,  to  suspend  Work  in  the  unsafe  area.  All  costs  of  any  nature  resulting  from 
the  suspension,  by  whomsoever  incurred,  shall  be  borne  by  the  Construction  Manager 
without  adjustment  to  the  Guaranteed  Maximum  Price  or  extension  of  time  under  the 
Project  Construction  Schedule. 

53.1.4  The  Construction  Manager  shall  provide,  or  cause  to  be  provided,  to  each 
worker  on  the  Job  Site  the  proper  safety  equipment  for  the  duties  being  performed  by  that 
worker  and  will  not  permit  any  worker  on  the  job  site  who  fails  or  refuses  to  use  the  same. 
The  Developer  shall  have  the  right,  but  not  the  obligation,  to  order  the  Construction 
Manager  to  send  a  worker  home  for  the  day  or  to  discharge  a  worker  for  his  or  her  failure  to 
comply  with  safe  practices,  with  which  order  the  Construction  Manager  shall  promptly 
comply. 

53.1.5  INTENTIONALLY  OMITTED 

53.1.6  INTENTIONALLY  OMITTED 

53.1.7  Without  increasing  or  expanding  Construction  Manager’s  indemnification 
obligations  under  the  Contract  Documents,  Construction  Manager  hereby  acknowledges 
the  receipt  of  good  and  valuable  consideration  for  the  indemnification  provisions  of  the 
Contract  Documents.  The  parties  agree  that  the  Construction  Manager’s  indemnification  of 
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the  Developer  and  the  County  shall  be  limited  to  the  amount  of  $50,000,000.00,  which 
amount  the  parties  agree  bears  a  reasonable  commercial  relationship  to  this  Agreement, 
and  which  satisfies  the  requirements  of  Florida  Statutes  Section  725.06. 

53.1.8  To  the  extent  permitted  by,  and  in  accordance  with  the  provisions  of  Florida 
Statute  725.06,  but  without  expanding  Construction  Manager’s  indemnification 
obligations  under  the  Contract  Documents,  the  Construction  Manager  shall  not  raise  as  a 
defense  to  its  obligations  to  indemnify  under  these  General  Conditions  any  contributing 
negligence  of  any  of  those  indemnified  hereunder,  it  being  understood  and  agreed  that  no 
such  contributing  negligence  shall  relieve  the  Construction  Manager  from  its  liability  to  so 
indemnify  nor  entitle  the  Construction  Manager  to  any  contribution,  either  directly  or 
indirectly,  by  those  indemnified  hereunder  as  a  condition  to  such  duty  to  indemnify. 

53.1.9  In  any  and  all  claims  against  those  indemnified  hereunder  by  any  employee 
of  the  Construction  Manager,  any  subcontractor  or  sub-subcontractor,  anyone  directly  or 
indirectly  employed  by  any  of  them  or  anyone  for  whose  acts  any  of  them  may  be  liable, 
the  indemnification  obligation  under  these  General  Conditions  slkll  not  be  limited  in  any 
way  to  any  limit(s)  on  the  amount  or  type  of  damage,  compensation  or  benefits  payable  by 
or  for  the  Construction  Manager  or  any  subcontractor  or  sub-subcontractor  under  any 
workers’  compensation  acts,  disability  benefit  acts  or  other  employee  benefit  acts. 

53.2  PROTECTION  OF  WORK  AND  PROPERTY;  RESPONSIBILITY  FOR  LOSS 

53.2.1  The  Construction  Manager  shall,  throughout  the  performance  of  the 
Contract,  maintain  adequate  and  continuous  protection  of  all  completed  Work  and 
temporary  facilities  against  loss  or  damage  from  whatever  cause,  shall  protect  the  property 
of  the  Developer  and  third  parties  from  loss  or  damage  from  whatever  cause  arising  out  of 
the  performance  of  the  Contract  and  shall  comply  with  the  requirements  of  the  Developer 
and  its  insurance  carriers  and  with  all  applicable  laws,  codes,  rules  and  regulations  with 
respect  to  the  prevention  of  loss  or  damage  to  the  property.  The  Developer,  their 
representatives  or  insurance  carriers  may,  but  shall  not  be  required  to,  make  periodic 
patrols  of  the  job  site  as  a  part  of  its  normal  safety,  loss  control  and  security  programs.  In 
such  event,  however,  the  Construction  Manager  shall  not  be  relieved  of  its  aforesaid 
responsibilities  and  the  Developer  shall  not  assume,  nor  shall  it  be  deemed  to  have 
assumed,  any  responsibility  otherwise  imposed  upon  the  Construction  Manager  by  this 
Contract. 

53 .2.2  Until  Substantial  Completion  of  the  Work  by  the  Developer  pursuant  to  GC 
71,  of  this  contract,  the  Construction  Manager  shall  have  full  and  complete  charge  and  care 
of  and,  except  as  otherwise  provided  in  this  subparagraph,  shall  bear  all  risk  of  loss  of,  and 
injury  or  damage  to,  the  Work  or  any  portion  thereof  (specifically  including  Developer 
furnished  supplies,  equipment  or  other  items  to  be  utilized  in  connection  with,  or 
incorporated  in,  the  Work)  from  any  cause  whatsoever. 

53.2.3  Subject  to  the  other  terms  of  the  Contract  Documents,  the  Construction 
Manager  shall  rebuild,  repair,  restore  and  make  good  all  losses  of,  and  injuries  or  damages 
to,  the  Work  or  any  portion  thereof  (specifically  including  Developer  furnished  supplies, 
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equipment  or  other  items  to  be  utilized  in  connection  with,  or  incorporated  in,  the  Work 
and  including  improvements  disturbed  outside  the  limits  of  construction)  before 
Substantial  Completion  of  the  Work.  Except  for  damages  caused  by  a  loss  to  be  covered 
and  paid  by  any  applicable  project  insurance,  such  rebuilding,  repair  or  restoration  shall  be 
performed  by  the  Construction  Manager,  at  its  sole  cost  and  expense  without  adjustment  to 
the  Guaranteed  Maximum  Price  unless  the  loss,  injury  or  damage  requiring  such 
rebuilding,  repair  or  restoration: 


A 


A.  is  directly  due  to  errors  in  the  Contract  Documents  which  could  not  have  been 
discovered  by  the  Construction  Manager  in  the  reasonable  course  of  its  review  as  set  forth 
herein;  4  ^ 


B.  is  caused  by  the  separate  contractors,  agents  or  employees  of  the  Developer  (unless 
(1)  such  loss  or  damage  is  covered  and  paid  by  any  policy  or  policies  of  insurance  which 
the  Construction  Manager  is  required  to  maintain  hereunder,  whether  the  Construction 
Manager  actually  maintains  such  insurance  or  not,  or  (2)  is  otherwise  covered  and  paid  by 
a  policy  or  policies  of  insurance  maintained  by  the  Construction  Manager  (whether  or  not 
required  hereunder)). 


53.3  SURFACE  AND  SUBSURFACE  WATER 


53.3.1  Surface  or  subsurface  water  or  other  fluid  shall  not  be  permitted  to 
accumulate  in  excavations  or  under  or  in  the  structures.  Should  such  conditions  develop  or 
be  encountered,  the  water  or  other  fluid  shall  be  controlled  and  suitably  disposed  of  by 
means  of  temporary  pumps,  piping,  drainage  lines  and  ditches,  dams  or  other  methods 
approved  by  the  Developer  in  writing.  The  proposed  location  and  coordination  of 
temporary  channels  and  conduits  conducting  accumulated  water  from  the  Job  Site  shall  be 
permitted  by  the  proper  regulatory  agency  and  submitted  to  the  Developer  for  its  prior 
written  approval. 


53.4  EMERGENCIES 


53 .4. 1  In  any  emergency  affecting  the  safety  of  persons  or  property,  or  in  the  event 
of  a  claimed  violation  of  any  federal  or  state  safety  or  health  law  or  regulation,  arising  out 
of  or  in  any  way  connected  with  the  Work  or  its  performance,  the  Construction  Manager 
shall  act  immediately  to  prevent  threatened  damage,  injury  or  loss  to  remedy  said  violation, 
whichever  is  applicable.  Failure  by  Construction  Manager  to  take  necessary  emergency 
action  shall  entitle  the  Developer  to  take  whatever  action  it  deems  necessary  including,  but 
not  limited  to,  suspending  the  Work  as  provided  in  GC  23. 


53.4.2  The  Developer  may  offset  any  and  all  costs  or  expenses  of  whatever  nature, 
including  attorneys’  fees,  paid  or  incurred  by  the  Developer  in  taking  such  emergency 
action,  if  the  Construction  Manager  failed  to  do  so,  against  any  sums  then  or  thereafter  due 
to  the  Construction  Manager,  but  only  to  the  extent  such  costs  or  expenses  could  have  been 
avoided  had  Construction  Manager  takes  the  required  emergency  action.  If  the 
Construction  Manager  shall  be  entitled  to  any  additional  compensation  or  extension  of 
time  claimed  on  account  of  emergency  work  which  is  not  due  to  the  fault  or  neglect  of  the 
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Construction  Manager  or  its  subcontractors  or  sub-subcontractors,  it  shall  be  handled  as  a 
claim  as  provided  in  GC  65. 

53.5  DEVELOPER’S  STANDARDS 


53.5.1  The  Developer  reserves  the  right,  but  assumes  no  duty,  to  establish  and 
enforce  standards,  and  to  change  the  same  from  time  to  time,  for  the  protection  of  persons 
and  property,  with  which  the  Construction  Manager  shall  comply,  and  to  review  the 
efficacy  of  all  protective  measures  taken  by  the  Construction  Manager.  The  exercise  of  or 
failure  to  exercise  any  or  all  of  these  rights  by  the  Developer  shall  not  relieve  the 
Construction  Manager  of  its  duties  and  responsibilities  under  this  Contract,  and  the 
Developer  shall  not  thereby  assume,  nor  be  deemed  to  have  assumed,  any  such  duties  or 
responsibilities  of  the  Construction  Manager.  The  Guaranteed  Maximum  Price  shall  be 
based  upon  standards  provided  by  Developer  and  established  as  of  the  time  the  Guaranteed 
Maximum  Price  Amendment  is  executed.  Notwithstanding  anything  in  the  Contract 
Documents  to  the  contrary,  in  the  event  Developer  changes  such  standards  after  the 
effective  date  of  the  Guaranteed  Maximum  Price  Amendment,  to  the  extent  such  changes 
affects  Contractor’s  cost  or  time  of  performance  hereunder,  Contractor  and/or  Developer 
shall  be  entitled  to  a  Change  Order  equitably  adjusting  the  Guaranteed  Maximum  Price 
and/or  the  Contract  Time  accordingly. 

GC  54.  PROJECT  SITE  PROTECTION 


4 

tain  such  i 


L2>  Lilly,  L11C  VJ 

.V’ 


54.1  Construction  Manager,  shall  maintain  such  protection  as  provided  in  General 
Conditions  Section  (GC  53)  titled  SAFETY  &  PROTECTION  OF  PERSONS  & 
PROPERTY  in  a  satisfactory  condition  until  removal  is  authorized  by  Developer. 
Construction  Manager,  shall  make  all  necessary  repairs  to  property  damaged  by 
construction  operations.  Repairs  shall  be  made  in  a  manner  satisfactory  to  Developer.  The 
Construction  Manager  will  provide  parking  for  its  employees  within  the  designated  work 
areas.  Construction  Manager  employees  will  not  be  allowed  to  park  in  areas  which  are  used 
by  any  facilities  which  remain  in  operation. 


GC  55. FIRE  PREVENTION 


55.1  Construction  Manager  shall,  conform  to  all  Federal,  State,  and  local  laws  and 
regulations  pertaining  to  burning,  fire  prevention  and  control  within  or  adjacent  to  the 
project.  Necessary  precautions  to  avoid  and  eliminate  fire  hazards  shall  be  the 
responsibility  of  the  Construction  Manager.  This  includes  keeping  the  Contract  work  area 
clear  of  all  trash  at  all  times. 


55.2  All  tarpaulins  used  for  any  purpose  during  construction  of  any  work  shall  be  made 
of  material  resistant  to  fire,  water  and  weather  and  shall  bear  UL  labels.  Lighting  of  any 
fires  on  premises  is  strictly  forbidden.  Controlled  burning  shall  be  with  the  consent  of  the 
Developer.  Construction  Manager  shall  provide  portable  fire  extinguishers  properly 
labeled,  located  and  compatible  with  the  hazard  of  each  work  area  and  shall  instruct  its 
personnel  in  their  use.  Wherever  welding  and  burning  are  conducted,  inflammable 
materials  shall  be  protected  and  a  fire  watch  shall  be  provided  by  Construction  Manager  to 
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be  present  during  the  burning  and  welding  operation  to  ensure  that  protective  measures  are 
taken  and  that  no  fires  result  from  such  operation.  The  fire  watch  shall  have  fire 
extinguisher  equipment  readily  available  and  know-how  for  proper  use. 

GC  56.  ILLUMINATION 


GC  57.  BEST  MANAGEMENT  PRACTICES 


56.1  When  any  work  is  performed  at  night  or  where  daylight  is  shut  off  or  obscured, 
Construction  Manager  shall,  provide  artificial  light  sufficient  to  permit  work  to  be  carried 
on  efficiently,  satisfactorily  and  safely,  and  to  permit  thorough  inspection.  During  such 
time  periods  the  access  to  the  place  of  work  shall  also  be  clearly  illuminated.  All  wiring  for 
electric  light  and  power  shall  be  installed  and  maintained  in  a  first-class  manner,  securely 
fastened  in  place  at  all  points,  and  shall  be  kept  as  far  as  possible  from  telephone  wires, 
signal  wires,  and  wires  used  for  firing  blasts. 

& 

57.1  Construction  Manager  shall  be  responsible  for  evaluating  the  site  before 
construction  is  initiated  to  determine  if  any  site  conditions  may  pose  particular  problems 
for  the  handling  of  any  identified  Regulated  Substances.  For  example,  handling  Regulated 
Substances  in  the  proximity  of  water  bodies  or  wetlands  may  be  improper. 

57.2  Regulated  Substances  are  substances  that  may  cause  significant  harm  to  human 
health  and  the  environment  (including  surface  and  groundwater).  The  Unified  Land 
Development  Code  (ULDA)  Section  9.3,  Wellfield  Protection,  regulates  the  storage, 
handling,  use  and  production  of  Regulated  Substances  within  wellfield  zones  which  may 
impair  present  and  future  drinking  water  suppliers.  In  addition,  the  ULDC,  Section  9.6, 
Excavation,  requires  that  Best  Management  Practices  for  the  Construction  industries  be 
followed  for  Agricultural  Area,  TYPE  II,  TYPE  IIIA  and  TYPE  IIIB  excavation  activities. 

57.3  If  any  regulated  substances  are  stored  on  the  construction  site  by  Construction 
Manager  or  its  Trade  Contractors,  they  shall  be  stored  in  a  location  and  manner  which  will 
minimize  any  possible  risk  of  release  to  the  environment.  Any  storage  container  of  55 
gallons,  or  440  pounds,  or  more  containing  Regulated  Substances  shall  have  constructed 
below  it  an  impervious  containment  system  constructed  of  materials  of  sufficient 
thickness,  density  and  composition  that  will  prevent  the  discharge  to  the  land, 
groundwaters,  or  surface  waters,  of  any  pollutant  which  may  emanate  from  said  storage 
container  or  containers.  Each  containment  system  shall  be  able  to  contain  150%  of  the 
contents  of  all  storage  containers  above  the  containment  system. 

57.4V  Construction  Manager  shall  familiarize  itself  with  the  manufacturer’s  safety  data 
sheet  supplied  with  each  material  containing  a  Regulated  Substance  and  shall  be  familiar 
with  procedures  required  to  contain  and  clean  up  any  releases  of  the  Regulated  Substance. 
Any  tools  or  equipment  necessary  to  accomplish  same  shall  be  available  in  case  of  a 
release. 
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57.5  Upon  completion  of  construction,  all  unused  and  waste  Regulated  Substances  and 
containment  systems  shall  be  removed  from  the  construction  site  and  shall  be  disposed  of 
in  a  proper  manner  as  prescribed  by  law. 

GC  58. DUST  CONTROL 


58.1  The  Construction  Manager,  for  the  duration  of  the  Contract,  shall,  maintain  all 
excavations  embankments,  haul  roads,  access  roads,  plant  sites,  waste  disposal  areas, 
borrow  areas,  and  all  other  work  areas  free  from  dust.  Industry- accepted  methods  of  dust 
control  suitable  for  the  area  involved  and  approved  by  Developer  will  be  permitted. 


GC  59.  WATER  POLLUTION 


59.1  Construction  Manager  shall,  provide  suitable  facilities  to  prevent  the  introduction 
of  any  substance  or  materials  into  any  stream,  river,  lake  or  other  body  of  water  which  may 
pollute  the  water  or  constitute  substances  or  materials  deleterious  to  fish  and  wildlife. 


GC  60.  AIR  POLLUTION 


60.1  The  Construction  Manager  shall,  so  perform  it!5  work  as  not  to  discharge  into  the 
atmosphere  from  any  source  whatever  smoke,  dust,  or  other  air  contaminants  in  violation 
of  the  laws,  rules  and  regulations  of  all  Federal,  State  and  local  air  and  water  pollution 
requirements  including,  but  not  limited  to:  Registering  with  the  Palm  Beach  County  Health 
Department,  Air  Pollution  Board,  any  equipment  requiring  operating  permits  by  said 
Board;  Adhering  to  all  Palm  Beach  County  Air  Pollution  Board  Regulations. 

GC  61.  EXPLOSIVES  &  HAZARDOUS  MATERIALS 

61.1  Construction  Manager  shall  obtain  all  required  Federal,  State  and  local  permits  and 
licenses  and  shall  be  responsible  for  the  safe  and  proper  handling,  transporting,  storage  and 
use  of  any  explosive  or  hazardous  materials  brought  onto  or  encountered  within  the  site, 
and  make  good  any  damage  caused  by  its  handling,  transporting,  storage  and  use.  The 
Construction  Manager  will  notify  the  Developer  immediately  if  explosive  or  hazardous 
materials  are  encountered  on  the  site.  Transporting  explosive  or  hazardous  materials  onto 
the  site  will  require  prior  written  approval  from  the  Developer.  The  Construction  Manager 
shall  maintain  and  Post  as  necessary  Material  Hazard  Data  Sheets  for  all  applicable 
Hazardous  Materials  used  in  the  course  of  his  work. 

61.2  In  the  event  that  hazardous  material  is  improperly  handled  or  stored  by  the 
Construction  Manager,  its  subcontractors,  any  sub-subcontractors,  or  any  employee  or 
agent  of  any  of  the  aforementioned  which  results  in  contamination  of  the  site,  Construction 
Manager  shall  immediately  notify  the  Developer  and  the  appropriate  governmental 
authority  and  shall  take  whatever  action  is  necessary  or  desirable  to  remediate  the 
contamination,  without  adjustment  to  the  Guaranteed  Maximum  Price  and  at  its  sole  cost 
and  expense.  Further,  subject  to  the  other  terms  of  the  Contract  Documents,  Construction 
Manager  shall  indemnify  and  hold  harmless  the  Indemnified  Parties  from  any  and  all  cost, 
expense,  action,  or  liability  whatsoever,  resulting  from  such  contamination  and/or  remedial 
activities,  but  only  to  the  extent  it  arises  from  a  third  party  claim  against  any  Indemnified 
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Party  and  then  only  to  the  extent  caused  by  Construction  Manager  or  its  subcontractors, 
any  sub-subcontractors,  or  any  employee  or  agent  of  any  of  the  aforementioned.. 

61.3  ASBESTOS  NOTIFICATION 

Prior  to  the  renovation  of  any  structure,  the  Developer  conducts  an  inspection  for 
asbestos-containing  building  materials  (ACBM),  through  a  review  of  current  surveys  or 
the  request  for  a  new  survey.  All  asbestos  surveys  are  conducted  under  the  direction  of 
Florida  Licensed  Asbestos  Consultants  contracted  by  the  Developer. 

Prior  to  the  renovation  of  any  structure,  the  Developer  facilitates  the  removal  of  all  ACBM 
that  may  be  distributed  during  the  renovations,  (except  bituminous  roofing  materials), 
unless  stated  otherwise  in  the  contract  documents.  All  asbestos  removal  is  conducted  by  a 
Florida  Licensed  Asbestos  Contractor  contracted  by  the  Developer. 

An  asbestos  summary  report  may  be  included  as  part  of  the  contract  documents.  If  not 
attached,  it  is  the  Construction  Manager’s  responsibility  to  contact  the  Developer  and 
request  the  report. 

Licensed  Asbestos  Contractors  are  not  required  for  removing  or  repairing  asbestos 
containing  roofs,  except  for  transite  (cementitious)  shingles.  If  the  work  specified  will 
disturb  asbestos  containing  roofing  materials,  you  musLtomply  with  all  requirements  of 
OSHA  1926.58  and  ASBESTOS  NESHAPS.  A  summary  of  these  requirements  are 
outlined  by  the  National  Roofing  Contractors  Association  (NRCA).  A  licensed  roofer  who 
has  training  as  an  asbestos  competent  person  is  required  for  projects  disturbing  asbestos 
roof  materials.  The  Developer  will  provide  an  asbestos  survey  of  the  roof. 

If  materials  are  discovered  that  are  suspect  asbestos  materials  that  were  not  previously 
sampled,  stop  all  work  that  will  disturb  these  materials  and  immediately  notify  the 
Developer. 

GC  62.  INSPECTION:  REJECTION  OF  MATERIALS  AND  WORKMANSHIP 

62.1  All  materials  and  equipment  furnished  and  work  performed  shall  be  properly 
inspected  by  Construction  Manager  and  shall  at  all  times  be  subject  to  quality  surveillance, 
observations  or  quality  audit  by  Developer.  Construction  Manager  shall  provide  safe  and 
adequate  facilities  and  all  samples,  drawings,  lists  and  documents  necessary  for  such 
quality  surveillance,  observation  or  quality  audit.  For  this  purpose  Developer,  its  agents, 
employees,  and  designees  shall  be  afforded  full  and  free  access  to  the  shops,  factories  or 
places  of  business  of  Construction  Manager  and  its  subcontractors  and  suppliers  for  such 
quality  surveillance,  observation  or  quality  audit  and  to  determine  the  status  of  the  work. 
Developer,  its  agents,  employees,  and  designees  shall  be  entitled  to  conduct  such 
surveillance,  observation,  or  quality  audits  with  such  frequency  and  for  such  duration  as 
Developer,  in  its  sole  discretion,  shall  determine  is  appropriate.  If  Construction  Manager 
covers  all  or  any  portion  of  the  work  prior  to  any  quality  surveillance  or  test  by  Developer 
of  which  Construction  Manager  had  reasonable  prior  notice,  the  cost  of  any  necessary 
uncovering  and  replacing  shall  be  borne  by  Construction  Manager  at  its  sole  cost  and 
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expense  without  adjustment  to  the  Guaranteed  Maximum  Price.  Neither  the  failure  to  make 
such  quality  surveillance,  observance  or  quality  audit,  nor  to  discover  defective 
workmanship,  materials,  or  equipment,  nor  acceptance  of  or  payment  to  Construction 
Manager  for  such  work,  materials  or  equipment  shall  prejudice  the  rights  of  Developer 
thereafter  to  correct  or  reject  the  same  as  hereinafter  provided. 

62.2  If  any  material,  equipment  or  workmanship  is  determined  by  Developer,  either 
during  performance  of  the  work  or  on  final  quality  surveillance,  or  during  any  applicable 
warranty  period  (expressed  or  implied),  to  be  defective  or  not  complying  with  the 
requirements  of  this  Contract,  Developer  shall  notify  Construction  Manager  in  writing  that 
such  material,  equipment  or  work  is  rejected  and  the  Developer  reserves  the  right  to 
withhold  payment  on  any  such  item.  Thereupon,  Construction  Manager  shall  at  its  own 
expense  immediately  remove  and  replace  or  correct  such  defective  material,  equipment  or 
work  by  making  the  same  comply  with  all  requirements  of  the  Contract. 

GC  63. TESTING 

63.1  Unless  otherwise  provided  in  the  Contract,  Drawings  and  Specifications  shop 
testing  of  materials  or  work  shall  be  performed  by  thevConstruction  Manager  and  in 
accordance  with  the  Technical  Specifications.  Field  testing  of  materials  or  work  shall  be 
performed  by  Developer.  Should  tests  in  addition  to  those  required  by  the  Specifications  be 
desired  by  Developer,  Construction  Manager  will  be  advised  in  reasonable  time  to  permit 
such  testing.  Such  additional  tests  will  be  at  Developer’s  expense  unless  such  additional 
tests  are  required  due  to  Construction  Manager’s  work  or  materials  having  failed  any  initial 
test.  In  this  event,  such  additional  (re-test)  tests  shall  be  performed  at  Construction 
Manager’s  sole  cost  and  expense,  without  adjustment  to  the  Guaranteed  Maximum  Price. 
Construction  Manager  shall  furnish  samples  as  requested  and  shall  provide  reasonable 
assistance  and  cooperation  as  necessary  to  permit  tests  to  be  performed  on  materials  or 
work  in  place  including  reasonable  stoppage  of  work  during  testing.  Construction 
Manager  shall  provide  reasonable  and  accurate  notice  of  when  construction  activities 
which  require  Developer’s  testing  services  are  required.  Construction  Manager  shall  be 
responsible  for  stand-by  and  other  costs  associated  with  the  testing  agency  if  that 
construction  activity  is  delayed  or  canceled. 

GC  64.  PROGRESS 

64.1  Construction  Manager  shall  give  Developer  full  information  in  advance  as  to  its 
plans  for  performing  each  part  of  the  work.  If  at  any  time  during  the  progress  of  work, 
Construction  Manager’s  actual  progress  is  inadequate  to  meet  the  requirements  of  the 
Contract,  Developer  may  so  notify  Construction  Manager  who  shall  thereupon  take  such 
steps  as  may  be  necessary  to  improve  its  progress.  If  within  a  reasonable  period  as 
determined  by  Developer,  Construction  Manager  does  not  improve  performance  to  meet 
the  currently  approved  Project  Construction  Schedule,  Developer  may  require  an  increase 
in  Construction  Manager’s  labor  force,  the  number  of  shifts,  overtime  operations, 
additional  days  of  work  per  week  and  an  increase  in  the  amount  of  construction  plant;  all 
without  adjustment  to  the  Guaranteed  Maximum  Price  or  extension  of  time  under  the 
Project  Construction  Schedule.  Neither  such  notice  by  Developer  nor  Developer’s  failure 
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to  issue  such  notice  shall  relieve  Construction  Manager  of  its  obligation  to  achieve  the 
quality  of  work  and  rate  of  progress  required  by  the  Contract. 


64.2  Failure  of  Construction  Manager  to  comply  with  the  instructions  of  Developer  may 
be  grounds  for  determination  by  Developer  that  Construction  Manager  is  not  prosecuting 
its  work  with  such  diligence  as  will  assure  completion  within  times  specified.  Upon  such 
determination,  Developer  may  terminate  Construction  Manager’s  right  to  proceed  with  the 
performance  of  the  Contract,  or  any  separable  part  thereof,  in  accordance  with  the 
applicable  provisions  of  this  Contract. 


GC  65. CHANGES 


-o 


65.1  Developer  may,  at  any  time,  without  invalidating  the  Contract  and  without  notice  to 
the  Surety(ies),  make  changes  in  the  work  by  issuing  a  Change  Orders 


65.2  Developer  will  issue  written  orders  to  Construction  Manager  for  any  changes 
except  that  in  the  event  of  an  emergency  which  Developer  determines  endangers  life  or 
property,  Developer  may  issue  oral  orders  to  Construction  Manager  for  any  work  required 
by  reason  of  such  emergency.  Such  orders  will  be  confirmed  in  writing  as  soon  as 
practicable.  Such  orders,  whether  written  or  oral,  may  be  accompanied  by  drawings  and 
data  as  are  necessary  to  show  the  extent  of  such  ordered  work. 

65.3  Construction  Manager  shall  commence  such  changed  work  so  as  to  minimize  the 
impact  of  the  change  on  the  critical  path  of  the  Construction  Manager’s  current  Project 
Construction  Schedule  as  accepted  by  Developer.  In  the  event  of  an  emergency  which 
Developer  determines  endangers  life  or  property,  Construction  Manager  shall  immediately 
commence  such  changes  as  required  by  Developer  in  order  to  mitigate  or  remove  the 
emergency  condition.  Failure  to  commence  any  such  change  in  timely  fashion  shall  entitle 
Developer  to  invoke  the  .provisions  of  section  GC25  entitled  TERMINATION  FOR 
DEFAULT. 


65.4  Unless  otherwise  required,  Construction  Manager  shall,  within  twenty-one  (21) 
calendar  days  following  receipt  of  a  written  contract  Field  Bulletin,  submit  in  writing  to 
Developer  a  Contract  Change  Proposal  for  accomplishing  such  change,  which  proposal 
shall  reflect  the  increase  or  decrease,  if  any,  in  the  time  and  cost  to  Construction  Manager 
of  performing  the  change  under  the  Contract  in  comparison  to  what  the  time  and  cost 
would  have  been,  had  such  change  not  been  offered. 

65.5  The  proposal  shall  state  the  Construction  Manager’s  added  and/or  deleted 
compensation  and  time  of  performance  in  detail  (to  the  extent  then  known),  including  but 
not  limited  to: 


A.  Material  quantities  and  unit  prices 

B.  Labor  man-hours  and  wages  by  craft 

C.  Equipment  type  and  size  and  rental  rate 

D.  Overhead  and  profit  percentage  (including  adjustment  to  the  General 
Requirements) 
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E.  Subcontract  costs  with  back-up  detail  as  specified  (in  items  a),  b),  c),  and 

d)). 

F.  Time  extension,  if  any; 

G.  A  detailed  description  of  any  impacts  this  change  will  have  on  any  activities 
on  the  Critical  Path  which  would  affect  any  of  the  Milestone  Dates; 

H.  Proof  of  payment  of  any  tax  liability  resulting  from  a  specific  change  (if 
requested  by  Developer). 

65.6  To  the  extent  reasonably  possible.  Construction  Manager  shall  use  its  best  efforts  to 
cause  the  pricing  of  all  requested  change  orders  to  reflect  no  extension  to  the  Project 
Construction  Schedule. 

65.7  If  Construction  Manager  does  not  propose  the  method  of  compensation  for  such 
change  or  any  part  thereof  within  the  time  required,  or  if  any  proposed  method  is  not 
acceptable,  or  if  a  method  of  compensation  for  such  change,  or  any  part  thereof  cannot  be 
agreed  upon,  Construction  Manager  shall  proceed  upon  direction  (Construction  Change 
Directive)  with  such  change. 

65.8  A  Construction  Change  Directive  (CCD)  is  a  written  order  prepared  by  the 
Architect  and  signed  by  the  Developer,  directing  a  change  in  the  Work  and  stating  a 
proposed  basis  for  adjustment,  if  any,  in  the  Guaranteed  Maximum  Price  or  Contract  Time, 
or  both.  A  CCD  may  be  used  in  the  absence  of  total  agreement  on  the  terms  of  Change 
Order  or  to  complete  work  which,  if  not  accomplished,  could  adversely  affect  a  critical 
path  activity.  Upon  receipt  of  the  CCD,  the  Construction  Manager  may  proceed  with  the 
change  in  the  Work  involved  and  advise  the  Architect  of  the  Construction  Manager’s 
agreement  or  disagreement  with  the  method,  if  any,  provided  in  the  CCD  for  determining 
the  proposed  adjustment  in  the  Guaranteed  Maximum  Price  or  Contract  Time.  When  the 
Developer  and  Construction  Manager  agree  with  the  determination  made  by  the  Architect 
concerning  the  adjustments  in  the  Guaranteed  Maximum  Price  and/or  Contract  Time,  or 
otherwise  reach  agreement  upon  the  adjustments,  such  agreement  shall  be  recorded  by  the 
preparation  of  a  Change  Order.  Developer  shall  pay  the  undisputed  amounts  associated 
with  the  CCD  as  the  subject  changed  work  is  performed. 

65.9  If,  at  any  time' after  Construction  Manager  commences  such  change,  a  method  of 
compensation  other  than  time  and  material  is  agreed  upon,  such  compensation  will  be 
made  in  accordance  with  such  agreement.  In  any  event,  Construction  Manager  shall  keep 
accurate  records  of  the  actual  cost  to  Construction  Manager  for  such  change.  Costs  for 
which  Construction  Manager  shall  be  entitled  to  compensation  on  a  time  and  material  basis 
as  described  above,  are  as  follows: 

A.  Direct  Labor  Cost  -  Payment  will  be  made  for  all  manual  classifications  up 
to  and  including  foremen,  but  shall  not  include  superintendents,  assistant  superintendents, 
general  foremen,  office  personnel,  time-keepers  and  maintenance  mechanics.  The  time 
charged  to  changes  will  be  subject  to  the  weekly  approval  of  Developer  and  no  charges 
shall  be  accepted  unless  evidence  of  such  approval  is  submitted  by  Construction  Manager 
with  its  billing. 
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Labor  rates  used  to  calculate  the  direct  labor  costs  shall  be  those  rates  in  effect 
during  the  accomplishment  of  the  change.  In  addition  to  the  direct  payroll  costs,  the  direct 
labor  costs  shall  include  payroll  taxes  and  insurance,  vacation  allowance,  subsistence, 
travel  time  and  overtime  premium  and  any  other  payroll  additives  required  to  be  paid  by 
Construction  Manager  by  law  or  collective  bargaining  agreements.  Copies  of  certified 
pertinent  payrolls  shall  be  submitted  to  Developer. 


B.  Equipment  Costs  -  Payment  for  the  rental  and  operation  of  the  equipment 
furnished  and  used  by  Construction  Manager  shall  be  made  for  all  construction  and 
automotive  equipment  or  tools  with  a  new  cost  at  point  of  origin  of  one  thousand  dollars  or 
less  each.  Equipment  time  charged  to  changes  will  be  subject  to  weekly  written  approval 
of  Developer  and  no  charges  will  be  accepted  unless  evidence  of  such  approval  is 
submitted  with  Construction  Manager’s  billing. 


sucn  at 

O 


The  equipment  rental  and  operation  rates  include  costs  for  rental,  fuel,  oil,  grease,  repair 
parts,  service  and  maintenance  of  any  kind,  and  necessary  attachments.  Such  charges  do 
not  include  costs  for  operating  labor  and  transportation  to  and  from  the  location  of  the 
change.  Equipment  rental  rates  for  Construction  Manager-owned  equipment  used  in  this 
Contract  shall  be  those  contained  in  the  RENTAL  RATE  BLUE  BOOK  as  published  by 
Equipment  Watch,  1735 

Technology  Drive,  Suite  410,  San  Jose,  California  95110-1333,  (800-669-3282)  and 
current  at  the  time  work  for  any  specific  change  is  performed.  When  equipment  is  used  for 
time  and  material  changes  which  does  not  reasonably  resemble  Blue  Book  rental  rates,  the 
rental  rate  shall  be  negotiated  and  agreed  upon  in  writing. 


If  Construction  Manager-owned  equipment  is  not  available  and  equipment  is  rented  from 
outside  sources,  payment  will  be  computed  on  the  basis  of  actual  invoice  cost.  Rental  rates 
for  non-owned  equipment  must  be  approved  by  Developer. 

When  the  operated  use  of  equipment  is  infrequent  and,  as  determined  by  Developer,  such 
equipment  need  not  remain  at  the  site  of  the  work  continuously,  payment  shall 

be  limited  to  actual  hours  of  use.  Equipment  not  operating  but  retained  at  the  location  of 
changes  at  Developer’s  direction  shall  be  paid  for  at  a  standby  rate. 

Unless  otherwise  provided  in  the  Contract,  all  equipment  rental  rates  shall  be  agreed  upon 
in  writing  before  commencing  any  change.  When  a  specific  piece  of  rental  equipment, 
normally  used  to  perform  unchanged  contract  work  is  used  for  time  and  material  changed 
work,  the  applicable  rental  rate  shall  be  the  actual  rate  paid  by  the  Construction  Manager  at 
the  time  the  work  is  performed. 


Transportation  costs  for  bringing  equipment  to  the  jobsite  and  for  returning  equipment  to 
the  point  of  origin,  exclusively  for  use  on  time  and  material  work,  will  be  reimbursed  to 
Construction  Manager  based  on  invoices,  provided  that  prior  written  approval  has  been 
given  to  Construction  Manager. 


Overtime  shall  be  paid  as  per  Method  2  described  in  said  RENTAL  RATE  BLUE  BOOK. 

101926657.2 

General  Conditions  -  Page  54  of  69 


No  compensation  will  be  made  to  the  Construction  Manager  for  equipment  repair  or 
equipment  maintenance. 


C.  Material  Costs  -  Payment  for  the  cost  of  materials  furnished  by 
Construction  Manager  for  use  in  performing  the  change  will  be  made,  provided  such 
furnishing  and  use  of  materials  was  as  specifically  authorized  and  the  actual  use  was 
verified  by  Developer.  Payment  will  be  the  net  cost  to  Construction  Manager  delivered  at 
the  job  and  vendor’s  invoice  shall  accompany  the  billing  along  with  the  verification  by 
Developer  of  such  use  of  such  materials. 

D.  Contract  and  Outside  Service  Costs  -  Payment  for  work  and  services 
subcontracted  by  Construction  Manager  in  the  performance  or  completion  of  the  change 
will  be  made  only  when  both  the  subcontractor  and  the  terms  of  payment  to  such 
subcontractor  have  been  approved  in  writing  by  Developer  before  the  subcontractor  starts 
to  work  on  the  change. 

E.  Tools  and  Equipment  -  Payment  will  be  made  for  tools  and  equipment  with 
a  new  cost  of  One  Thousand  Dollars,  or  less,  each,  only  upon  approval  by  the  Developer. 

For  purposes  of  any  and  all  changes  made  pursuant  to  this  provision  (whether  lump  sum  or 
time  and  material),  the  Construction  Manager  is  entitled  to  a  markup  for  overhead  and 
profit  as  noted  below,  as  well  as  a  mutually  agreed  upon  equitable  adjustment  to  the  lump 
sum  General  Requirements  if  appropriate.  The  maximum  percentage,  including  but  not 
limited  to  overhead  and  profit  which  may  be  added  to  actual  cost  for  changes  in  the  work 
shall  be  as  follows: 


1.  For  all  work  done  by  the  Construction  Manager’s  own 
forces,  the  Construction  Manager  may  add  10%  of  its  actual 
costs. 


2.  For  all  work  done  by  subcontractors,  the  respective 
subcontractors  may  add  10%  of  their  actual  costs.  The 
Construction  Manager  may  add  5%  of  the  subcontractors 
total. 


* 


65.10  For  any  changes  involving  deductive  items,  the  following  shall  apply  to  the  amount 
of  allowable  overhead  and  profit: 

1 .  For  deductive  changes  only  (those  which  contain  no  additive 

items),  there  will  be  no  reduction  in  overhead  and  profit  and, 
likewise,  no  addition  by  the  Construction  Manager  for 
processing. 


2.  For  changes  containing  both  additions  and  deductions 
covering  related  work  or  substitutions,  the  overhead  and 
profit  shall  be  figured  on  the  net  increase  if  any,  with  respect 
to  that  change. 
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65.11  No  change  order  or  CCD  shall  be  valid  until  approved  and  signed  by  the  Developer. 
The  Architect  is  not  authorized  to  bind  the  Developer  to  changes  relative  to  changes  in 
contract  cost  and  or  time.  The  Architect  may  only  recommend  acceptance  or  rejection.  If  a 
proposed  change  is  deemed  beneficial  to  the  project  and  is  within  the  limits  set  forth  in  the 
contract,  the  Developer  may  cause  to  be  issued  an  appropriate  change  order  to  the  Contract 
with  or  without  the  Construction  Manager’s  signature. 


65.12  The  Architect  will  have  the  authority  to  order  minor  changes  in  the  work  which  do 
not  involve  adjustment  to  the  Guaranteed  Maximum  Price  or  time  and  are  not  inconsistent 
with  the  intent  of  the  Contract  documents.  Such  changes  shall  be  effected  by  written  order 
and  shall  be  binding  on  the  Developer  and  Construction  Manager.  The  Construction 
Manager  shall  carry  out  such  written  orders  promptly,  and  the  Construction  Manager  shall 
receive  no  additional  compensation  therefore,  nor  shall  there  be  any  change  in  the  Contract 
Time.  The  Architect  shall  immediately  provide  notices  of  all  minor  changes  in  the  Work  to 
the  Developer. 

65.13  Execution  of  change  order  acknowledges  final  settlement  of,  and  releases,  all 
claims  for  costs  and  time  associated,  directly  or  indirectly,  with  the  stated  modification(s), 
including  all  claims  for  cumulative  delays  or  disruptions  resulting  from,  caused  by,  or 
incident  to  such  modification(s),  and  including  any  claim  that  the  modification s) 
constitutes,  in  whole  or  part,  a  cardinal  change  to  the  contract. 


GC  66.  RECORD  DRAWINGS  AND  SPECIFICATIONS 


Drawings: 


<\ 


1. 


cr 


cor 
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Conformed  Documents  -  Prior  to  the  first  application  for 
payment,  Construction  Manager  shall  show  proof  of 
conformed  documents  with  all  Bid  addenda  identified  on  the 
record  drawings  and  on  his  field  set  of  drawings, 
upplemental  information  following  the  bid  shall  be 
included  and  updated  monthly  for  review  with  the 
application  for  payment. 


Progress  Records  -  During  construction,  Construction 
Manager  shall  keep  a  marked-up  and  up-to-date  set  of 
drawings  showing  as-built  conditions  on  the  site  as  an 
accurate  record  of  all  deviations  between  work  as  shown  and 
work  as  installed.  These  drawings  shall  be  available  to 
Developer  for  inspection  at  any  time. 


3.  Final  Records  -  The  Construction  Manager  shall  furnish  to 
Developer  a  complete  set  of  marked-up  as-builts  with 
RECORD  clearly  printed  on  each  sheet.  Developer,  at  its 
expense,  will  furnish  Construction  Manager  with  drawings 
for  mark-up  by  Construction  Manager.  Construction 
Manager  shall,  by  use  of  professional  draftsman,  accurately 
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and  neatly  transfer  all  deviations  from  progress  as-builts  to 
final  as-builts. 


B.  Specifications: 


1. 


Progress  Records  -  during  construction,  Construction 
Manager  shall  keep  a  marked-up  and  up-to-date  set  of 
specifications  showing  as-is  conditions  on  the  site  annotated 
to  clearly  indicate  all  substitutions  that  are  incorporated  into 

_ 1,  TT71 _  _  _  ^.1 _  _ _ ] _ 


the  work.  Where  selection  of  more  than  one  product  is 
specified,  annotation  shall  show  which  product  was 
installed.  These  specifications  shall  be^&vailable  to 
Developer  for  inspection  at  any  time. 


2. 


o 


Final  Records  -  prior  to  request  for  Final  Completion,  the 
Construction  Manager  shall  furnish  to  Developer  a 
complete  set  of  marked-up  as-built  specifications  with 
RECORD  clearly  printed  on  cover.  Developer,  at  its 
expense,  will  furnish  Construction  Manager  a  set  of 
specifications  for  mark-up  by  Construction  Manager. 
Construction  Manager  shal Inaccurately  and  neatly  transfer 
all  annotations  from  progress  as-builts  to  final  as-builts. 


Manuals  and  Training: 


1. 


I 


<< 

Or 


Manuals  -  As  a  condition  precedent  to  Substantial 
Completion,  the  Construction  Manager  shall  furnish  to 
Developer  three  complete  sets  of  manuals  and  applicable 
operating  instructions  as  referenced  in  technical 
specifications,  to  the  extent  they  are  then  available. 
Construction  Manager  shall  use  its  best  reasonable  efforts  to 
obtain  all  such  manuals  and  operating  instructions  prior  to 
Substantial  Completion.  To  the  extent  that  such  manuals 
and  operating  instructions  have  not  been  delivered  to 
Developer  prior  to  Substantial  Completion  and  they  are 
necessary  for  Developer’s  proper  maintenance  of  the 
applicable  system  and  equipment,  Construction  Manager 
shall  be  responsible  for  maintaining  the  applicable  systems 
and  equipment  until  such  time  as  the  manuals  and  operating 
instructions  are  delivered  to  Developer. 


2.  Unless  otherwise  specified,  manuals  to  be  bound  in  3-ring 
binder  with  contents  clearly  indicated  on  outside  cover. 
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3.  Training:  Where  Developer  training  is  required  by  the 
technical  specifications,  Construction  Manager  shall  video 
and  audio  record  the  training  and  provide  Developer  with 
one  copy  of  recording. 

D.  Endorsement: 


1. 


2. 


Construction  Manager  shall  sign  each  final  record  drawing 
and  the  cover  of  the  record  specifications  and  shall  note 
thereon  that  deviations  and  annotations  are  complete  and 
accurate. 


The  Construction  Manager  shall  provide  a  signed  and 
notarized  affidavit  indicating  that  no  asbestos  containing 
materials  were  used  or  installed  during  the  course  of 
construction  as  a  condition  precedent  to  Final  Acceptance. 


E.  Fixed  Asset  Equipment  and  Fixture  Information: 

1,  Prior  to  final  acceptance,  Construction  Manager  shall 
provide  the  Developer  with  a  list  (in  electronic  format  and 
hard  copy)  of  each  piece  of  equipment  having  an  individual 
value  greater  than  $750.  The  list  shall  include,  at  a 
minimum;  a)  the  name,  make  and  model  number,  b)  the 
quantity,  installed,  and  3)  the  value  of  the  equipment. 

GC  67.  MEASUREMENT  OF  AND  PAYMENT  FOR  WORK 

67.1  Estimates  and  all  support  data  shall  be  prepared  by  Construction  Manager  and 
submitted  in  writing  for  Developer’s  approval  on  or  about  the  end  of  each  month  covering 
the  amount  and  value  of  work  satisfactorily  performed  by  Construction  Manager  up  to  the 
date  of  such  estimate.  Such  estimates  shall  be  based  on  the  construction  schedule 
completed  activity  cost,  as  approved,  and  may  be  confirmed  by  actual  measurement  of  the 
work  in  place.  Estimates  shall  be  based  on  cumulative  total  quantities  of  work  performed. 
Estimates  may  include  materials  or  equipment  not  incorporated  into  the  work  provided  the 
requirements  set  forth  below  are  met.  A  format  for  such  estimates  shall  be  determined  by 
the  Developer  according  to  type  of  Contract  work  and  shall  be  agreed  upon  prior  to,  or  no 
later  than,  application  for  the  first  progress  payment. 

The  quantity  of  work  to  be  paid  for  under  any  item  for  which  a  unit  price  is  fixed  in  the 
Contract  shall  be  the  amount  or  number,  approved  by  Developer,  of  units  of  work 
satisfactorily  completed  with  the  Contract  and  computed  in  accordance  with  applicable 
measurement  for  payment  provisions  of  the  Contract. 


67.2  Partial  payments  may  be  made  to  the  extent  of  the  delivered  cost  of  materials  to  be 
incorporated  in  the  work,  provided  such  materials  meet  the  requirements  of  this  Contract, 
plans,  and  specifications  and  are  delivered  to  acceptable  locations  at  the  Project  Site  or  to 
other  sites  in  Palm  Beach  County  that  are  acceptable  to  the  Developer  (bonded  warehouse). 
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Such  material  must  be  stored  in  a  secure  manner,  acceptable  to  the  Developer,  and  in 
accordance  with  any  manufacturer’s  recommendations.  Deposit  payments  incurred  by  the 
Construction  Manager  are  reimbursable,  provided  that  the  vendor  is  bonded  and  the 
deposit  is  approved  by  the  Developer. 

67.3  Delivered  cost  of  such  stored  or  stockpiled  materials  may  be  included  in  any 
subsequent  payment  request  once  the  Construction  Manager  meets  the  following 
conditions: 

1.  An  applicable  purchase  order  or  supplier’s  invoice  is  provided  listing  the 
materials  in  detail,  cost  of  materials  and  identifying  this  specific  contract, 
by  name. 

2.  The  material  is  insured  against  loss  or  damage  (from  whatever  source)  or 
disappearance  prior  to  incorporation  into  the  work. 

3.  Once  any  stored  material  is  paid  for  by  Developer,  it  shall  not  be  removed 
from  the 

designated  storage  area  except  for  incorporation  into  the  work. 

4.  Evidence  that  Construction  Manager  has  verified  quantity  and  quality  of 
materials  delivered  (verified  packing  list). 

67.4  It  is  not  the  intent  of  this  section  to  pay  for  stored  materials  that  are  intended  for 
day-to-day  inventory  i.e.  small  diameter  piping,  fittings,  conduit,  etc.  Payment  for  stored 
materials  under  this  section  shall  be  limited  to  finished  prefabricated  products, 
piece-marked,  and  customized  for  the  project.  Any  payment  for  stored  materials  is  subject 
strictly  at  the  sole  discretion  of  the  Developer. 

67.5  It  is  further  agreed  between  the  parties  that  the  transfer  of  title  and  the  Developer’s 
payment  for  any  stored  or  stockpiled  materials  pursuant  to  this  General  Condition  shall  in 
no  way  relieve  the  Construction  Manager  of  the  responsibility  of  ensuring  the  correctness 
of  those  materials  and  for  furnishing  and  placing  such  materials  in  accordance  with  the 
requirements  of  this  contract,  plans  and  specifications. 

67.6  Construction  Manager  shall  make  all  surveys  necessary  for  determining  all 
quantities  of  work  to  be  paid  for  under  the  Contract.  Copies  of  field  notes,  computations, 
and  other  records  made  by  Construction  Manager  for  the  purpose  of  determining  quantities 
shall  be  furnished  to  Developer  upon  request.  Construction  Manager  shall  notify 
Developer  prior  to  the  time  such  surveys  are  made.  Developer,  at  its  discretion,  may 
arrange  to  have  its  representative  witness  and  verify  all  surveys  made  by  Construction 
Manager  for  determining  quantities  of  work  to  be  paid  for  under  the  Contract. 
Measurements  and  computations  shall  be  made  by  such  methods  as  Developer  may 
consider  appropriate  for  the  class  of  work  measured. 

67.7  The  dividing  limits,  lines  or  planes  between  adjacent  items  or  classes  of  excavation, 
concrete,  or  other  types  of  work  where  not  definitely  indicated  on  the  drawings  or  in  the 
Specifications,  shall  be  determined  by  Developer. 
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67.8  No  payments  of  invoices  (or  portions  thereof)  shall  at  any  time  constitute  approval 
or  acceptance  of  the  work  under  this  Contract,  nor  be  a  waiver  by  Developer  of  any  of  the 
terms  contained  herein. 

GC  68.  PROGRESS  PAYMENT  PROCEDURES 

68.1  The  Construction  Manager  shall  prepare  a  schedule  of  values  by  phases  of  work  to 
show  a  breakdown  of  the  Contract  Sum  corresponding  to  the  payment  request  breakdown 
and  progress  schedule  line  items.  The  schedule  of  values  must  also  show  dollar  value  for 
each  unit  of  work  scheduled.  Change  Orders  and  CCDs  shall  be  added  as  separate  line 
items.  The  schedule  of  values  shall  be  submitted  to  the  Developer  and  Architect  for  review 
and  approval  prior  to  “Commencement  of  Work.” 

68.2  The  Construction  Manager  will  prepare  and  submit  four  (4}  original  copies  of 
monthly  invoices  for  work  completed  during  the  one  month  period.  Pay  Applications  shall 
be  submitted  in  the  format  and  wording  of  the  form  contained  in  Appendix  A.  All 
information  must  be  completed  for  the  pay  application  to  be  accepted  and  all  performance 
and  payment  bonds  must  be  recorded  and  in  place  and  delivered  to  Developer  and  the 
County.  Developer’s  account  number(s)  for  the  project  will  be  given  at  the 
Pre-Construction  meeting  and  will  be  placed  at  the  top  right  hand  comer  of  each 
application.  These  payment  applications  will  be  reviewed  by  all  parties  in  attendance  at  the 
monthly  pay  application  meetings.  Prior  to  formal  submission  of  the  Application  the 
Constmction  Manager  shall  submit  a  rough  draft  plus  two  extra  copies  for  the  Developer 
and  Architect  to  review.  Submit  four  (4)  final  approved  copies  to:  the  Architect,  whose 
approval  is  required  prior  to  submission  to  the  Developer. 

68.3  It  is  anticipated  that  Construction  Manager  will  submit  to  Architect  and  Developer 
a  “pencil  draft”  of  its  monthly  payment  application  on  the  25lh  day  of  that  month. 
Construction  Manager,  Developer,  and  Architect  will  review  that  “pencil  draft,”  making 
such  adjustments  to  it  as  are  mutually  agreed  upon.  Construction  Manager  will  then  submit 
to  Architect  its  monthly  payment  application,  based  upon  the  mutually  agreed  upon 
adjusted  “pencil  draft,”  by  the  first  business  day  of  the  following  month.  The  amounts 
reflected  in  such  payment  application  shall  be  due  and  payable  within  thirty  (30)  days  after 
such  payment  application  is  submitted  to  the  Architect,  subject  to  the  payment  provisions 
of  the  Contract  Documents  relative  to  the  County’s  obligation  to  provide  funding  to  the 
Developer  as  a  condition  precedent  to  the  Developer’s  obligation  to  make  payments  to 
Construction  Manager.  Construction  Manager  shall  be  paid  within  seven  (7)  business  days 
following  the  receipt  of  funds  from  the  County.  In  the  event  of  any  dispute  over  the  amount 
invoiced,  the  Developer  shall  pay  the  undisputed  portion  of  the  invoice,  and  the 
Construction  Manager  may  either  accept  the  Developer’s  determination  or  file  a  claim  for 
the  disputed  portion  of  the  invoice  in  accordance  with  the  procedures  set  forth  in  this 
Contract.  If  the  Developer  does  not  pay  the  Construction  Manager  within  forty-five  (45) 
days  of  the  due  date  of  any  particular  payment,  then  the  Contractor  may,  upon  seven  (7) 
additional  business  days’  written  notice  to  the  Developer,  stop  the  Work  until  payment  of 
the  amount  owing  has  been  received.  In  such  event,  the  Contract  Time  and  Guaranteed 
Maximum  Price  shall  be  adjusted,  if  at  all,  under  the  “Suspension”  provisions  of  the 
Contract  Documents. 
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Retainage,  in  the  amount  of  10%,  will  be  withheld  on  the  calculated  value  of  any  work, 
with  the  exception  of  stored  materials  which  may  be  paid  at  the  supplier’s  invoiced  cost.  In 
addition,  no  retainage  shall  be  withheld  on  General  Requirement  payments.  At 
Construction  Manager’s  request  and  with  consent  of  Construction  Manager’s  Surety,  after 
50%  completion  of  the  work  has  been  achieved,  the  Developer  will  implement  a  reduction 
in  retainage  to  5%  of  all  future  pay  requests,  as  required  by  Florida  Statute,  except  such 
payments  that  are  the  subject  of  a  claim  or  a  good  faith  dispute.  When  retainage  is 
reduced,  Construction  Manager  may  withhold  more  than  5%  retainage  from  subcontractors 
or  suppliers  only  when  done  in  accordance  with  the  Developer’s  prior  9pnsent. 
Notwithstanding  the  foregoing,  in  no  instance  can  the  amount  retained  be  less  than  the 
value  of  Developer’s  good  faith  claims  plus  the  value  of  the  work  the  Developer 
determines  remains  to  be  put  in  place  or  required  to  be  performed  as  remedial  activities. 
For  the  purposes  of  this  section,  50%  completion  shall  be  that  point  in  time  when  Architect 
determines  that  half  of  the  Work  required  by  the  Contract  has  been  completed.  In  no  event 
shall  the  Work  be  determined  to  be  50%  complete  before  the  Developer  Mas  paid  50%  of 
the  Contract  amount. 

68.4  Each  application  for  payment  shall  be  accompanied  by  the  following: 

1 .  A  notarized  “Affidavit  of  Disbursement  of  Previous  Periodic  Payments  to 
subcontractors”  from  the  Construction  Manager  for  the  portion  of  work  up 
to  the  date  of  that  particular  pay  application. 

2.  SBE-M/WBE  Construction  Activity  Report  (Schedule  3). 

3. 

4. 

68.5  Copies  of  Schedules  3  and  4  are  included  in  Appendix  A. 

68.6  If  one  or  more  “Notice  of  Non-Payment”  is  received  by  the  Developer,  as  a  result  of 
Construction  Manager  failing  to  make  payments  to  Subcontractors  from  amounts  for 
which  Developer  has  paid  to  Construction  Manager,  no  further  payments  will  be  made  to 
Construction  Manager  until  such  non-payment(s)  have  been  satisfied  and  an  original 
“Release  of  Claim”  for  each  “Notice”  has  been  submitted  to  the  Developer.  Upon  request, 
Construction  Manager  shall  furnish  acceptable  evidence  that  all  such  claims  have  been 
satisfied  or  removed  from  the  Project.  On  bonded  projects  only,  the  Developer  may  allow, 
with  consent  of  Surety  and  indemnification  in  writing  in  favor  of  the  Developer  and 
County  against  any  claims  associated  with  any  such  “Notice  of  Non-Payment,”  payment 
for  Work  where  there  is  an  outstanding  Notice  of  Non-Payment. 

68.7  Any  amount  otherwise  payable  under  the  Contract  may  be  withheld,  in  whole  or  in 
part,  to  the  extent  reasonably  necessary  to  protect  the  Developer’s  interests,  if: 

1 .  Any  claims  are  made  against  Construction  Manager  by  Developer  or  are 
made  against  the  Developer  by  a  third  party  due  to  the  Construction 
Manager’s  breach  of  contract  or  fault  or  neglect,  or  if  reasonable  evidence 
indicates  the  probability  of  the  making  of  any  such  claim;  or 

2.  Construction  Manager  is  in  default  of  any  Contract  condition;  or 


SBE-M/WBE  Payment  Certification  (Schedule  4). 

An  Developer  approved  construction  schedule  update 


101926657.2 


General  Conditions  -  Page  61  of  69 


3 .  There  is  reasonable  doubt  that  this  Contract  can  be  completed  within  the 
time  specified  or  for  the  balance  then  unpaid. 

4.  Defective  work  or  material  is  not  remedied; 

5.  Construction  Manager  fails  to  carry  out  the  work  in  accordance  with  the 
Contract  Documents; 

6.  Construction  Manager  fails  to  submit  the  information  required  by  this 
Contract;  or 

7.  Construction  Manager  fails  to  submit  an  Developer  approved  updated 
Schedule  with  each  Application  for  Payment. 

68.8  Provided  Developer  is  not  in  breach  of  its  payment  obligations  under  the  Contract 
Documents,  if  claims  or  liens  filed  against  Construction  Manager  or  Developer  connected 
with  performance  under  this  Contract  are  not  promptly  removed  by  Construction  Manager 
within  ten  (10)  days  after  receipt  of  written  notice  from  Developer  to  do  so,  Developer  may 
remove  such  claims  or  liens  and  all  costs  in  connection  with  such  removal  shall  be 
deducted  from  the  Guaranteed  Maximum  Price.  If  the  amount  of  the  remaining 
Guaranteed  Maximum  Price  is  insufficient  to  meet  such  cost,  or  if  any  claim  or  lien  against 
Construction  Manager  is  discharged  by  Developer  after  final  payment  is  made, 
Construction  Manager  and  its  surety  or  sureties  shall  promptly  pay  Developer  all  costs 
(including  attorney’s  fees)  incurred  thereby  regardless  of  when  such  claim  or  lien  arose. 

68.9  Following  issuance,  by  the  Architect,  of  a  Certificate  of  Substantial  Completion, 
Construction  Manager  may  submit  special  payment  request,  provided  the  following  have 
been  completed: 

1 .  Obtain  permits,  certificates  of  inspection  and  other  approvals  and  releases 
by  governing  authorities,  required  for  the  Developer’s  occupancy  and  use 
of  the  project;  provided,  however,  this  requirement  is  waived  to  the  extent 
the  failure  to  obtain  any  such  permit,  certificate,  approval  or  release  is  not 
due  to  the  fault  or  neglect  or  breach  of  Contract  by  the  Construction 
Manager. 

2.  Complete  final  cleaning  of  the  Work. 

3.  Submit  record  documents  (record  drawings). 

4.  Submit  listing  of  work  to  be  completed  before  final  acceptance. 

5.  Settle  or  remove  liens  and  other  claims. 

6.  Obtain  Consent  of  Surety  for  partial  release  of  retainage. 

7.  Settle  liquidated  damages  due  to  Developer,  if  any. 

68.10  Upon  receipt  by  Developer  of  Construction  Manager’s  written  Notice  of  Final 
Completion  of  its  work  under  this  Contract,  in  accordance  with  GC  72„  Developer  shall 
verify  all  work  has  been  completed  on  the  project.  When  all  work  has  been  verified  as 
complete,  and  the  Construction  Manager  completes  and  submits  the  items  listed  below,  the 
Construction  Manager  may  submit  a  final  invoice. 

1 .  Complete  all  work  listed  on  the  punch  list  prepared  in  accordance  with  GC 
71  and  obtain  Architect  certification  of  completed  Work. 

2.  Submit  proof  of  payment  on  fees,  taxes  or  similar  obligations. 
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3.  Transfer  operational,  access,  security  and  similar  provisions  to  Developer; 
remove  temporary  facilities,  tools  and  similar  items. 

4.  Obtain  Consent  of  Surety  for  final  payment  and/or  partial  release  of 
retainage. 

5.  All  information  required  by  GC  66. 

6.  Obtain  certification  of  as-built  (record)  drawings  from  Architect. 

GC  69.  USE  OF  COMPLETED  PORTIONS  OF  WORK 

69.1  Whenever,  as  determined  by  Developer,  any  portion  of  work  performed  by 
Construction  Manager  is  in  a  condition  suitable  for  use,  Developer  may  initiate  certificate 
of  Substantial  Completion  (Partial  Utilization)  for  that  portion  and,  conditioned  upon  the 
Developer’s  receipt  of  any  required  approvals  from  insurers  or  governmental  authorities, 
take  possession  of  or  use  such  portion.  Such  use  by  Developer  shall  in  no  case  be  construed 
as  constituting  final  acceptance,  and  shall  neither  relieve  Construction  Manager  of  any  of 
its  responsibilities  under  the  Contract,  nor  act  as  a  Waiver  by  Developer  of  any  of  the 
conditions  thereof,  provided,  that  Construction  Manager  shall  not  be  liable  for  the  cost  of 
repairs,  rework,  or  renewals  which  may  be  required  due  to  ordinary  wear  and  tear  resulting 
from  such  use.  However,  if  such  use  increases  the  cost  or  delays  the  completion  of 
remaining  portions  of  work,  Construction  Manager  shall  be  entitled  to  an  equitable 
adjustment  in  its  compensation  and/or  schedule  under  this  contract. 

69.2  If,  as  a  result  of  Construction  Manager’s  failure  to  comply  with  the  provisions  of 
the  Contract,  such  use  proves  to  be  unsatisfactory  to  Developer,  Developer  shall  have  the 
right  to  continue  such  use  until  such  portion  of  work  can,  without  injury  to  Developer,  be 
taken  out  of  service  for  correction  of  defects,  errors,  omissions,  or  replacement  of 
unsatisfactory  materials  or  equipment,  as  necessary  for  such  work  to  comply  with  the 
Contract;  provided  that  thek  period  of  such  operation  or  use  pending  completion  of 
appropriate  remedial  action  shall  not  exceed  twelve  months  unless  otherwise  mutually 
agreed  upon  in  writing  between  the  parties. 

69.3  Construction  Manager  shall  not  use  any  permanently  installed  equipment  unless 
such  use  is  approved  by  Developer  in  writing.  Where  Construction  Manager’s  written 
request  is  granted  for  the  use  of  certain  equipment,  Construction  Manager  shall  properly 
use  and  maintain,  and  upon  completion  of  its  use,  and  at  its  expense,  recondition  such 
equipment  to  the  satisfaction  of  Developer.  If  Developer  furnishes  an  operator  for  such 
equipment,  such  operator’s  services  shall  be  performed  under  the  complete  direction  and 
control  of  Construction  Manager  and  shall  be  considered  Construction  Manager’s 
employee  for  all  purposes  other  than  the  payment  of  such  operator’s  wages,  workmen’s 
compensation  or  other  benefits  paid  directly  or  indirectly  by  Developer. 

GC  70.  WAIVER  OF  CONSEQUENTIAL  DAMAGES 

70.1  The  Construction  Manager  and  the  Developer  waive  claims  against  each  other  for 
consequential  damages,  as  that  term  is  defined  under  the  laws  of  the  state  of  Florida, 
arising  out  of  or  relating  to  this  Contract. 
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This  mutual  waiver  is  applicable,  without  limitation,  to  all  consequential  damages  due  to 
either  party’s  termination  in  accordance  with  the  Contract  Documents.  Nothing  contained 
in  this  Section  70.1  shall  be  deemed  to  preclude  an  award  of  liquidated  damages  or 
extended  field  operation  damages,  when  applicable,  in  accordance  with  the  requirements 
of  the  Contract  Documents. 

The  foregoing  waiver  of  consequential  damages  shall  not  apply  to  any  damages  covered 
and  paid  by  applicable  insurance  maintained  by  any  party  to  this  Agreement. 

GC  71  .SUBSTANTIAL  COMPLETION: 

71.1  Substantial  Completion  shall  occur  whenever,  as  determined  by  Developer  in 
consultation  with  the  Architect,  any  portion  of  work  performed  by  Construction  Manager 
is  in  a  condition  suitable  for  use,  and  Developer  may  issue  a  certificate  of  Substantial 
Completion  for  that  portion  and  take  possession  of  or  use  such  portion.  Such  use  by 
Developer  shall  in  no  case  be  construed  as  constituting  final  acceptance,  and  shall  neither 
relieve  Construction  Manager  of  any  of  its  warranty  responsibilities  under  the  Contract, 
nor  act  as  a  Waiver  by  Developer  of  any  of  the  conditions  thereof,  provided,  that 
Construction  Manager  shall  not  be  liable  for  the  cost  of  repairs,  rework,  or  renewals  which 
may  be  required  during  to  ordinary  wear  and  tear,  abuse,  improper  maintenance  or  loss 
resulting  from  such  use.  However,  if  such  use  by  Developer  increases  the  cost  or  delays 
the  completion  of  remaining  portions  of  Work,  Construction  Manager  shall  be  entitled  to 
an  equitable  adjustment  to  the  Guaranteed  Maximum  Price  and/or  Project  Construction 
Schedule  under  this  Contract. 

71.2  If,  as  a  result  of  Construction  Manager’s  failure  to  comply  with  the  provisions  of 
the  Contract,  such  uses  proves  to  be  unsatisfactory  to  Developer,  Developer  shall  have  the 
right  to  continue  such  use  until  such  portion  of  work  can,  without  injury  to  Developer,  be 
taken  out  of  service  for  correction  of  defects,  errors,  omissions,  or  replacement  of 
unsatisfactory  materials  or  equipment,  as  necessary  for  such  work  to  comply  with  the 
Contract;  provided  that  the  period  of  such  operation  or  use  pending  completion  of 
appropriate  remedial  action  shall  not  exceed  six  (6)  months  unless  otherwise  mutually 
agreed  upon  in  writing  between  the  parties. 

71.3  The  date  of  Substantial  Completion  is  the  date  established  by  the  Architect  and 
approved  by  thd  Developer  when  the  project  is  sufficiently  complete  to  permit  the 
Developer  to  use  it  for  its  intended  purpose  and  the  Items  listed  in  paragraph  71.6  are 
complete. 

71.4  The  Construction  Manager  shall  notify  the  Architect  in  writing  when  the 
Construction  Manager  considers  the  Project  Substantially  Complete  and  attach  a 
comprehensive  list  of  incomplete  work  and  items  needing  correction  with  dates  indicating 
when  the  items  listed  will  be  completed. 

71.5  Once  the  Architect  has  received  notice  from  the  Construction  Manager,  the 
Architect  will  promptly  inspect  the  work.  The  Architect  may  refuse  to  inspect  the  Work  if 
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the  Work  is  obviously  not  substantially  complete  or  when  the  Construction  Manager’s  list 
is  not  complete. 

71.6  The  following  items  shall  be  completed  prior  to  a  request  by  the  Construction 
Manager  for  inspection  for  Substantial  Completion. 

1 .  Certificate  of  Occupancy  or  Certificate  of  Completion  (whether  temporary 
or  permanent),  as  applicable,  shall  be  obtained  from  the  proper  Building  Official. 

2.  All  general  construction  completed,  except  for  minor  punch  list  items. 

3.  All  mechanical  and  electrical  work  complete,  equipment  and  fixtures  in 
place,  connected,  cleaned  and  ready  for  use,  except  for  minor  punch  list  items. 

4.  All  electrical  circuits  shall  be  scheduled  in  panels,  and  all  panels  and 
disconnect  switches  properly  labeled. 

5.  All  painting  shall  be  completed;  all  signs  installed,  except  for  minor  punch 
list  items. 

6.  All  project  components  including  floors,  glass  and  metal  work  shall  be 
cleaned. 

7.  All  finish  hardware  shall  be  installed,  and  all  doors  shall  be  in  good  working 
order,  except  for  minor  punch  list  items. 

All  keys  and  blanks  shall  have  been  provided,  except  for  minor  punch  list  items. 

8.  Project  site  shall  be  cleared  of  the  Construction  Manager’s  excess 
equipment,  storage  shacks,  trailers,  and/or  building  supplies.  All  temporary  construction 
items  shall  be  removed  to  the  extent  necessary  not  to  interfere  with  operation  of  the  Project. 

9.  All  mechanical  and  electrical  systems  including  Fire  Alarm  and  Security, 
shall  be  complete,  fully  functional,  and  demonstrated  to  the  Developer.  The  Fire  Alarm 
system  must  be  100%  complete  without  exception,  except  for  minor  punch  list  items. 

10.  All  operations  and  maintenance  manuals  for  all  equipment  shall  have  been 
submitted  to  the  extent  required  under  GC  66.C.1  above. 

1 1 .  Manufacturers’  certifications  and  warranties  shall  be  delivered  to 
Developer. 

12.  All  operations  and  maintenance  training  related  literature,  software  and 
back-up  disks  shall  have  been  substantially  provided,  except  for  minor  punch  list  items. 

13.  All  required  spare  parts  as  well  as  any  special  tools  shall  have  been 
substantially  provided. 
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14.  All  HVAC  testing  and  balancing  reports  shall  have  been  substantially 
submitted  and  approved,  subject  to  punch  list  items. 

15.  The  project  record  drawings  and  specifications  shall  be  submitted  in 
accordance  with  GC  66. 

71.7  If  Substantial  Completion  is  not  obtained  at  the  third  inspection  by  Architect, 
requested  by  the  Construction  Manager,  for  reasons  which  are  the  fault  of  the  Construction 
Manager,  the  cost  of  any  subsequent  inspections  requested  by  the  Construction  Manager 
for  the  purpose  of  determining  Substantial  Completion  shall  be  the  responsibility  of  the 
Construction  Manager  and  shall  be  assessed  against  the  final  payment  application. 

71.8  Once  Substantial  Completion  is  achieved  and  within  the  time  allowed  by  F.S. 
218.70  et  seq,  Architect  and/or  Developer  will  prepare  and  deliver  to  Construction 
Manager  the  punch  list.  The  punch  list  items  shall  be  corrected  by  the  Construction 
Manager  within  120  calendar  days  and  prior  to  any  request  for  Final  Inspection  and 
Acceptance.  The  failure  to  include  any  corrective  work  or  pending  items  not  yet  completed 
on  the  list  does  not  alter  the  responsibility  of  the  Construction  Manager  to  complete  the 
work  pursuant  to  the  contract. 

GC  72.  FINAL  INSPECTION  AND  ACCEPTANCE 

72.1  When  the  Construction  Manager  considers  that  all  work  under  the  Contract  is 
complete  as  previously  referenced  in  GC  71,  Construction  Manager  shall  so  inform 
Developer  and  Architect  in  writing,  “Notice  of  Final  Completion”.  When  items  on  the 
punch  list  as  recorded  at  the  Substantial  Completion  inspection  have  been  corrected  and  the 
Developer  and  the  County  are  satisfied  that  all  work  under  the  Contract  is  completed  and  is 
in  accordance  with  the  requirements  of  this  Contract,  Developer  shall  notify  Construction 
Manager  in  writing  of  final  acceptance  of  its  work  under  this  Contract. 

72.2  The  Developer  will  make  final  payment  to  the  Construction  Manager  of  amounts 
due  and  owing  under  the  Contract  after  deducting  all  prior  payments  and  all  amounts  to  be 
kept  or  retained  under  the  provisions  of  the  Contact  Documents,  including  the  following 
items,  for  which  a  Change  Order  will  be  issued: 

1 .  liquidated  damages,  as  applicable. 

2.  At  the  discretion  of  the  Developer,  one  and  one-half  times  the  value  of 
outstanding  items,  corrective  Work,  and  incomplete  punch  list.  All  such  Work  shall  be 
completed  or  corrected  to  the  satisfaction  of  the  Developer  within  the  time  stated  on  the 
Certificate  of  Substantial  Completion,  or  on  the  “final  punch  list”,  or  any  other  “punch  list. 

72.3  Neither  final  acceptance  of  the  Work,  nor  payment  therefore,  nor  any  provision  of 
the  Contract  Documents  shall  relieve  the  Construction  Manager  of  responsibility  for 
defective  or  deficient  materials  or  work.  If,  within  one  (1)  year  or  as  provided  for  elsewhere 
in  the  General  Conditions  or  technical  specifications  after  Substantial  Completion,  any  of 
the  Work  is  found  to  be  defective,  deficient  or  not  in  accordance  with  the  Contract 
Documents,  the  Construction  Manager  shall  correct,  remove  and  replace  it  promptly  after 
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receipt  of  a  written  notice  from  the  Developer  and  correct  any  damage  to  other  Work 
resulting  in  therefrom. 

GC  73. DISPOSAL  OF  MATERIAL  OUTSIDE  PROJECT  SITE  LIMITS 


73.1  The  Construction  Manager  shall  make  its  own  arrangements  for  disposal  of 
materials  outside  the  Project  site  limits.  The  Developer  reserves  the  right  to  retain  any 
salvage  material  or  equipment  scheduled  for  removal.  Should  the  Developer  elect  to  retain 
salvaged  materials  or  equipment,  the  Construction  Manager  will  provide  appropriate 
on-site  storage  and  protection.  The  Developer  will  be  responsible  for  transporting  from  the 
site  any  materials  or  equipment  it  has  elected  to  retain.  Off-site  disposal  of  any  items  not 
retained  by  the  Developer  shall  be  the  responsibility  of  the  Construction  Manager. 

73.2  When  any  material  is  to  be  disposed  of  outside  the  project  limits,  the  Construction 
Manager  shall  first  obtain  a  written  permit  from  the  property  Developer  on.  whose  property 
the  disposal  is  to  be  made  and  he  shall  file  in  writing  with  the  Developer  said  permit  or  the 
certified  copy  thereof  together  with  a  written  release  from  the  property  Developer 
absolving  the  agency  of  any  and  all  responsibility  in  connection  with  the  disposal  of 
material  on  said  property. 

73.3  When  material  is  disposed  of  as  above  provided  and  the  disposal  location  is  visible 
from  the  project,  the  Construction  Manager  shall  dispose  of  the  material  in  a  neat  and 
uniform  manner  to  the  satisfaction  of  the  Developer 

THSL 

74.1  The  Construction  Manage^  ;sents  to  the 
Construction  Manager 


GC  74.  IDENTITY  OF  INTEREST  WITH  SUBCONTRACTORS/SUPPLIERS 


Developer  that  neither  the 
nor  any  officer;  director,  partner  or  shareholder  who  holds  ten 


ny  on 

e  ontst 


percent  (10%)  or  more  of  the  outstanding  stock  of  the  Construction  Manager,  has  any 
financial  interest  in,  or  as  an  officer,  director,  partner  or  ten  percent  (10%)  plus  shareholder 
of  any  firm,  person  or  entity  which  has  been  or  may  be  contracted  with  to  furnish  labor, 
material,  equipment  or  professional  services  in  connection  with  the  construction  or  the 


Project.  Construction  Manager  agrees  to  give  written  notification  and  obtain  the  approval 
of  the  Developer  before  entering  into  any  Contract  on  this  Project  with  any  subcontractor 
or  materialman  where  there  exists  any  identity  of  interest. 

i.CLEA] 


GC  75.  CLEANING  UP 


75.1  Construction  Manager  shall,  at  all  times,  keep  its  work  areas  in  a  neat,  clean  and 
safe  condition.  Upon  completion  of  any  portion  of  the  work,  Construction  Manager  shall, 
within  48  hours,  remove  all  of  its  equipment,  construction  plant,  temporary  structures  and 
surplus  materials  not  to  be  used  at  or  near  the  same  location  during  later  stages  of  work. 


GC  76.  PROJECT  SIGNS 


76. 1  Construction  Manager,  shall  construct  a  project  job  sign  as  indicated  and  described 
on  Site  Sign  Detail.  Construction  Manager  shall  coordinate  location  of  sign  with 
Developer’s  representative  and  install  within  21  days  after  Developer’s  issuance  of 
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“Notice  to  Proceed”.  Any  deletion/addition  of  lettering  during  the  life  of  the  project  will  be 
at  the  Construction  Manager’s  expense.  Construction  Manager  will  remove  and  properly 
dispose  of  sign  at  substantial  completion  of  project.  With  the  exception  of  the  right 
reserved  by  the  Developer  to  erect  a  sign  in  connection  with  the  project  and  unless 
otherwise  provided  in  the  Contract  Documents,  Construction  Manager  shall  not  display  or 
permit  to  be  displayed  on  or  about  the  project,  any  sign,  trademark,  poster  or  other 
advertising  or  identifying  device,  without  prior  written  approval  of  Developer. 

GC  77.  DESIGN  DELEGATION 

77.1  The  Construction  Manager  shall  not  be  required  to  provide  professional  design 
services  that  constitute  the  practice  of  architecture  or  engineering  unless  such  services  are 
expressly  identified  in  and  required  by  the  Contract  Documents  including  the  Guaranteed 
Maximum  Price  Amendment.  The  Construction  Manager  shall  not  be  required  to  provide 
professional  design  services  in  violation  of  Applicable  Law.  If  professional  design  services 
by  a  design  professional  are  specifically  required  of  the  Construction  Manager  by  the 
Contract  Documents,  the  Developer  and  the  Architect  will  specify  all  performance  and 
design  criteria  that  such  professional  design  services  must  satisfy.  The  Construction 
Manager  shall  be  entitled  to  rely  upon  the  adequacy,  accuracy  and  completeness  of  the 
performance  and  design  criteria  that  such  professional  design  services  must  satisfy. 
Developer  acknowledges  and  agrees  that  any  such  design  services  to  be  provided  by 
Construction  Manager  hereunder  are  expressly  excluded  from  the  warranty  provisions 
herein  and  that,  with  respect  to  such  design  services,  Construction  Manager  only  agrees 
that  such  services  shall  be  performed  in  accordance  with  the  care  and  skill  ordinarily  used 
by  design  professionals  practicing  under  similar  circumstances  at  the  same  time  and  in  the 
same  locality.  Provided,  however,  nothing  herein  shall  limit  or  reduced  Construction 
Manager’s  warranty  obligations  under  the  Contract  Documents  as  to:  i)  the  balance  of  that 
Work  which  is  not  design  services  and  ii)  the  Construction  Manager’s  warranty  obligations 
as  to  the  installation  of  the  Work  the  subject  of  such  design  services  as  provided  in  the 
Contract  Documents. 
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EXHIBIT  "D"  -  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


SPECIAL  CONDITIONS 


[SEE  ATTACHED] 
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SC  1 


SPECIAL  CONDITIONS 


The  following  supplements  modify,  change,  delete  from  or  add  to  the  General  Conditions 
of  this  Contract.  Where  any  paragraph  or  subparagraph  is  modified  or  deleted  by  these 
supplements,  the  unaltered  provision  of  that  paragraph,  subparagraph  or  clause  shall  remain 
in  effect. 


SC  2  PROJECT  TEAM 


Key  members  of  the  Project  Team  as  referenced  in  the  specifications  are  defined  as  follows: 

1 .  Developer:  HW  SPRING  TRAINING  COMPLEX,  LLC,  a  Florida 
limited  liability  company,  under  agreement  with  the  County  for  the 
construction  of  the  Project. 

2.  Architect/Engineer:  HKS  Architects,  KIMLEY  HORN,  Civil  Engineers, 
URS/AECOM  environmental  engineers,  and  ARDAMAN  and 
ASSOCIATES,  geotechnical  engineers. 

4.  Land  Planning  Consultant:  Urban  Design  Kilday  Studios  (UDKS) 

5.  Attorney  for  Developer:  GUNSTER,  YOAKLEY  &  STEWART,  P.A., 
Attention  Brian  Seymour,  Esquire 

6.  Program  Manager:  MARC  TAYLOR,  INC. 

7.  County:  PALM  BEACH  COUNTY,  a  political  subdivision  of  the  State  of 
Florida  under  agreement  with  Developer  for  the  construction  of  the  Project. 

SC  3  LOCATION  OF  WORK 

The  intersection  of  45th  Street,  Haverhill  Road,  Military  Trail  and  the  “M”  canal  as  shown 
on  the  attached  aerial  as  Exhibit  A. 


ONS 


;nai  as  j 


SC  4  WORK  CONSTRAINTS 
Intentionally  omitted. 


FTFJJ 


SC  5  FIELD  OFFICE 

Construction  Manager  shall  provide  an  air  conditioned  space  with  chairs  and  a  table  in 
order  to  conduct  progress  meeting  with  the  Project  Team  from  time  to  time.  In  addition 
thereto,  there  shall  be  a  separate  trailer  for  the  Program  Manager  and  the  Architect 
immediately  adjacent  to  the  Construction  Manager’s  trailer  and  included  as  a  General 
Requirement  Cost. 


SC  6  CONCURRENT  WORK 
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The  following  work,  under  separate  Contract  to  the  Developer,  is  anticipated  to  occur 
during  the  contractual  time  frames  of  the  project: 

TBD 


The  foregoing  in  no  way  limits  the  Developer’s  right  to  execute  additional  work  on  the 
site  under  separate  contract. 


SC  7  PESTICIDES  AND  HERBICIDES  APPLICATION 


Provide  evidence  to  Developer  of  proper  certification  of  applicators  of  pesticides  or 
herbicides  prior  to  the  application  of  those  products. 


SC  8  NPDES  PERMIT  FOR  STORM  WATER  DISCHARGE 


O 


SC  9 


The  Construction  Manager  will  be  required  to  comply  with  the  County’s  NPDES  General 
Permit  which  includes  implementation  of  a  storm  water  pollution  prevention  plan  (SWPPP) 
during  construction. 

Intentionally  deleted 

kxV 


SC  10  TAXES 


Construction  Manager  shall  pay  all  taxes,  levies,  duties  and  assessments  of  every  nature 
which  may  be  applicable  to  any  work  under  this  Contract.  The  Contract  Sum  and  any 
agreed  variations  thereof  shall  include  all  taxes  imposed  by  law.  To  the  extent  there  is  a 
change  in  any  applicable  tax  that  goes  into  effect  subsequent  to  the  date  the  GMP  is 
established  and  such  change  increases  the  Construction  Manager’s  cost  of  performing  the 
Work  hereunder,  the  GMP  shall  be  equitably  adjusted  via  Change  Order. 


10.1  County  Furnished  Materials 


10.1.1  The  Construction  Manager  shall  include  Florida  State  Sales  and  other  applicable  taxes  in  its 
bid  for  material,  supplies,  and  equipment. 

The  Developer  reserves  the  right  to  require  Construction  Manager  to  .  assign  some  or  all  of  its 
subcontracts  or  other  agreements  with  material  suppliers  directly  to  County.  Any  materials 
purchased  by  County  pursuant  to  such  an  assignment  of  a  material  supply  subcontract  or  agreement 
shall  be  referred  to  as  "County  Furnished  Materials"  and  the  responsibilities  of  both  County  and 
Construction  Manager  relating  to  such  County  Furnished  Materials  shall  be  governed  by  the  terms 
and  conditions  of  these  Special  Conditions,  which  shall  take  precedence  over  other  conditions  and 
terms  of  the  Contract  Documents  where  inconsistencies  or  conflicts  exist.  In  addition,  the  County’s 
standard  terms  and  conditions  associated  with  purchase  ordered  materials  will  be  applicable  to  all 
County  Furnished  Materials. 


10.1.2  Material  suppliers  shall  be  selected  by  the  Construction  Manager  and  approved  by  the 
Developer  and  awarded  the  contract  by  the  competitive  bid  process.  Supply  contracts  shall  be 
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awarded  by  the  Construction  Manager  to  the  supplier  whose  bid/proposal  is  most  advantageous  to 
the  Developer,  price  and  other  factors  considered. 

The  Construction  Manager  shall  include  the  price  for  all  construction  materials  in  its  bid.  County 
purchasing  of  construction  materials,  if  selected,  will  be  administered  on  a  deductive  Change  Order 
basis,  deducting  the  price  of  the  materials  and  possibly  the  sales  tax,  as  noted  below.  The  GMP 
includes  a  $1,500,000  allowance  for  sales  tax  savings  (“Sales  Tax  Allowance”).  As  each  sales  tax 
saving  deductive  Change  Order  is  issued,  the  amount  of  sales  tax  associated  with  that  Change 
Order  will  be  credited  against  the  Sales  Tax  Allowance.  If  at  Final  Completion  the  total  amount  of 
sales  tax  that  has  been  credited  against  the  Sales  Tax  Allowance  is  less  than  $1,500,000,  a  Change 
Order  will  be  issued  increasing  the  GMP  by  that  difference  in  amount.  If  and  when  the  total  amount 
of  sales  tax  to  be  credited  against  the  Sales  Tax  Allowance  exceeds  $1,500,000,  the  deductive 
Change  Orders  being  issued  will  deduct  not  only  the  price  of  the  materials,  but  also  the  sales  tax 
that  exceeds  the  Sales  Tax  Allowance  amount.  The  price  of  the  materials  deducted  in  the  Change 
Order  shall  be  included  when  calculating  the  Construction  Manager’s  Fee,  but  the  saved  sales  tax 
amount  that  exceeds  the  Sales  Tax  Allowance  shall  not  be  included. 

10.1.3  To  enable  the  Developer  to  realize  savings  of  Sales  Tax  on  selected  tangible  personal 
property  needed  for  this  Project,  the  Construction  Manager  will  provide  to  the  Developer  a  list  of 
all  intended  suppliers,  vendors,  and  materialmen  for  consideration  as  County  Furnished  Materials. 
The  Construction  Manager  shall  submit  price  quotes  from  the  vendors,  as  well  as  a  description  of 
the  materials  to  be  supplied,  estimated  quantities  and  prices.  The  Construction  Manager  will 
evaluate  the  list  to  recommend  direct  purchases  where  those  direct  purchases  will  result  in  Sales 
Tax  Savings  to  the  Developer.  The  Developer  will  either  accept  or  reject  the  Construction 
Manager’s  recommendations  and  purchases  will  be  made  according  to  County  procedures. 

10.1.4  Construction  Manager  shall  identify  materials  with  a  minimum  agreed  upon  goal  which  the 
County  will  furnish  through  the  County  Furnished  Materials  clause,  and  might  furnish  materials 
worth  far  more  than  that  amount.  Therefore,  the  provision  by  the  Construction  Manager  for 
support,  clerical,  and  administrative  services  detailed  in  that  clause  is  part  of  this  contract. 

In  a  timely  manner,  Construction  Manager  shall  prepare  County  Purchase  Order  Forms  specifically 
identify  the  materials  which  County  may,  in  its  discretion,  elect  to  purchase  directly. 

Construction  Manager  shall  include  copies  of  vendors'  quotations,  and  specifically  reference  any 
terms  and  conditions  which  have  been  negotiated  with  the  vendors  concerning  letters  of  credit, 
terms,  discounts,  or  special  payments. 

10.1.5  The  following  procedure,  which  is  a  waiver  of  the  Palm  Beach  County  Procurement  Code, 
shall  be  used  for  the  implementation  of  this  program. 

Construction  Manager  shall  prepare  County  Purchase  Orders  (hereinafter  Purchase  Orders)  for 
items  of  material  which  the  County  chooses  to  purchase  directly.  Once  the  Purchase  Order  has 
been  prepared  and  executed,  it  shall  be  issued  directly  to  the  vendor  by  the  County.  Pursuant  to  the 
Purchase  Order,  the  vendor  will  provide  the  required  quantities  of  material  at  the  price  established 
in  the  vendor's  quote  to  the  Construction  Manager,  less  any  sales  tax  associated  with  such  price. 
Promptly  upon  issuance  of  each  Purchase  Order  by  the  County,  Construction  Manager  shall  verify 
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the  purchase  of  the  items  in  accordance  with  the  terms  of  the  Purchase  Order  and  in  a  manner  to 
assure  timely  delivery  of  items.  Palm  Beach  County's  Director  of  Purchasing  or  his  designated 
representative  shall  be  the  approving  authority  for  the  County  on  Purchase  Orders  in  conjunction 
with  County  Furnished  Materials.  The  Purchase  Order  shall  require  that  the  supplier  provide  the 
required  shipping  and  handling  insurance.  The  Purchase  Order  shall  also  require  the  delivery  of  the 
County  Furnished  Materials  on  the  delivery  dates  provided  by  the  Construction  Manager  in  the 
Purchase  Order.  The  Vendor  shall  issue  its  invoice,  for  all  materials  supplied  pursuant  to  a  County 
Purchase  Order,  directly  to  Palm  Beach  County. 

10.1.6  In  conjunction  with  or  prior  to  the  execution  of  the  Purchase  Orders  by  the  suppliers,  the 
Construction  Manager  shall  execute  and  deliver  to  the  Developer  one  or  more  deductive  Change 
Orders,  in  accordance  with  General  Conditions  referencing  the  full  value  of  all  County-Furnished 
Materials  to  be  provided  by  each  supplier  from  whom  the  County  elected  to  purchase  material 
directly,  plus  all  sales  taxes  associated  with  such  materials  in  Construction  Manager's  bid  to 
County,  plus  savings  to  Construction  Manager  in  the  cost  of  Payment  and  Performance  Bonds 
associated  with  such  County  Furnished  Materials,  if  any.  The  Director  of  Facilities  Development 
&  Operations  or  his/her  authorized  representative  shall  be  the  approving  authority  for  the  County 
on  deductive  Change  Orders  in  conjunction  with  County-Furnished  Materials. 

10.1 .7  All  shop  drawings  and  submittals  shall  be  made  in  accordance  with  the  General  Conditions. 

10.1.8  Construction  Manager  shall  be  fully  responsible  for  all  matters  relating  to  the  receipt  of 
materials  furnished  by  County  in  accordance  with  these  Special  Conditions  including,  but  not 
limited  to,  verifying  correct  quantities,  verifying  documents  of  orders  in  a  timely  manner, 
coordinating  purchases  providing  and  obtaining  all  warranties  and  guarantees  required  by  the 
Contract  Documents,  inspection  and  acceptance  of  the  goods  at  the  time  of  delivery,  and  loss  or 
damage  to  equipment  and  materials  following  acceptance  of  items  by  the  County  due  to  the 
negligence  of  the  Construction  Manager.  The  Construction  Manager  shall  coordinate  delivery 
schedules,  sequence  of  delivery,  loading  orientation,  and  other  arrangements  normally  required  by 
the  Construction  Manager  for  the  particular  materials  furnished.  The  Construction  Manager  shall 
provide  all  services  required  for  the  unloading,  handling  and  storage  of  materials  through 
installation.  The  Construction  Manager  agrees  to  indemnify,  defend  and  hold  harmless  the  County, 
and  the  Developer,  from  any  and  all  claims  of  whatever  nature  resulting  from  non-payment  of 
goods  to  suppliers  under  this  sales  tax  savings  program,  but  only  to  the  extent  such  non-payment 
claims  are  the  result  of  Construction  Manager’s  failure  to  fulfill  its  responsibilities  under  the 
Contract  Documents. 

10.1.9  As  County  Furnished  Materials  are  delivered  to  the  jobsite,  the  Construction  Manager  shall 
visually  inspect  all  shipments  from  the  suppliers,  and  approve  the  vendor's  invoice  for  material 
delivered.  The  Construction  Manager  shall  assure  that  each  delivery  of  County  Furnished 
Materials  is  accompanied  by  documentation  adequate  to  identify  the  Purchase  Order  against  which 
the  purchase  is  made.  This  documentation  may  consist  of  a  delivery  ticket  and  an  invoice  from  the 
supplier  conforming  to  the  Purchase  Order  together  with  such  additional  information  as  the  County 
or  Developer  may  require.  The  Construction  Manager  will  then  forward  the  invoice  to  the  County 
through  the  Developer  for  payment. 
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10.1.10  The  Construction  Manager  shall  insure  that  County-Furnished  Materials  conform  to  the 
Specifications,  and  determine  prior  to  incorporation  into  the  Work  if  such  materials  are  patently 
defective,  and  whether  such  materials  are  identical  to  the  materials  ordered  and  match  the 
description  on  the  bill  of  lading.  If  the  Construction  Manager  discovers  defective  or  non¬ 
conformities  in  County-Furnished  Materials  upon  such  visual  inspection,  the  Construction  Manager 
shall  not  utilize  such  nonconforming  or  defective  materials  in  the  Work  and  instead  shall  promptly 
notify  the  County  of  the  defective  or  nonconforming  condition  so  that  repair  or  replacement  of 
those  materials  can  occur  without  any  undue  delay  or  interruption  to  the  Project.  If  the 
Construction  Manager  fails  to  perform  such  inspection  or  otherwise  incorporates  into  the  Work 
defective  or  nonconforming  County-Furnished  Materials,  the  condition  of  which  it  knew. 
Construction  Manager  shall  be  responsible  for  all  reasonable,  direct  damages  to  County  resulting 
from  Construction  Manager’s  incorporation  of  such  materials  into  the  Project,  including  liquidated 
or  delay  damages.  In  the  event  any  County-Furnished  Materials  contain  any  latent  defects,  the 
County  shall  assign  to  Construction  Manager  all  contract  and  warranty  rights  it  may  have  against 
vendors  who  supplied  such  County-Furnished  Materials,  and  in  addition,  the  County  shall  assist 
Construction  Manager  in  enforcement  of  those  rights  against  the  responsible  vendors. 
Notwithstanding  the  foregoing,  to  the  extent  the  County  impaired,  diminished,  or  waived  any  of  the 
rights  to  be  assigned  to  Construction  Manager,  the  Construction  Manager  shall  have  no 
responsibility  for  the  latent  defects  to  the  extent  of  such  impairment,  diminishing  or  waiver,  in  any 
such  County-Furnished  Materials. 

10.1.11  The  Construction  Manager  shall  maintain  records  of  all  County-Furnished  Materials 
incorporated  into  the  Work  from  the  stock  of  County-Furnished  Materials  in  its  possession.  The 
Construction  Manager  shall  account  monthly  to  the  County  through  the  Developer  for  any  County- 
Furnished  Materials  delivered  into  the  Construction  Manager's  possession,  indicating  portions  of  all 
such  materials  which  have  been  incorporated  into  the  Work. 

10.1.12  The  Construction  Manager  shall  be  responsible  for  obtaining  and  managing  all  warranties 
and  guarantees  for  all  materials  and  products  as  required  by  the  Contract  Documents.  All  repair, 
maintenance  or  damage-repair  calls  shall  be  forwarded  to  the  Construction  Manager  for  resolution 
with  the  appropriate  supplier,  vendor,  or  subcontractor. 

10.1.13  Notwithstanding  the  transfer  of  County- Furnished  Materials  by  the  County  to  the 
Construction  Manager'  possession,  the  County  shall  retain  legal  and  equitable  title  to  any  and  all 
County-Furnished  Materials  although  the  Construction  Manager  shall  maintain  both  Builder’s  Risk 
and  Inland  Marine/Transit  insurance  on  said  materials  and  the  Loss  Payee  endorsement  on  said 
policies  shall  include  “Palm  Beach  County  Board  of  County  Commissioners.” 

10.1.14  The  transfer  of  possession  of  County-Furnished  Materials  from  the  County  to  the 
Construction  Manager  shall  constitute  a  bailment  for  the  mutual  benefit  of  the  County  and  the 
Construction  Manager.  The  County  shall  be  considered  the  bailor  and  the  Construction  Manager 
the  bailee  of  the  County-Furnished  Materials.  County-Furnished  Materials  shall  be  considered 
returned  to  the  County  for  purposes  of  their  bailment  at  such  time  as  they  are  incorporated  into  the 
Project  or  consumed  in  the  process  of  completing  the  Project. 

10.1.15  The  County-Furnished  Materials  are  to  be  covered  by  the  Builders  Risk  insurance  to  be 
purchased  and  maintained  by  the  Construction  Manager  for  the  Work.  Such  insurance  shall  cover 
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the  full  value  of  any  County-Furnished  Materials  not  yet  incorporated  into  the  Project  during  the 
period  between  the  time  the  County  first  takes  title  to  any  such  County-Furnished  Materials  and  the 
time  when  the  last  of  such  County-Furnished  Materials  is  incorporated  into  the  Project  or  consumed 
in  the  process  of  completing  the  Project. 

10.1.16  Except  to  the  extent  due  to  their  failure  to  fulfill  their  responsibilities  in  10.1.10  above,  the 
Developer  or  the  County  shall  in  no  way  be  liable  for  any  interruptions,  delays,  defects,  extra  costs 
or  extended  time  caused  by  delays  in  the  delivery  of,  or  defects  in,  County-Furnished  Materials. 

10.1.17  On  a  monthly  basis,  Construction  Manager  shall  be  required  to  review  invoices  submitted 
by  all  suppliers  of  County-Furnished  Materials  delivered  to  the  Project  site  during  that  month  and 
either  concur  or  object  to  the  County's  issuance  of  payment  to  the  suppliers,  based  upon 
Construction  Manager’s  records  of  materials  delivered  to  the  site  and  any  defects  in  such  materials. 

10.1.18  In  order  to  arrange  for  the  prompt  payment  to  the  suppliers,  the  Construction  Manager 
shall  provide  to  the  County  a  list  indicating  the  acceptance  of  the  goods  or  materials  within  1 5  days 
of  receipt  of  said  goods  or  materials.  The  list  shall  include  a  copy  of  the  applicable  Purchase  Order, 
invoices,  delivery  tickets,  written  acceptance  of  the  delivered  items,  and  such  other  documentation 
as  may  be  reasonably  required  by  the  County.  Upon  receipt  of  the  appropriate  documentation,  the 
County  shall  prepare  a  check  drawn  to  the  supplier  based  upon  theTeceipt  of  data  provided.  This 
check  will  be  released,  delivered  and  remitted  directly  to  the  supplier  and  County  will,  upon 
request,  notify  Construction  Manager  of  such  payments  and  provide  a  copy  of  such  check..  The 
Construction  Manager  agrees  to  assist  the  County  to  immediately  obtain  partial  or  final  release  of 
waivers  as  appropriate. 

10.1.19  At  the  end  of  the  Project,  Construction  Manager  shall  provide  an  accounting  of  all  County- 
Furnished  Materials  and  will  be  provided  with  an  appropriate  deductive  Change  Order  for  the  Sales 
Tax  Savings  to  the  Developer  incurred  by  the  County  agreement  to  provide  all  County-Furnished 
Materials. 

10.1.20  The  County  shall  be  entitled  to  the  benefits  of  any  discounts  attributable  to  the  early 
payment  of  vendor  invoices  for  materials  furnished  by  the  County  pursuant  to  these  Specifications. 

10.1 .21  The  material  supplier  may  be  required  to  provide  a  Supply  Bond  in  the  amount  of  100%  of 
the  purchase  order  price.  The  bond  shall  be  from  a  qualified  surety  company  authorized  to  do 
business  in  the  State  of  Florida  and  acceptable  to  the  County.  If  the  supply  bond  is  required  the 
cost  of  the  bond  will  be  added  to  the  amount  of  the  purchase  order.  The  premium  cost  for  the 
surety  bond  should  not  be  included  in  the  bid  price.  Verifying  that  a  designated  material  supplier 
can  furnish  a  supply  bond  will  be  the  responsibility  of  the  Construction  Manager. 

10.1.22  In  the  event  Construction  Manager  or  any  of  its  Trade  Contractors,  subcontractors  or 
suppliers  (of  any  tier)  are  required  to  pay  any  taxes,  penalties,  interest  or  fines  assessed  by  the 
Florida  Department  of  Revenue  or  other  applicable  governmental  entity  with  respect  to  any 
County-Furnished  Materials  (“Additional  Tax  Payment”)  and  such  Additional  Tax  Payment  was 
not  the  result  of  Construction  Manager’s,  or  such  Trade  Contractor’s  failure  to  comply  with  its 
responsibilities  under  this  sales  tax  savings  program,  Developer  shall  be  responsible  for  paying  any 
such  Additional  Tax  Payments.  This  obligation  of  Developer  to  pay  Additional  Tax  Payments  shall 
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be  included  within  the  payment  guarantee  to  be  provided  by  the  Guarantors  under  Section  4.6  of 
the  Agreement. 


100990751.2 
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EXHIBIT  “E"  -TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


INSURANCE  CERTIFICATES 


[SEE  ATTACHED] 


ACORD 


CERTIFICATE  OF  LIABILITY  INSURANCE 


DATE  (MM/DO/YYYY) 

9/3/2015 


THIS  CERTIFICATE  IS  ISSUED  AS  A  MATTER  OF  INFORMATION  ONLY  AND  CONFERS  NO  RIGHTS  UPON  THE  CERTIFICATE  HOLDER.  THIS 
CERTIFICATE  DOES  NOT  AFFIRMATIVELY  OR  NEGATIVELY  AMEND,  EXTEND  OR  ALTER  THE  COVERAGE  AFFORDED  BY  THE  POLICIES 
BELOW.  THIS  CERTIFICATE  OF  INSURANCE  DOES  NOT  CONSTITUTE  A  CONTRACT  BETWEEN  THE  ISSUING  INSURER(S),  AUTHORIZED 
REPRESENTATIVE  OR  PRODUCER,  AND  THE  CERTIFICATE  HOLDER. _ 


IMPORTANT:  If  the  certificate  holder  Is  an  ADDITIONAL  INSURED,  the  pollcy(ies)  must  be  endorsed.  If  SUBROGATION  IS  WAIVED,  subject  to 
the  terms  and  conditions  of  the  policy,  certain  policies  may  require  an  endorsement.  A  statement  on  this  certificate  does  not  confer  rights  to  the 
certificate  holder  In  lieu  of  such  endorsements).  _ _ _ _ 


producer  |  name?CT  Helen  Lee 

Insurance  Partners  Inc. 

2450  S  Tibbs  Ave 


Indianapolis 


INSURERS)  AFFORDING  COVERAGE 


insurer  a  :Hartford  Fire  Insurance  Compan 


INSURER  b  :Twin  City  Fire  Insurance  C 


insurer c National  Union  Fire  Insurance  Co. 


19682 


29459 


Hunt  Construction  Group,  Inc. 

(Ballpark  of  the  Palm  Beaches) 

2450  S.  Tibbs  Avenue 

Indianapolis  IN  46241  _ 


COVERAGES  CERTIFICATE  NUMBER:9/15-16  All  Cov-Master  _ REVISION  NUMBER: 


THIS  IS  TO  CERTIFY  THAT  THE  POLICIES  OF  INSURANCE  LISTED  BELOW  HAVE  BEEN  ISSUED  TO  THE  INSURED  NAMED  ABOVE  FOR  THE  POLICY  PERIOD 
INDICATED.  NOTWITHSTANDING  ANY  REQUIREMENT,  TERM  OR  CONDITION  OF  ANY  CONTRACT  OR  OTHER  DOCUMENT  WITH  RESPECT  TO  WHICH  THIS 
CERTIFICATE  MAY  BE  ISSUED  OR  MAY  PERTAIN,  THE  INSURANCE  AFFORDED  BY  THE  POLICIES  DESCRIBED  HEREIN  IS  SUBJECT  TO  ALL  THE  TERMS, 
EXCLUSIONS  AND  CONDITIONS  OF  SUCH  POLICIES.  LIMITS  SHOWN  MAY  HAVE  BEEN  REDUCED  BY  PAID  CLAIMS.  _  _ 


DESCRIPTION  OF  OPERATIONS  I  LOCATIONS  I  VEHICLES  (ACORD  101,  Additional  Remarks  Schedule,  may  bo  attached  If  more  space  Is  required) 

Hunt  Job  #001-059-00  Ballpark  of  the  Palm  Beaches 

Sub j eat  to  the  terms  and  conditions  of  the  policy,  additional  insured  applies  to  City  of  West  Palm  Beaoh 
with  regards  to  the  General  Liability  for  work  performed,  by  or  on  behalf  of  the  named  insured,  as 
required  by  written  contract. 


CERTIFICATE  HOLDER 


City  ot  West  Palm  Beach 

401  Clematis  St 

West  Palm  Beach,  FL  33401 


CANCELLATION _ 


SHOULD  ANY  OF  THE  ABOVE  DESCRIBED  POLICIES  BE  CANCELLED  BEFORE 
THE  EXPIRATION  DATE  THEREOF,  NOTICE  WILL  BE  DEUVERED  IN 
ACCORDANCE  WITH  THE  POLICY  PROVISIONS. 


AUTHORIZED  REPRESENTATIVE 


ACORD  25  (2014/01) 
INS025  (201401) 


Kerry  Powers /HELEN  - 


©  1988-2014  ACORD  CORPORATION.  All  rights  reserved. 
The  ACORD  name  and  logo  are  registered  marks  of  ACORD 


COMMENTS/REMARKS 


Subject  to  the  terms  and  conditions  of  the  policies,  30  days  notice  of  cancellation, 
non-renewal  or  material  change  will  be  provided  to  the  certificate  holder  for  other  than 
non-payment  of  premium.  10  days  notice  will  be  provided  for  non-payment  of  premium. 


OFREMARK 


COPYRIGHT  2000,  AMS  SERVICES  INC. 


ACORE? 


CERTIFICATE  OF  LIABILITY  INSURANCE 


DATE  (MM/DD/YYYY) 

9/3/2015 


THIS  CERTIFICATE  IS  ISSUED  AS  A  MATTER  OF  INFORMATION  ONLY  AND  CONFERS  NO  RIGHTS  UPON  THE  CERTIFICATE  HOLDER.  THIS 
CERTIFICATE  DOES  NOT  AFFIRMATIVELY  OR  NEGATIVELY  AMEND,  EXTEND  OR  ALTER  THE  COVERAGE  AFFORDED  BY  THE  POLICIES 
BELOW.  THIS  CERTIFICATE  OF  INSURANCE  DOES  NOT  CONSTITUTE  A  CONTRACT  BETWEEN  THE  ISSUING  INSURER(S),  AUTHORIZED 
REPRESENTATIVE  OR  PRODUCER,  AND  THE  CERTIFICATE  HOLDER. 


IMPORTANT:  If  the  certificate  holder  Is  an  ADDITIONAL  INSURED,  the  policy(ies)  must  be  endorsed.  If  SUBROGATION  IS  WAIVED,  subject  to 
the  terms  and  conditions  of  the  policy,  certain  policies  may  require  an  endorsement.  A  statement  on  this  certificate  does  not  confer  rights  to  the 
certificate  holder  In  lieu  of  such  endorsements).  _ 


producer  NAM™CT  Helen  Lee _ _ _ _ 

Insurance  Partners  Inc.  (a/c.Nno. Ext):  (317)293-7300 _  <a/c. Non  t317> *87-5779 

2450  S  Tibbs  Ave  address: Hele^ * Lee@aecom.com 


WC.Nol:  (317)487-5779 


Indianapolis 


INSURED 


INSURERS)  AFFORDING  COVERAGE  NAIC  U 


insurer  A  :Hartford  Fire  Insurance  Company  19682 


insurer  b  :Twin  City  Fire  Insurance  Company  29459 


insurer c -.National  Union  Fire  Insurance  Co.  I  19445 


insurer  d  : 


INSURER  E 


Hunt  Construction  Group,  Inc. 
(Ballpark  of  the  Palm  Beaches) 
2450  S.  Tibbs  Avenue 
Indianapolis  IN  46241 


COVERAGES  CERTIFICATE  NUMBER:9/15-16  All  Cov-Master  REVISION  NUMBER: 


THIS  IS  TO  CERTIFY  THAT  THE  POLICIES  OF  INSURANCE  LISTED  BELOW  HAVE  BEEN  ISSUED  TO  THE  INSURED  NAMED  ABOVE  FOR  THE  POLICY  PERIOD 
INDICATED.  NOTWITHSTANDING  ANY  REQUIREMENT,  TERM  OR  CONDITION  OF  ANY  CONTRACT  OR  OTHER  DOCUMENT  WITH  RESPECT  TO  WHICH  THIS 
CERTIFICATE  MAY  BE  ISSUED  OR  MAY  PERTAIN,  THE  INSURANCE  AFFORDED  BY  THE  POLICIES  DESCRIBED  HEREIN  IS  SUBJECT  TO  ALL  THE  TERMS, 
EXCLUSIONS  AND  CONDITIONS  OF  SUCH  POLICIES.  LIMITS  SHOWN  MAY  HAVE  BEEN  REDUCED  BY  PAID  CLAIMS. 


POUCY  EFF 


TYPE  OF  INSURANCE 


COMMERCIAL  GENERAL  LIABILITY 
1  CLAIMS-MADE  OCCUR 


GEN'L  AGGREGATE  LIMIT  APPLIES  PER: 

d 

policy  LxJ  Sect 

OTHER: 

□  log 

AUTOMOBILE  LIABILITY 

X 

ANY  AUTO 

ALL  OWNED 
AUTOS 

HIRED  AUTOS 

— 

SCHEDULED 

AUTOS 

NON-OWNED 

— 

— 

AUTOS 

36CSEQU2181 


ILTJi>WiV»YiIIIAL' 


9/1/2015  9/1/2016  |  EACH  OCCURRENCE 


aW 


UMBRELLA  UAB  X 
EXCESS  LIAS 


RETENTION  S 


OCCUR 

CLAtMS-MADE 


MED  EXP  ( 


PERSONAL  &  ADV  INJURY 


GENERAL  AGGREGATE 


PRODUCTS  -  COMP/OP  AGG 


BODILY  INJURY  (Per  person) 


BODILY  INJURY  (Per  accident) 


9/1/2015  9/1/2016  EACH  OCCURRENCE 

AGGREGATE 


2,000,000 


300,000 


10,000 


2,000,000 


4,000,000 


4,000,000 


1,000,000 


25,000.000 


25,000.000 


B  WORKERS  COMPENSATION 

AND  EMPLOYERS'  LIABILITY  y  .  N 

ANY  PROPRIETOR/PARTNER/EXECUTIVE  r~l 
OFFICER/MEMBER  EXCLUDED?  N 

(Mandatory  In  NH)  - 

If  yes,  describe  under 
DESCRIPTION  OF  OPERATIONS  below 


issim 


E.L  EACH  ACCIDENT 

$  1,000,000 

E.L  DISEASE  -  EA  EMPLOYEE 

S  1,000.000 

$  1,000,000 

DESCRIPTION  OF  OPERATIONS  I  LOCATIONS  /  VEHICLES  (ACORD 101,  Additional  Remarks  Schedule,  may  be  attached  If  more  space  Is  required) 

Hunt  Job  #001- 059-00  Ballpark  of  the  Palm  Beaches 

Additional  Insured:  Palm  Beach  County  (Owner)  and  City  of  West  Palm  Beach  in  regards  to  work  at  the 
above  project.  30  Day  Notice  of  Cancellation  applies  except  10  days  for  non-payment  of  premium. 


CERTIFICATE  HOLDER 


Palm  Beach  County- 

Capital  Improvements  Division 

2633  Vista  Parkway 

West  Palm  Beach,  FL  33411-5604 


CANCELLATION 


SHOULD  ANY  OF  THE  ABOVE  DESCRIBED  POLICIES  BE  CANCELLED  BEFORE 
THE  EXPIRATION  DATE  THEREOF,  NOTICE  WILL  BE  DELIVERED  IN 
ACCORDANCE  WITH  THE  POUCY  PROVISIONS. 


AUTHORIZED  REPRESENTATIVE 


ACORD  25  (2014/01) 
INS026  (201401) 


Kerry  Powers /HELEN  ***^*d5>  - 


©  1988-2014  ACORD  CORPORATION.  Ail  rights  reserved. 
The  ACORD  name  and  logo  are  registered  marks  of  ACORD 


A.CORD 


CERTIFICATE  OF  LIABILITY  INSURANCE 


THIS  CERTIFICATE  IS  ISSUED  AS  A  MATTER  OF  INFORMATION  ONLY  AND  CONFERS  NO  RIGHTS  UPON  THE  CERTIFICATE  HOLDER.  THIS 
CERTIFICATE  DOES  NOT  AFFIRMATIVELY  OR  NEGATIVELY  AMEND,  EXTEND  OR  ALTER  THE  COVERAGE  AFFORDED  BY  THE  POLICIES 
BELOW.  THIS  CERTIFICATE  OF  INSURANCE  DOES  NOT  CONSTITUTE  A  CONTRACT  BETWEEN  THE  ISSUING  INSURER(S),  AUTHORIZED 
REPRESENTATIVE  OR  PRODUCER,  AND  THE  CERTIFICATE  HOLDER. 


IMPORTANT:  If  the  certificate  holder  is  an  ADDITIONAL  INSURED,  the  policy(ies)  must  be  endorsed.  If  SUBROGATION  IS  WAIVED,  subject  to 
the  terms  and  conditions  of  the  policy,  certain  policies  may  require  an  endorsement.  A  statement  on  this  certificate  does  not  confer  rights  to  the 
certificate  holder  in  lieu  of  such  endorsement(s). 


HiSKSSBI 


BUEBBagaaaBg 


INSURER  B:Twin  Cit 


insurer D:Allied  World  Assurance  (AWAC) 


insurer  e  :Catlin  Special t 


COVERAGES  CERTIFICATE  NUMBER:9/15-16  All  Cov-Master  REVISION  NUMBER: 


THIS  IS  TO  CERTIFY  THAT  THE  POLICIES  OF  INSURANCE  LISTED  BELOW  HAVE  BEEN  ISSUED  TO  THE  INSURED  NAMED  ABOVE  FOR  THE  POLICY  PERIOD 
INDICATED  NOTWITHSTANDING  ANY  REQUIREMENT,  TERM  OR  CONDITION  OF  ANY  CONTRACT  OR  OTHER  DOCUMENT  WITH  RESPECT  TO  WHICH  THIS 
CERTIFICATE  MAY  BE  ISSUED  OR  MAY  PERTAIN,  THE  INSURANCE  AFFORDED  BY  THE  POLICIES  DESCRIBED  HEREIN  IS  SUBJECT  TO  ALL  THE  TERMS, 
EXCLUSIONS  AND  CONDITIONS  OF  SUCH  POLICIES.  LIMITS  SHOWN  MAY  HAVE  BEEN  REDUCED  BY  PAID  CLAIMS. 

ISUBRI  H 


TYPE  OF  INSURANCE 


COMMERCIAL  GENERAL  LIABILITY 

J  CLAIMS-MADE  _X_  OCCUR 


POLICY  NUMBER 


3  6CSEQU2 181 


I  POLICY  EFF  T 
(MM/DD/YYYY) 


9/1/2016 


GEN’L  AGGREGATE  LIMIT  APPLIES  PER: 

_  POLICY  [x]  jecT  O  LOC 

I  OTHER: 


<sy 


EACH  OCCURRENCE 
DAMAGE  TO  RENTED 
PREMISES  (Ea  occurrence) 

MED  EXP  (Any  one  person) 

PERSONAL  &  ADV  INJURY 

GENERAL  AGGREGATE 

PRODUCTS  -  COMP/OP  AGG 


BODILY  INJURY  (Per  accident) 

$ 

PROPERTY  DAMAGE 
(Per  accident) 

$ 

2,000,000 

300,000 

10,000 

2,000,000 

4,000,000 

4,000,000 


1,000,000 


25,000,000 

25,000,000 

25,000,000 


B  WORKERS  COMPENSATION 

AND  EMPLOYERS’  LIABILITY  y  ,  N 

ANY  PROPRIETOR/PARTNER/EXECUTIVE  I - 1 

OFFICER/MEMBER  EXCLUDED?  N  N 1 

(Mandatory  In  NH)  1 - 1 

If  yes,  describe  under  ^ 

DESCRIPTION  OF  OPERATIONS  below 


Contractor's  Professional 
Contractor's  Pollution 


I 


36WEQU2180 

— 

9/1/2015 

— 

9/1/2016 

Y  PER  OTH- 

A  STATUTE  ER 

....  _ 

E.L.  EACH  ACCIDENT 

$ 

1,000,000 

E.L.  DISEASE  -  EA  EMPLOYEE 

$ 

1,000,000 

E.L.  DISEASE  -  POLICY  LIMIT 

$ 

1,000,000 

CPL196189-0616 

CPL11054730 

7/15/2015 

9/1/2015 

_ 

6/15/2016 

9/1/2016 

Each  Claim  /  Aggregate 

Each  Claim  /  Aggregate 

$10,000,000 

$75,000,000 

DESCRIPTION  OF  OPERATIONS  /  LOCATIONS  /  VEHICLES  (ACORD  101,  Additional  Remarks  Schedule,  may  be  attached  If  more  space  is  required) 

Hunt  Job  #001-059-00  Ballpark  of  the  Palm  Beaches 

Additional  Insured:  Washington  Nationals  Baseball  Club,  LLC;  Houston  Astros  LLC;  Palm  Beach  County,  a 

political  subdivision  of  the  State  of  Florida,  its  officers,  members,  managers,  agents  and  employees,  HW 
Spring  Training  Complex,  LLC  (Developer) ,  its  officers,  members,  managers,  agents  and  employees  under  the 
General  Liability,  Excess  Liability  and  Pollution  Liability  policies  listed  above. 


CERTIFICATE  HOLDER 


Palm  Beach  County 

Capital  Improvements  Division 

2633  Vista  Parkway 

West  Palm  Beach,  FL  33411-5604 


CANCELLATION 


SHOULD  ANY  OF  THE  ABOVE  DESCRIBED  POLICIES  BE  CANCELLED  BEFORE 
THE  EXPIRATION  DATE  THEREOF,  NOTICE  WILL  BE  DELIVERED  IN 
ACCORDANCE  WITH  THE  POLICY  PROVISIONS. 


AUTHORIZED  REPRESENTATIVE 


ACORD  25  (2014/01) 
INS025  (201401) 


Kerry  Powers /HELEN  X  — . 


©  1988-2014  ACORD  CORPORATION.  All  rights  reserved. 
The  ACORD  name  and  logo  are  registered  marks  of  ACORD 


COMMENTS/REMARKS 


Coverage  for  the  Additional  Insureds  are  considered  primary  and  non- contributory  with  a 
Waiver  of  Subrogation. 

30  Days  Notice  of  Cancellation  shall  apply  except  10  Day  for  Non-payment  of  premium. 


OFREMARK 


COPYRIGHT  2000,  AMS  SERVICES  INC. 


EXHIBIT  "F"  -  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


CONSTRUCTION  DRAWINGS  AND  SPECIFICATIONS 


A  list  of  Construction  Drawings  and  Specifications  in  their  current  state  of  development  are 


EXHIBIT  "G"  -  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


CHANGE  ORDERS,  CONSTRUCTION  CHANGE  DIRECTIVES  AND  ALL  WRITTEN  AMENDMENTS 

SIGNED  BY  BOTH  PARTIES 


EXHIBIT  "H"  ~  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


GENERAL  REQUIREMENTS 


The  Lumpsum  General  Requirements  costs  are  identified  on  the  following  detailed  breakdown  and  shall 
be  paid  on  a  fixed  schedule  as  defined  herewith.  It  is  agreed  that  retainage  will  not  be  withheld  for 
these  General  Requirements  costs. 


MONTH 

AMOUNT 

1 

$452,207 

$452,207* 

2 

3  THRU 

$452,207 

$452,207 

14 

$336,196 

$3,698,156 

15 

$176,104 

$176,104 

16 

$176,104 

$176,104 

17 

$73^066 

$73,066 

18 

$73,066 

$73,067 

17 


0° 


c 


■Tfsi 


S' 


$5,100,910 


[SEE  ATTACHED] 


<< 

CT 


CLASSIFIED  ESTIMATE 

General  Requirements  and  Site  Requirements 


ESTIMATE  DATE:  10/14/15 

PROJECT:  Ballpark  of  the  Palm  Beaches 
LOCATION:  West  Palm  Beach,  FL 
PROJECT  TYPE:  Sports 


QUANTITIES; 

PRICED: 


G.R.  TOTAL  $  5,001,90958 
G.C.  TOTAL  $  1,134,04080 


GRAND  TOTAL  J  6,135,950.38 


EQUIP.  8  SUBS. 

TOTALS 

5ECTION 

% 

UNIT 

EXTENSION 

'TOTALS 

SEC. 

General  Requirements  and  Site  Requirements 

ESTIMATE  DATE: 

PROJECT: 

LOCATION: 

PROJECT  TYPE: 

10/14/15 

Ballpark  of  the  Palm  Beaches 

West  Palm  Beach,  FL 

Sports 

QUANTITIES: 

PRICED: 

G.R  TOTAL 

G  C  TOTAL 

GRAND  TOTAL 

$  5,001,909.58 
$  1,134,040.80 

$  6,135,950.38 

ITEM  COST 

NO  '  CODE 

DESCRIPTION 

QUANTITY  UNIT  LABOR  MATERIAL 

UNIT  |  EXTENSION  UNIT  j  EXTENSION 

EQUIP.  A  SUBS. 

UNIT  1  EXTENSION 

TOTALS 

SECTION 

TOTALS 

Hand  Held  Radios 

SUBTOTAL  -1522 


27 

Copy  Machine  Rental 

28 

Copy  Machine  Supplies 

29 

Copy  Machine  Maintenance 

30 

Plans  A  Specifications 

31 

Bid  Packages 

32 

SBE  Outreach  Events/Community  Relations 

133 

134 

135 

— . 

Shop  Drawing  Prints 

As-Built  Prints 

SUBTOTAL -1523 

Furniture: _ 

1.  Desk 

2.  Desk  Chairs 


3.  Coni.  Room  Tabled  Chairs 
4  Filing  Cabinets 


I _ Sets  x  $ _ /EA) 


| _ Sets  x  $ _ I EA) 


(FedEx /UPS) 


Ice  A  Cups  &  Water 


SUBTOTAL -1525 
PROGRESS  PHOTOS 


SUBTOTAL -1526 
PROJECT  SIGN 


SUBTOTAL -1540 

COMPUTERS  /  IT  EQUIPMENT  /  SOFTWARE 


2.  VPN /Firewall 

3,  UPS  A  WAP 


4.  Patch  Switches 
IT  Project  Office  Equipment 


6  6130000 


5  46,260,00  1  0.9 


$  106,000.00 


6  12,000.00 


EXHIBIT  'T  -  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


LIVING  WAGE  CERTIFICATE 


Living  Wage  Certification 

In  accordance  with  the  Palm  Beach  County  Living  Wage  Ordinance,  the  undersigned  does 
hereby  declare  that  it  will  and  its  subcontractors  will  pay  each  employee  a  living  wage. 

Project  Name:  Ballpark  of  the  Palm  Beaches 
Project  Number: 

Contractor:  Hunt  Construction  Group 

Contractor  Address:  1 50  North  Orange  Avenue,  Suite  200,  Orlando,  FL  32801 
Contractor  Phone  Number:  407  3  52-  8 1 82 
Contract  Amount:  $107,636,763 
Contract  for:  General  Contracting  Services 

Hunt  Construction  Group  will  pay  its  employees  in  compliance  with  the  County  living  wage  or 
better. 


o 


By:. 


(Signatory) 
Douglas  Utt 


(Signatory  name  printed) 


Vice  President  /  Branch  Manager  Florida 
(Title) 

10/7/15 


(Date) 


Living  Wage  Certification 
Subcontractor  Certification  to  General  Contractor 


In  accordance  with  the  Palm  Beach  County  Living  Wage  Ordinance,  the  undersigned  does 
hereby  declare  that  it  will  pay  each  employee  a  living  wage. 


Project  Name: 

Project  Number: 

Contractor: 

Contractor  Address: 

Contractor  Phone  Number: 

Contract  Amount: 

Contract  for: 

Statement  of  wage  levels  for  Contractor’s  employees: 


</ 


:4 


o° 


\ 

Ov 


(Signatory) 


(Signatory  name  printed) 


(Title) 


(Date) 


EXHIBIT  "J"  -  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


PUBLIC  CONSTRUCTION  BOND  AND  FORM  OF  GUARANTEE 


[SEE  ATTACHED] 


PUBLIC  CONSTRUCTION  BOND 

BOND  NUMBER  _ _ _ _ 

BOND  AMOUNT  _ 

CONTRACT  AMOUNT  _ 

CONTRACTOR’ S  NAME: _ _ 


CONTRACTOR’S  ADDRESS: 
CONTRACTOR’S  PHONE: 
SURETY  COMPANY: 
SURETY’S  ADDRESS: 


SURETY’S  PHONE: 
DEVELOPERS  NAME: 
DEVELOPER’S  ADDRESS: 
DEVELOPER’S  PHONE: 
DESCRIPTION  OF  WORK: 


This  Bond  is  issued  in  favor  of  the  Developer  conditioned  on  the  full  and  faithful  performance  of 
the  Contract 

KNOW  ALL  MEN  BY  THESE  PRESENTS:  that  Contractor  (also  referred  to  herein  as 
“Principal”)  and  Surety,  are  held  and  firmly  bound  unto 
HW  Spring  Training  Complex,  LLC 


as  Obligee,  herein  called  Developer,  for  the  use  and  benefit  of  claimant  as  herein  below  defined,  in 
the  amount  of 


Dollars  ($ 


) 


(Here  insert  a  sum  equal  to  the  Contract  Price) 

for  the  payment  whereof  Principal  and  Surety  bind  themselves,  their  heirs,  personal 
representatives,  executors,  administrators,  successors  and  assigns,  jointly  and  severally,  firmly  by 
these  presents. 


WHEREAS, 


Principal  has  by  written  agreement  entered  into  a  contract  with  the  Developer 


Project  Name: 

Project  No.: 

Project  Description: 

Project  Location: 

in  accordance  with  Drawings  and  Specifications  prepare 


NAME  OF  ARCHITECTURAL  FIRM: 
LOCATION  OF  FIRM: 

PHONE: 

FAX: 


c 


ey 


which  contract  is  by  reference  made  a  part  hereof  in  its  entirety,  and  is  herein  referred  to  as  the 
Contract.  The  real  property,  as  well  as  the  improvements  anticipated  under  the  Contract  to  be 


constructed  there  upon,  are  owned  by  Palm  Beach  County,  Florida  (“County”).  The  work 
anticipated  under  the  Contract  is  authorized  and  required  pursuant  to  that  certain  Due  Diligence 
and  Planning  Services  Agreement  between  the  County  and  Developer  dated  as  of  March  10,  2015. 


THE  CONDITION  OF  THIS  BOND  is  that  if  Principal: 

1 .  Performs  the  Contract  between  Principal  and  Developer  for  the  construction  of _ 

_ ,  the  Contract  being  made  a  part  of  this  Bond  by  reference,  at 

the  time^j  and  in  the  manner  prescribed  in  the  Contract;  and 

2.  Promptly  makes  payments  to  all  claimants,  as  defined  in  Section  255.05,  Florida  Statutes, 
supplying  Principal  with  labor,  materials,  or  supplies,  used  directly  or  indirectly  by  Principal  in  the 
prosecution  of  the  work  provided  for  in  the  Contract;  and 


3.  Subject  to  the  terms  of  the  Contract  pays  Developer  all  losses,  damages  (including 
liquidated  damages),  expenses,  costs,  and  attorneys’  fees,  including  appellate  proceedings,  that 
Developer  sustains  because  of  a  default  by  Principal  under  the  Contract;  and 

4.  Performs  the  guarantee  of  all  work  and  materials  furnished  under  the  Contract  for  the  time 
specified  in  the  Contract,  then  this  Bond  is  void;  otherwise  it  remains  in  full  force. 


5.  Any  changes  in  or  under  the  contract  documents  and  compliance  or  noncompliance  with 
any  formalities  connected  with  the  Contract  or  the  changes  does  not  affect  Surety's  obligation 
under  this  Bond  and  Surety  waives  notice  of  such  changes. 


6.  The  amount  of  this  Bond  shall  be  reduced  by  and  to  the  extent  of  any  payment  or  payments 

made  in  good  faith  hereunder,  inclusive  of  the  payment  by  Surety  of  construction  liens  which  may 
be  fded  of  record  against  said  improvement,  whether  or  not  claim  for  the  amount  of  such  lien  be 
presented  under  and  against  the  Bond. 


7.  Principal  and  Surety  expressly  acknowledge  that  any  and  all  provisions  relating  to 
consequential,  delay  and  liquidated  damages  contained  in  the  Contract  are  expressly  covered  by 
and  made  a  part  of  this  Performance,  Labor  and  Material  Payment  Bond.  Principal  and  Surety 
acknowledge  that  any  such  provisions  lie  within  their  obligations  and  within  the  policy  coverages 
and  limitations  of  this  instrument. 


Section  255.05,  Florida  Statutes,  as  amended,  together  with  all  notice  and  time  provisions 
contained  therein,  is  incorporated  herein,  by  reference,  in  its  entirety.  Any  action  instituted  by  a 
claimant  under  this  Bond  for  payment  must  be  in  accordance  with  the  notice  and  time  limitation 
provisions  in  Section  255.05(2),  Florida  Statutes.  This  instrument  regardless  of  its  form,  shall  be 
construed  and  deemed  a  statutory  bond  issued  in  accordance  with  Section  255.05,  Florida  Statutes. 

Any  action  brought  under  this  instrument  shall  be  broughtsan  the  court  of  competent  jurisdiction  in 
Palm  Beach  County  and  not  elsewhere. 


iroughfrin  the 


Witness 

< 

Principal 

(Seal) 

^  Title 

t 

Witness 

Ca 

Surety 

(Seal) 

o 


Title 


FORM  OF  GUARANTEE 


GUARANTEE  FOR  (Contractor  and  Surety  Name) 


We  the  undersigned  hereby  guarantee  that  the  (PROJECT  NAME  AND  NUMBER)  in  Palm 
Beach  County,  Florida,  which  we  have  constructed  and  bonded,  has  been  done  in  accordance  with 
the  plans  and  specifications;  that  the  work  constructed  will  fulfill  the  requirements  of  the 
guaranties  included  in  the  Contract  Documents.  In  accordance  with  and  subject  to  the  terms  of  the 
Contract  Documents,  we  agree  to  repair  or  replace  any  or  all  of  our  work,  together  with  any  work 
of  others  which  may  be  damaged  in  so  doing,  that  may  prove  to  be  defective  in  the  workmanship  or 
materials  within  a  period  of  one  year  from  the  date  of  Substantial  Completion  of  all  of  the  above 
named  work,  without  any  expense  whatsoever  to  HW  Spring  Training  Complex,  LLC 
(“Developer”)  and  the  County  of  Palm  Beach,  Florida  (“County”),  ordinary  wear  and  tear  and 
abuse  or  neglect  excepted.  When  correction  work  is  started,  it  shaljj?e  carried  through  to 
completion. 


In  the  event  of  our  failure  to  acknowledge  notice,  and  commence  corrections  of  defective  work 
within  five  (5)  working  days  after  being  notified  in  writing  by  the  Developer  or  County,  we, 
collectively  or  separately,  in  accordance  with  and  subject  to  the  terms  of  the  Contract  Documents, 
do  hereby  authorize  Developer  or  County  to  proceed  to  have  said  defects  repaired  and  made  good 
at  our  expense  and  we  will  honor  and  pay  the  costs  and  charges  therefor  upon  demand. 


DATED 


(Date  to  be  tilled  in  at  substantial  completion) 

SEAL  AND  NOTARIAL  ACKNOWLEDGMENT  OF  SURETY 


CT 


(Contractor) 

By: 

(Seal) 

(Signature) 

(Surety) 

(Seal) 

By: 

(Signature) 


(Print  Name) 


Form  of  Guarantee  -  1 


EXHIBIT  "K"  -  TO  CONSTRUCTION  MANAGER  AT  RISK  SERVICES 


GUARANTEED  MAXIMUM  PRICE 


[SEE  ATTACHED] 


Ballpark  of 
The  Palm  Beaches 

GUARANTEED  MAXIMUM  PRICE  //OCTOBER  7, 2015 
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HUNT  I  STRATICON  I  MESSAM  I  COOPER  BALLPARK  PARTNERS 


H5MC 

HUNT  I  STRAY  I  CON  I  MESS  AM  I  COOPER  BALLPARK  PAR  TN  FES 


October  15,  201 5 

H  W  Spring  Training  Complex,  LLC 
c/o:  Giles  Kibbe  -  Houston  Astros 

501  Crawford,  Suite  500,  Houston,  TX  77001 
Art  Fuccillo  -  Washington  Nationals 

Lerner  Enterprises,  2000  Tower  Oaks  Blvd.,  Eight  Floor,  Rockville,  MD  20852 


RE:  Revised  GMP  Proposal  -  Ballpark  of  the  Palm  Beaches 


Dear  Mr.  Kibbe  and  Mr.  Fuccillo, 


On  behalf  of  HSMC  (Hunt,  Straticon,  Messam,  Cooper)  Ballpark  Partners,  thank  you  for  this  opportunity 
to  present  our  Revised  Guaranteed  Maximum  Price  (GMP)  Proposal  for  the  Ballpark  of  the  Palm  Beaches 
project.  This  Revised  GMP  Proposal  has  been  assembled  to  include  the  items  that  have  been  discussed 
with  the  Project  Team  over  the  last  several  weeks  in  order  to  finalize  the  GMP  Scope. 

The  basis  of  this  GMP  Proposal  is  the  detailed  estimate  and  supporting  documentation  that  have  been 
provided  based  upon  the  Design  Development  Documents  prepared  by  HKS  for  the  project.  This 
proposal  includes  a  summary  and  detailed  estimate  by  division  of  work  for  the  project  components,  a  list 
of  drawings  and  specifications  from  which  the  estimate  was  prepared,  a  listing  of  allowances,  a  listing  of 
assumptions  and  clarifications  upon  which  the  estimate  was  prepared,  included  within  the  estimate,  and  a 
project  schedule  of  work  activities. 


OVERALL  GMP  ESTIMATE  WITH  ADDIITONAL  SCOPE  AND  ALLOWANCES 
Total  Proposed  REVISED  GMP  Estimate  with  Mark-up  $  107,636,763 


w 

on  A  <  3 


This  amount  includes  $990,653  of  additional  scope  items  that  have  been  reviewed  and  approved  by  the 
Teams  for  inclusion  into  the  GMP  (discussed  at  the  10/7/15  presentation).  This  amount  also  includes  an 
adjustment  to  the  Sitework  Costs  to  include  the  recommended  lowest  responsible  and  responsive  bidder. 
Additionally  (since  10/7/15)  this  amount  includes  Alternates  reviewed  and  accepted  by  the  teams, 
additional  Owner  Trailer/onsite  costs  requested  by  the  Owner  Team,  subcontractor  permit  adds  discussed 
during  the  10/7/15  presentation,  and  a  final  adjustment  for  the  site/civil  scope  following  our  10/13/15 
meeting  #ith  the  lowest  responsible  and  responsive  bidder. 


We  continue  to  monitor  Value  Engineering  items  and  opportunities  that  will  continue  to  be  considered  by 
the  project  team  to  reduce  the  cost  of  work.  We  will  continue  to  work  with  the  project  team  as  the  design 
documents  develop  and  as  we  continue  to  explore  opportunities  for  cost  savings. 


H5MC 

HUNT  !  STHATICON  MESSAM  I  COOPER  8Ai  I  PARK  PARJNK 


We  look  forward  to  receipt  of  notification  from  H  W  Spring  Training  Complex,  LLC  that  this  GMP  has 
been  reviewed  and  approved  and  that  the  Notice  to  Proceed  for  commencement  of  construction  activities 
may  be  forthcoming. 


Sincerely, 

0 -if*  jM 

Douglas  Utt 

Vice  President 

Hunt  Construction  Group 


1  Detailed  Estimate 


2  Assumptions  &  Clarifications 

riUu6u  ^C0]3O  IzQTTtS 

4  Allowances 

5  lists  of  Documents/Drawing  s^ 

6  Schedule 

7  list  of  DFCI  Items 

8  Key  Employees  Assigned 

9  Alternates 

1 0  Value  Management  Log 


HSMC  BALLPARK  PARTNERS 


I.  Detailed  Estimate 


10/15/2015 


© 


NT 

An  AECOM  Company 


Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 

100%  DD  GMP  Estimate 
10/15/2015 

1  Summary  Description  /  Breakdown 

Totals  Notes 

_ 

10  Sitework 

12  Military  Trail  &  Haverhill  Road 

1 3  Off-Site  -  Haverhill  Road 
20  Main  Stadium 

25  Shared  Maintenance  Facility 

26  Field  Maintenance  Building 
30  Nationals  Clubhouse 

35  Nationals  Training  Complex 
40  Astros  Clubhouse 
45  Astros  Training  Complex 

90  Sales  Tax  Credit 


Construction  Estimate  Direct  Cost 


Staff  and  General  Requirement 
Site  Requirements 
General  Liability  Insurance 
Builders  Risk  Insurance 
Pollution  Liability 
P/P  Bonds 
Subtotal  •  General  Conditions 


$24,713,297 
$727,669 
$0 

$28,841,311 
$0 
$° 

$12,769,124 
$8,142,739 
.^^^$1 1.890,1 02 
$8,216,280 


'Cr 


0.70% 

0.51% 

0.50% 


Construction  Contingency  @  GMP 

Subtotal  -  GC  and  Contingency 

Subtotal  direct  Cost,  GC's  and  Contingency 


($1,500,000) 


$93,800,522 


$5,001,909 

$1,134,041 

$753,457 

$552,177 

$110,000 

$538,184 

$8,089,768 

$2,814,016 

$10,903,783 

$104,704,305 


c 


& 


Preconstruction  Services 
Fee 


3.00% 


$0  w/  Owner  Soft  Cost 
$2,932,457 


CMAR  CONSTRUCTION  ESTtMATE  TOTAL _ $107,636,763 


Page  1 


© 
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Hunt  Construction  Group,  Inc. 


100%  DD  GMP  Estimate  -  Recap 


Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 

Project  Size:  333000  GSF  7400  SEATS 


10  Sitework 

12  Military  Trail  &  Haverhill  Road 

02B  Landscape  &  Irrigation  Bid  Package 


10  Sitework 

20  Main  Stadium 

02C  Hardscape 


10  Sitework 

35  Nationals  Training  Complex 
A  Major  League  Fields  (2ea) 
B  Minor  League  Fields  (4ea) 
E  Agility  Field  (lea) 


,e,3 


J  Covered  Batting  Tunne 

45  Astros  Training  Complex 

A  Major  League  Fields  (2ea) 
B  Minor  League  Fields  (4ea) 
E  Agility  Field  (lea) 

J  Covered  Batting  Tunnels 

03A  CIP  Concrete  Bid  Package 


20  Main  Stadium 

30  Nationals  Clubhouse 

40  Astros  Clubhouse 


Estimate  Date:  10/15/2015 
Print  Date:  10/15/2015 
Page  1  of  5 


15,157,546 

727,669 

2,356,020 


4S 


^V> 

24yS21 

2,179,390 


45.52 


2.19 


2,356,020 

2,331,699 

K  vT 


SJ 


7.08 

7.00 

0.07 

6.54 


2,048 

t 

98.33 


318.38 

315.09 

3.29 

294.51 


Description 

Total  $ 

$/  GSF 

$  /  SEATS 

%  of  Est 

02A  Civil  Bid  Package 

15,885,214 

47.70 

2,147 

16.94% 

16.16% 

0.78% 

2.51% 

2.49% 

0.03% 

2.32% 


1,731,010 

5.20 

233.92 

1.85% 

224,190 

0.67 

30.30 

0.24% 

22,800 

0.07 

3.08 

0.02% 

45,600 

0.14 

6.16 

0.05% 

47,250 

0.14 

6.39 

0.05% 

108,540 

0.33 

14.67 

0.12% 

224,190 

0.67 

30.30 

0.24% 

22,800 

0.07 

3.08 

0.02% 

45,600 

0.14 

6.16 

0.05% 

47,250 

0.14 

6.39 

0.05% 

108,540 

0.33 

14.67 

0.12% 

6,227,900 

18.70 

841.61 

6.64% 

4,423,041 

13.28 

597.71 

4.72% 

981,484 

2.95 

132.63 

1.05% 

823,375 

2.47 

111.27 

0.88% 

WPB  GMP  101215. est 


Sort:  Bid  Package  .  Section  .  Subdivision  . 


Hunt  Construction  Group,  Inc. 


100%  DD  GMP  Estimate  -  Recap 


Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 

Project  Size:  333000  GSF  7400  SEATS 


Estimate  Date:  10/15/2015 
Print  Date:  10/15/2015 
Page  2  of  5 


- - - - - - - - - 

Description 

Total  $ 

|  1 

$/  GSF 

$ / SEATS 

1 

%  of  Est 

05A  Structural  Steel 


20  Main  Stadium 

30  Nationals  Clubhouse 

40  Astros  Clubhouse 

15A  Mechanical  Bid  Package 
20  Main  Stadium 

30  Nationals  Clubhouse 

40  Astros  Clubhouse 

15B  Plumbing  Bid  Package 


20  Main  Stadium 

30  Nationals  Clubhouse 

40  Astros  Clubhouse 

15C  Fireprotection  Bid  Package 
20  Main  Stadium 

30  Nationals  Clubhouse 

40  Astros  Clubhouse 

16A  Electrical  Bid  Package 


10  Sitework 


20  Main  Stadium 


30  Nationals  Clubhouse 


4,196,000 

12.60 

567.03 

4.47% 

1,940,650 

5.83 

262.25 

2.07% 

1,243,275 

3.73 

168.01 

1.33% 

1,012,075 

3.04 

136.77 

1.08% 

725.68 

333.70 

198.35 

193.63 


5.72% 

2.63% 

1.56% 

1.53% 


4,616,208 

13.86 

623.81 

4.92% 

2,299,026 

6.90 

310.68 

2.45% 

1,202,691 

3.61 

162.53 

1.28% 

1,114,491 

3.35 

150.61 

1.19% 

616,300 

1.85 

83.28 

0.66% 

451,295 

1.36 

60.99 

0.48% 

83,617 

0.25 

11.30 

0.09% 

81,387 

0.24 

11.00 

0.09% 

10,287,940 

30.89 

1,390 

10.97% 

1,999,110 

6.00 

270.15 

2.13% 

3,453,115 

10.37 

466.64 

3.68% 

1,384,739 

4.16 

187.13 

1.48% 

WPB  GMP  101215. est 


Sort:  Bid  Package  .  Section  .  Subdivision 


Hunt  Construction  Group,  Inc.  100%  DD  GMP  Estimate  -  Recap 


Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 

Project  Size:  333000  GSF  7400  SEATS 

Estimate  Date:  10/15/2015 

Print  Date:  10/15/2015 
Page  3  of  5 

Description 

|  |  Total  $ 

$/  GSF 

$  /  SEATS  %  of  Est 

35  Nationals  Training  Complex 
A  Major  League  Fields  (2ea) 

B  Minor  League  Fields  (4ea) 

C  Uncovered  Half  Fields  (lea) 
G  Pitching  Mounds 
J  Covered  Batting  Tunnels 

40  Astros  Clubhouse 

45  Astros  Training  Complex 

A  Major  League  Fields  (2ea) 

B  Minor  League  Fields  (4ea) 

C  Uncovered  Half  Fields  (lea) 
G  Pitching  Mounds 
J  Covered  Batting  Tunnels 


99  HSMC  Estimate 


10  Sitework 

20  Main  Stadium 

30  Nationals  Clubhouse 


c 


lex 


35  Nationals  Training  Complex 
A  Major  League  Fields  (2ea) 

B  Minor  League  Fields  (4ea) 

C  Uncovered  Half  Fields  (lea) 
E  Agility  Field  (lea) 

G  Pitching  Mounds 
J  Covered  Batting  Tunnels 


40  Astros  Clubhouse 

45  Astros  Training  Complex 

A  Major  League  Fields  (2ea) 
B  Minor  League  Fields  (4ea) 


1,035,839 

687,839 

180,000 

24,000 

144,000 

1,307,298 


3.11 

2.07 

0.54 


139.98 

92.95 

24.32 


1,107,839 
687, 
180,000 


" 

839 


24.3z 

.•O- 

o' 

3,3 


3.24 
19.46 

176.66 


<v  ~ 


3.33 

2.07 

0.54 

0.14 

0.58 


149.71 

92.95 
24.32 

6.49 

25.95 


1.10% 

0.73% 

0.19% 

0.03% 

0.15% 

1.39% 

1.18% 

0.73% 

0.19% 

0.05% 

0.20% 


41,226,546 

123.80 

5,571 

43.95% 

2,628,232 

7.89 

355.17 

2.80% 

12,970,064 

38.95 

1,753 

13.83% 

6,194,152 

18.60 

837.05 

6.60% 

6,681,404 

20.06 

902.89 

7.12% 

1,665,045 

5.00 

225.01 

1.78% 

3,063,217 

9.20 

413.95 

3.27% 

214,564 

0.64 

29.00 

0.23% 

326,259 

0.98 

44.09 

0.35% 

299,665 

0.90 

40.50 

0.32% 

1,112,652 

3.34 

150.36 

1.19% 

6,069,749 

18.23 

820.24 

6.47% 

6,682,945 

20.07 

903.10 

7.12% 

1,623,715 

4.88 

219.42 

1.73% 

3,029,997 

9.10 

409.46 

3.23% 

WPB  GMP  101215. est 


Sort:  Bid  Package  .  Section  .  Subdivision  . 


Hunt  Construction  Group,  Inc, 


100%  DD  GMP  Estimate  -  Recap 


Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 

Project  Size:  333000  GSF  7400  SEATS 


Estimate  Date: 
Print  Date: 


99A  HSMC  Allowances 


10  Sitework 

20  Main  Stadium 

30  Nationals  Clubhouse 

35  Nationals  Training  Complex 
L  Observation  Tower  (lea) 

40  Astros  Clubhouse 

45  Astros  Training  Complex 
L  Observation  Tower  (lea) 

90  Sales  Tax  Credit 

99B  Alternates 


10  Sitework 

20  Main  Stadium 

30  Nationals  Clubhouse 

40  Astros  Clubhouse 


<< 


-577,388 

395,500 

62,500 


-1 


)00  Lr 

k  vT 


,,, 


o 


i 


31,000 

LX  v 


017306 

201,306 


0.19 

0.09 

0.60 

0.60 


-78.03 

53.45 

8.45 

4.19 

27.20 

27.20 


10/15/2015 
10/15/2015 
Page  4  of  5 


Description 

Total  $ 

$/  GSF 

$ / SEATS 

%  of  Est 

C  Uncovered  Half  Fields  (lea) 

214,564 

0.64 

29.00 

0.23% 

E  Agility  Field  (lea) 

393,444 

1.18 

53.17 

0.42% 

G  Pitching  Mounds 

241 ,964 

0.73 

32.70 

0.26% 

J  Covered  Batting  Tunnels 

1,179,260 

3.54 

159.36 

1.26% 

-0.62% 

0.42% 

0.07% 

0.03% 

0.21% 

0.21% 


31,000 

0.09 

4.19 

0.03% 

201,306 

0.60 

27.20 

0.21% 

201,306 

0.60 

27.20 

0.21% 

1,500,000 

-4.50 

-202.70 

-1.60% 

565,191 

1.70 

76.38 

0.60% 

120,000 

0.36 

16.22 

0.13% 

246,910 

0.74 

33.37 

0.26% 

180,388 

0.54 

24.38 

0.19% 

17,893 

0.05 

2.42 

0.02% 

99C  Owner  /  PM  Allowances 

851,200 

2.56 

115.03 

0.91% 

10  Sitework 

350,200 

1.05 

47.32 

0.37% 

20  Main  Stadium 

501,000 

1.50 

67.70 

0.53% 
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Item 


Description 


Quantity 


02A  Civil  Bid  Package 


10  Sitework 


310000  Earthwork  -  General 

Mobilization 

Composite  Clean  Up 

Street  Cleaning 

Dewatering/Dust  Control 

Survey,  Layout  &  As-builts 

Demob  &  Closeout 

Bid  Package  Adjustment 

Total  310000  Earthwork  -  General 

311000  Site  Clearing 

Erosion  Control 

Erosion  Control  -  Scope  Adjustment 

Clearing  &  Grubbing 

Excavate  Pond 

Rough  Grading 

Fine  Grading 

Construction  Entrance 

Permits,  Layout  &  Misc 

Other 

Total  311000  Site  Clearing 


312300  Excavation  and  Fill 

Remove  Sand  Cap  -  Strip,  Load  &  Haul  to  Stockpile 

Screen  Landfill  Materials 

Crush  Concrete 

Place  Crushed  Concrete 

Sort  &  Stockpile  Trash 

Metal  -  Recycle 

Trash  Disposal 

Place  &  Compact  Screened  Fill 
Place  &  Compact  Sand  Cap 
Other 

Furnish  &  Place  Borrow  {Not  required  -  assume  balanced  site) 

VE  -  Remove  Tipping  Fees  at  SWA  -  By  Owner 
Fill  Below  Lower  Bowl  Seating  Area  (Use  site  surplus) 

Fill  Below  Bermed  Seating  Areas  (Use  site  surplus) 

Fill  Below  Concourse  Level  (  Use  site  surplus ) 

Fill  Below  Concrete  Entry  Stair  (Use  site  surplus) 

Total  312300  Excavation  and  Fill 

321216  Asphalt  Paving 

Note:  Use  On  Site  Crushed  Concrete  for  Limerock  and  Stabilized 
Base 

Light  Duty  Pave  (6"  base  +2") 

Heavy  Duty  Pave  (8"  base  +2") 


I  to  Stockpile 


1  LS 
1  LS 


i 


O 


A 


181,800 

116,150 

126,250 

333,300 

206,798 

80,800 

273,200 


181,800 

116,150 

126,250 

333,300 

206,798 

80,800 

273,200 

1,318,298 


33,808 

LF 

1.96 

66,243 

1 

LS 

137,000 

137,000 

147 

AC 

4,415 

648,962 

83,000 

CY 

3.28 

272,448 

709,486 

SY 

0.71 

501,607 

376,928 

SY 

0.76 

285,523 

1 

LS 

50,500 

50,500 

1 

LS 

20,200 

20,200 

118,537 

CY 

3.28 

389,098 

2,371,581 

209,000 

Cuyd 

2.53 

527,725 

454,000 

Cuyd 

6.14 

2,787,923 

45,500 

Cuyd 

8.53 

388,320 

45,500 

Cuyd 

1.01 

45,955 

182,000 

Cuyd 

2.36 

430,139 

18,200 

Cuyd 

118,800 

Cuyd 

18.74 

2,225,777 

272,000 

Cuyd 

2.53 

686,800 

209,000 

Cuyd 

2.53 

527,725 

1 

LS 

50,500 

50,500 

1 

LS 

(1,342,488.00) 

-1,342,488 

7,652 

incl 

10,068 

incl 

66,000 

incl 

1,475 

incl 

31,300  SY 
23,341  SY 


6,328,376 


682,340 

593,795 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


02A  Civil  Bid  Package 


10  Sitework 


321216  Asphalt  Paving 

Stabilised  Grass  Pave  (12"  base  +  3") 

6"  Header  Curb 

18"  Curb  &  Gutter 

Concrete  Wheel  Stops 

Striping,  Marking 

Traffic  Signage 

Other 

Total  321216  Asphalt  Paving 

330000  Utilities 

Roadway  Impact  Fee  by  Owner 
Water  &  Sewer  Impact  Fee  by  others 

Total  330000  Utilities 

331000  Water  Utilities 

Water  Tap  Fees 

Connect  to  Existing  12"  WM  Stub 
2"  Poly  Tubing  -  Potable  Water  (INCL) 
12"  PVC  -  Water  Main 
4"  CL-52  DIP 
6"  CL-52  DIP 
8"  CL-52  DIP 
Backflow  Preventer 
Double  Check  Detector 
Fire  Hydrant 
Irrigation  Meter 
Other 

Total  331000  Water  Utilities 


<v 
& 


331113  Public  Water  Utility  Distribution  Piping 

12"  PVC  Pipe  C-900  (IQ  Water  Distribution  Line) 

12"  DR11  DIPS  Directional  Drill  for  12"  Irrigation  Water  Dist  Line 
Tie  In  to  Existing 

VE  -  Reclaimed  water  feed  by  Owner 

Total  331113  Public  Water  Utility  Distribution  Piping 

333000  Sanitary  Sewerage  Utilities 

6"  Cleanouts 
6"  Laterals 
8"  PVC 
Manhole 

Private  Lift  Station  -  6'  ID  x  20'  Deep  (Not  WPB  Standard) 

Other  -  Bid  Adjustment 

Total  333000  Sanitary  Sewerage  Utilities 


768  SY 


97 

21,651 

561 

1 


:4 


12.20 

5.00 

0.50 

32.76 

45,000 

18,252 

15,959 


9,370 

1,455 

227,335 

18,378 

45,000 

18,252 

15,959 


1,611,885 


1 

NIC 

1 

LS 

11,915 

11,915 

280 

LF 

1,655 

LF 

46.80 

77,454 

540 

LF 

22  24 

12,010 

8,645 

LF 

37.44 

323,669 

7,573 

LF 

23.56 

178,420 

9 

EA 

34,930 

314,370 

6 

EA 

11,200 

67,200 

14 

EA 

4,095 

57,330 

1 

EA 

3,100 

3,100 

1 

LS 

77,665 

77,665 

1,123,132 

9,620 

LF 

32.76 

315,151 

355 

LF 

130.00 

46,150 

1 

LS 

12,455 

12,455 

1 

LS 

47,410 

47,410 

1 

LS 

(315,000.00) 

-315,000 

106,166 

14 

EA 

190.00 

2,660 

655 

LF 

65.00 

42,575 

2,604 

LF 

27.75 

72,261 

13 

EA 

9,945 

129,285 

1 

EA 

184,937 

184,937 

1 

LS 

47,283 

47,283 

479,001 


334000  Storm  Drainage  Utilities 
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Item  Description 

Quantity  Unit$  Total  $ 

02A  Civil  Bid  Package 


10  Sltework 

334000  Storm  Drainage  Utilities 

15"  HDPE 
18"  HDPE 
24"  HDPE 
30"  HDPE 
36"  HDPE 
42  HDPE 
48"  HDPE 
Endwall 
Catch  Basin 
Yard  Drains 
Manholes 
Other  -  Offsite 

Total  334000  Storm  Drainage  Utilities 

335113  Natural-Gas  Piping 

Natural  Gas  Pipe  -  4"  (By  Utility) 

Total  335113  Natural-Gas  Piping 

Total  10  Sitework 

12  Military  Trail  &  Haverhill  Road 

311200  Selective  Clearing 
Selective  Clearing 
Total  311200  Selective  Clean 

321216  Asphalt  Paving 
Pave  (8"  base  +  2") 

Total  321216  Asphalt  Paving 


3,813  SY 


60,200 


48.00 


24,503 

128,963 

134,333 

200,202 

273,780 

15,730 

462,944 

26,910 

402,165 

48,873 

67,485 

33,221 


15,157,546 


60,200 


60,200 


183,024 


183,024 


321613  Curbs  and  Gutters 

"F"  Type  Gutter 

Total  321613  Curbs  and  Gutters 


1,800  LF 


15.00 


27,000 


27,000 


321623  Sidewalks 
Sidewalks  &  Handicap  Ramps 
Total  321 623  Sidewalks 


1  LS 


43,000 


43,000 


43,000 


321723  Pavement  Markings 
Pavement  Markings  &  Signage 
Total  321723  Pavement  Markings 


1  LS 


15,000 


15,000 


15,000 


344113  Traffic  Signals 

Traffic  Signalization 
Other 

Total  344113  Traffic  Signals 


1  LS  332,240 

1  LS  7,205 


332,240 

7,205 


339,445 


347100  Roadway  Construction 
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Item 

Description 

Quantity 

Unit  $ 

Total  $ 

02A  Civil  Bid  Package 


12  Military  Trail  &  Haverhill  Road 


347100  Roadway  Construction 


Maintenance  of  Traffic 

Total  347100  Roadway  Construction 

Total  12  Military  Trail  &  Haverhill  Road 
Total  02 A  Civil  Bid  Package 


60,000 

60,000 

727,669 


15,885,214 
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Item 

Description 

Quantity 

Units 

TotalS 

02B  Landscape  &  Irrigation  Bid  Package 


10  Sltework 


328000  Irrigation 

Acid  Injection  Treatment  System  for  Lake/Irrigation  Water 
Irrigation  @  Soccer  Fields 

Landscape  Irrigation  @  Flex  Grass  Fields  (904,914  SF) 

Sleeving 

Install  8"  Main  Line 
Install  6"  Main  Line 
Hardco  Megalog  Fittings 
Install  bubblers  for  trees 
Install  6"  Pop-Ups 
Install  12"  Pop-ups 
Install  Rotors  1-20 
Quick  Couplers 
Install  2"  Electric  Valve  Hunter 
Install  feet  of  2-wire  conduit 
Hunter  ICD  Decoders 
Grounding  for  2-wire 
Install  Controller  -  Hunter  99D 
Furnish  &  Install:  Hoover  Pump  Station  -  50  HP  Dual  with  Jockey 
pump  system 
Lake  Water  Level  Sensor 
Storage  Tank 

Irrigation  Water  Well  w/  Master  Valve  and  Flow 
Irrigation  -  Bid  Adjustment 

Total  328000  Irrigation 


329000  Planting 

Delonix  Regia  /  Royal  Poinciana  - 12'  x  6' 

Conocarpus  erectus  /  Green  Buttonwood  -  12x6  STD 

Clusia  rosea  /  Pitch  Apple  - 1 0x5 

Coccoloba  diversifolia  /  Pigeon  Plum  -  12x6 

Bursera  simaruba  /  Gumbo  cimbo  -  14x8 

Quercus  virginiana  /  Live  Oak  4  CAL  -  14x8 

Lagerstroemia  indica  'Natche  -  12x3  STD  (Evergreen/Confier  Trees) 

Cordia  Sebestaena  /  Geiger  Tree 

Tabebuia  Caraiba  /  Silver  Trumpet  Tree  -  1 0'  x  5' 

Pinus  Elliottii  /  Slash  Pine  - 1 2'  x  5' 

Roystonea  elata  /  Florida  Royal  Palm  - 15' 

Sabal  palmetto  /  Cabbage  Palm  - 12-35  CT  Booted 
Conocarpus  erectus/GreenButtonwood  18” 

Conocarpuserectus  sericeus/Silver  - 
Chrysobalanus  icaco  'Red  Tip'  -  30x18  #7 
Clusia  guttifera  /  Small  Leaf  Clusia  -  24x18  #7 
Ficus  macrophylla  /  Green  IslandFicus  -  #3 
Hamelia  patens  /  Dwarf  Firebush  -  #3 
Rhaphiolepis  indica  /  Indian  Hawthorn  - 18  OA#3 
Tripsacum  dactyloides/Eastern  Gama  Grass  24  -  #3 
Tripsacum  dactyloides /Gama  Grass  -  24  OA#3 
Viburnum  odoratissimum/Sweet  Viburnum  -  30x18  #7 


52.00 

58,00 

125.00 

200.00 

375.00 

2.00 

185.00 

7,400 


50,000 

100,000 

110,000 

174,000 

71,250 

60,000 

86.500 
83,512 
69,310 

32.500 
23,600 
93,000 
40,000 
45,880 

7,400 


3 

EA 

5,475 

16,425 

1 

EA 

300,000 

300,000 

1 

LS 

1,500 

1,500 

1 

LS 

5,000 

5,000 

1 

LS 

15,000 

15,000 

1 

LS 

(508,350.55) 

-508,351 

876,526 

13 

EA 

285.00 

3,705 

150 

EA 

275.00 

41,250 

39 

EA 

365.00 

14,235 

84 

EA 

325.00 

27,300 

78 

EA 

335.00 

26,130 

453 

EA 

495.00 

224,235 

176 

EA 

265.00 

46,640 

65 

EA 

225.00 

14,625 

69 

EA 

265.00 

18,285 

30 

EA 

265.00 

7,950 

191 

EA 

1,395 

266,445 

412 

EA 

195.00 

80,340 

560 

EA 

7.50 

4,200 

2,547 

EA 

7.50 

19,103 

2,778 

EA 

28.00 

77,784 

467 

EA 

30.00 

14,010 

1,766 

EA 

7.50 

13,245 

816 

EA 

7.50 

6,120 

248 

EA 

7.50 

1,860 

1,293 

EA 

7.50 

9,698 

241 

EA 

7.50 

1,808 

625 

EA 

28.00 

17,500 
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Description 


02B  Landscape  &  Irrigation  Bid  Package 


10  Sit# work 


329000  Planting 

Ficus  Pumila  /  Creeping  Fig  -  #3 

Muhlenbergia  capillaris/ muhly  grass  -  #3  18  OA 

Campsis  radicans  /  Creeping  fig  -  #336 

Bags  of  Eucalyptus  Mulch 

Cubic  Yards  of  Planting  Soil 

Applications  of  Fertilizer 

Crinum  Augustrum  /  Queen  Emma  Swamp  Lily  -  36"  (not  shown) 
Planting  -  Bid  Adjustment 

Total  329000  Planting 


329200  Turf  and  Grasses 

16  &  17  -  Flex  Grass  Lot  -  Parking  Apx.  1070  Spaces  (Bahia  Sod) 

36  -  Soccer  Fields  120  x  70  yds  x  5  or  Flex  Grass  Parking  -  2051 
Spaces  (Celebration  Bermuda  Sprig) 

37  -  Flex  Grass  Parking  Lot  -  200  Spaces  (Bahia  Sod) 

45  -  City  Park  Area  12.2  Acre  (City  Park  -  505,396  SF) 

Bahia  Sod  -  Inside  Clovers  Breakout 

Bahia  Sod 
Floritam  Sod 

Turf  &  Grass  -  Bid  Adjustment 

Total  329200  Turf  and  Grasses 


Total  10  Sitework 


20  Main  Stadium 


328000  Irrigation 
Irrigation  @  Berm  Seating 
Total  328000  Irrigation 


329200  Turf  and  Grasses 

Bermuda  Sod  @  Berm  Seating  Areas 

Total  329200  Turf  and  Grasses 


90  EA 
368  EA 
77  EA 

7.500  EA 

1.500  CY 
1  LS 


&• 


(159,954.50) 


o  ui  riex  urass  ranging  -  i 

Tig) 

Spaces  (Bahia  Sod) 
y  Park  -  505,396  SF) 

' 

& 


28,613  SF 


28,613  SF 


-159,955 

867,133 


524,938 

SF 

0.22 

115,486 

408,000 

SF 

0.35 

142,800 

Ir 

279,976 

SF 

0.22 

61,595 

1 

NIC 

155,030 

SF 

0.22 

34,107 

849,000 

SF 

0.22 

186,780 

219,500 

SF 

0.32 

70,240 

1 

LS 

(22,968.18) 

-22,968 

588,040 

2,331,699 


Total  20  Main  Stadium 


Total  02B  Landscape  &  Irrigation  Bid  Package 


2,356,020 
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Item 

Description 

Quantity 

Unit  $ 

Total  $ 

02C  Hardscape 


10  Sltework 


033000  Cast-in-Place  Concrete 

12"  Dirt  Bin  Slab  on  Grade 

Other  Hardscape  Concrete  (Pads,  walls,  stairs) 

Total  033000  Cast-in-Place  Concrete 

321316  Decorative  Concrete  Paving 

4  -  Colored  Concrete  w/  Two  Other  Types  of  Material  Dispersed 
Throughout  @  Stadium  Plaza 

Total  321316  Decorative  Concrete  Paving 

321540  Crushed  Stone  Surfacing 

Compacted  Granite  -  Perimeter  Multi-Use  Trail  -4"  Deep  w /  Heavy 
Brush  Finish 

VE  -  reduce  8"  agg  to  4"  agg  base  @  Nature  Trail 
VE  -  substitute  limerock  path  @  Nature  Trail 

Total  321540  Crushed  Stone  Surfacing 


321623  Sidewalks 

Concrete  -  Typical  Pedestrian  Walkways  w /  Heavy  Boom  Finish 


Handicap  Ramps 

VE  -  4"  ILO  6"  Concrete  Walk 

Total  321623  Sidewalks 

Total  10  Sitework 

35  Nationals  Training  Complex 

A  Major  League  Fields  (2ea) 


c 


033000  Cast-in-Place  Concrete 
Concrete  Slab  - 12"  @  Dugout  (4) 

Total  033000  Cast-in-Place  Concrete 

Total  A  Major  League  Fields  (2ea) 

B  Minor  League  Fields  (4ea) 

033000  Cast-in-Place  Concrete 
Concrete  Slab  - 12"  @  Dugout  (8) 

Total  033000  Cast-in-Place  Concrete 

Total  B  Minor  League  Fields  (4ea) 


2,280  sqft 
1  LS 


8,975  SF 


* 


56,058  S 

# 


1,900  SF 


3,800  SF 


A 


106.C 

SF 


27,360 

106,611 

133,971 

109,495 

6,72 

(21,792.00) 

(164,101.00) 


12.00 


12.00 


109,495 


376,710 

-21,792 

-164,101 


190,817 

SF 

5.63 

1,409,668 

Each 

1,500 

33,000 

LS 

(145,940.00) 

-145,940 

1,296,728 


1,731,010 


22,800 


22,800 


22,800 


45,600 


45,600 


45,600 


E  Agility  Field  (lea) 

033000  Cast-in-Place  Concrete 
Header  Curbs  @  Agility  Field  Turf 
Total  033000  Cast-in-Place  Concrete 

Total  E  Agility  Field  (lea) 

J  Covered  Batting  Tunnels 


2,500  LF  18.90  47,250 

47,250 

47,250 
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02C  Hardscape 

3S  Nationals  Training  Complex 

J  Covered  Batting  Tunnels 

033000  Cast-in-Place  Concrete 

Concrete  Pad  For  Pitching  Machine  Behind  Mound 
Header  Curbs  @  Batting  Tunnel  Turf 

Total  033000  Cast-in-Place  Concrete 

Total  J  Covered  Batting  Tunnels 
Total  35  Nationals  Training  Complex 

45  Astros  Training  Complex 

A  Major  League  Fields  (2ea) 

033000  Cast-in-Place  Concrete 

Concrete  Slab  - 12"  @  Dugout  (4) 

Total  033000  Cast-in-Place  Concrete 


Total  A  Major  League  Fields  ( 2ea ) 
B  Minor  League  Fields  (4ea) 


033000  Cast-in-Place  Concrete 
Concrete  Slab  -12"  @  Dugout  (8) 

Total  033000  Cast-in-Place  Concrete 


Total  B  Minor  League  Fields  (4ea) 
E  Agility  Field  (lea) 


•  <6 

oncrete 


033000  Cast-in-Place  Concrete 
Header  Curbs  @  Agility  Field  Turf 
Total  033000  Cast-in-Place  Concrete 

Total  E  Agility  Field  (lea) 

J  Covered  Batting  Tunnels 

033000  Cast-in-Place  Concrete 

Concrete  Pad  For  Pitching  Machine  Behind  Mound 
Header  Curbs  @  Batting  Tunnel  Turf 

Total  033000  Cast-in-Place  Concrete 

Total  J  Covered  Batting  Tunnels 
Total  45  Astros  Training  Complex 
Total  02C  Hardscape 


* 


1,620  SF 
5,250  LF 


0 


575 

^^LX18.90 

cv  = 


3,800  SF 


1,620  SF 
5,250  LF 


9,315 

99,225 

108,540 

108,540 

224,190 


9,315 

99,225 

108,540 

108,540 

224,190 

2,179,390 
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Item 

Description 

Quantity 

Unit  $ 

Total  $ 

03A  CIP  Concrete  Bid  Package 

20  Mair 

s  Stadium 

033000  Cast-in-Place  Concrete 

Scoreboard  Foundation  (  allow ) 

Batters  Eye  Foundation  (  allow ) 

1  Is 

1 2  each 

20,000 
i ’,66iK 

20,000 

19,200 

Column  Footings  Supporting  Suite  Level 

Column  Footings  Below  Elevated  Concurse  Level  Bridge  (8  EAx  8’ 
x  8'  x  2' ) 

Building  Column  Footing  Foundations 
Elevator  Pit  Base 
Dugout  Base  Slab 

Rigid  Insulation  @  Dugouts  -  Deleted 
Topping  Slab  @  Dugouts  -  Deleted 
Strip  Footings  (  w/60#/cy  ) 

Strip  Footings  @  Tunnels  (  60#/cy  ) 

Strip  Footings  @  ADA  Seating  Walls  ( w/60#/cy  ) 

Strip  Footings  Linder  Ret.  Walls  (w/60#/cy  ) 

Strip  Footings  Under  Field  Walls  (  7.5  x  1 .33  w/60#/cy 
ADA  Seating  Slab  on  Grade  Areas 
Tunnel  Slab  on  Grade 
5"  Building  Slab  on  Grade 
6"  Building  Slab  on  Grade 
6"  Concourse  Slab  on  Grade  Inside  Fence 
6"  Concourse  Slab  on  Grade  Outside  Fence 
Batters  Eye  Wall  -  not  required 
Elevator  Pit  Walls 
Dugout  Walls 
Concrete  Stairs  on  Grade 
Dugout  Stairs 
Tunnel  Stairs 

Short  ADA  Ramp/Seating  Walls 
Tunnel  Walls 


Retaining  Walls 

Field  Walls-  less  outfield  bullpen  to  bullpen 
Dugout  Concrete  Lid 

Free  Standing  Architectural  Concrete  Bents-  Changed  to  Steel  w/Div 
5 

On-Grade  Seating  Treads  &  Risers  @  Lower  Bowl 

Concrete  Lid  over  Access  Tunnels  and  areas  behind  dugouts  and 

bullpen  s 

Metal  Pan  Stair  Fill 
Grout  Base  Plates 
Set  Anchor  Bolts 

Slab  on  Metal  Deck  Above  Field  Access 
Slab  on  Metal  Deck 

8"  Ltwt  Suite  Slab  on  Metal  Deck  (  Shored  ) 

Slab  on  Metal  Deck  @  Concourse  Level  Elevated  Bridge 

21  "H  Concrete  Curb 

Concrete  Tie  Beams 

Concrete  Tie  Columns 

Concrete  Topping 

4"  Rigid  Insulation 


258 

40 

3 

14 


cuyd 

cuyd 

cuyd 


345 

O' 


'A 


& 


5.00 

00 


345.00 

345.00 


89,010 

13,800 

1,035 

4,830 


3,522 

278 

r 

13.00 

45,786 

539 

nic 

153 

cuyd 

510.00 

78,030 

185 

cuyd 

450.00 

83,250 

106 

cuyd 

510.00 

54,060 

530 

cuyd 

450.00 

238,500 

590 

cuyd 

450.00 

265,500 

7,026 

sqft 

7.00 

49,182 

3,649 

sqft 

6.00 

21,894 

31,283 

sqft 

6.00 

187,698 

8,077 

sqft 

6.75 

54,520 

75,398 

sqft 

6.75 

508,937 

16,019 

sqft 

6.75 

108,128 

nic 

800 

sqft 

29.50 

23,600 

2,795 

sqft 

29.50 

82,452 

430 

sqft 

70.00 

30,100 

284 

sqft 

70.00 

19,880 

79 

sqft 

70,00 

5,530 

1,729 

sqft 

29.50 

51,006 

7,240 

sqft 

31.00 

224,440 

13,390 

sqft 

31.00 

415,090 

10,601 

sqft 

31.00 

328,631 

1,382 

sqft 

28.00 

38,696 

nic 

31,786 

sqft 

20.00 

635,720 

3,028 

sqft 

32.00 

96,896 

556 

sqft 

10.00 

5,560 

53 

each 

140.00 

7,420 

212 

each 

37.50 

7,950 

749 

sqft 

5.00 

3,745 

16,830 

sqft 

5.00 

84,150 

22,582 

sqft 

8.00 

180,656 

2,354 

sqft 

5.00 

11,770 

618 

sqft 

70.00 

43,260 

67 

cuyd 

2,150 

144,050 

14 

cuyd 

1,350 

18,900 

7,660 

sqft 

5.00 

38,300 

920 

sqft 

4.00 

3,680 
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03A  CIP  Concrete  Bid  Package _ 

20  Main  Stadium 

033000  Cast-in-Place  Concrete 
Concrete  Subcontractor  Bid  Adjustment 
Total  033000  Cast-in-Place  Concrete 

Total  20  Main  Stadium 

30  Nationals  Clubhouse 

033000  Cast-in-Place  Concrete 

Perimeter  Strip  Footing  (w/60#/cy  ) 

Perimeter  Strip  Footing  Under  Ret.  Wall  ( w/60#/cy 
Column  Footings  ( w/75#/cy ) 

Elevator  Pit  Base 

24"-36"  Hydrotherapy  Pit  Base 

5"  Slab  on  Grade 

Elevator  Pit  Walls 

Hydrotherapy  Pit  Walls 

CIP  Concrete  Retaining  Wall 

SOMD  Around  Hydrotherapy  Pools 

Concrete  Slab  on  Metal  Deck 

Tie  Columns 

Tie  Beams 

Grout  Base  Plates 

Set  Anchor  Bolts 

Metal  Pan  Stair  Fill 

Concrete  Subcontractor  Bid  Adjustment 

Total  033000  Cast-in-Place  Concrete 

034713  Tilt-Up  Concrete 
Insulated  Tilt  Wall  Panels 
Total  034713  Tilt-Up  Concrete 

Total  30  Nationals  Clubhouse 

40  Astros  Clubhouse 

033000  Cast-in-Piace  Concrete 


$ 


0 


& 
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Item 

Description 

BBS—  1— 1 

Total  $ 

78,200 


& 


78,200 

4,423,041 

4,423,041 


115 

cuyd 

510.00 

58,650 

145 

cuyd 

510.00 

73,950 

31 

cuyd 

345.00 

10,695 

6  ’ 

cuyd 

345.00 

2,070 

108 

cuyd 

345.00 

37,260 

48,531 

sqft 

5.75 

279,053 

192 

sqft 

29.50 

5,664 

1,064 

sqft 

29.50 

31,388 

6,140 

sqft 

31.00 

190,340 

975 

sqft 

5.00 

4,875 

9,001 

sqft 

5.00 

45,005 

14 

cuyd 

1,350 

18,900 

51 

cuyd 

2,150 

109,650 

10 

each 

140.00 

1,400 

40 

each 

37.50 

1,500 

180 

sqft 

10.00 

1,800 

1 

Is 

93,552 

93,552 

965,752 

437 

SQFT 

36.00 

15,732 

15,732 

981,484 

Strip  Footings  ( w/60#/cy  ) 

118 

cuyd 

510.00 

60,180 

Interior  Column  Footings  ( w/75#/cy  ) 

134 

cuyd 

345.00 

46,230 

Elevator  Pit  Base 

6 

cuyd 

345,00 

2,070 

24"-36"  Hydro  Pit  Base 

143 

cuyd 

345.00 

49,335 

5"  Slab  on  Grade 

49,329 

sqft 

5,75 

283,642 

Elevator  Pit  Walls 

190 

sqft 

29.50 

5,605 

Hydro  Pit  Walls 

1,232 

sqft 

29.50 

36,344 

Concrete  Slab  on  Metal  Deck 

9,394 

sqft 

5.00 

46,970 

SOMD  Around  Pools 

784 

sqft 

5.00 

3,920 

Metal  Pan  Stair  Fill 

576 

sqft 

10.00 

5,760 

Perimeter  Strip  Footing  Under  Ret.  Wall  (w/60#/cy ) 

177 

cuyd 

510.00 

90,270 

CIP  Concrete  Retaining  Wall 

8,182 

sqft 

31.00 

253,642 

Grout  Base  Plates 

67 

each 

140.00 

9,380 
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Description 


03A  CIP  Concrete  Bid  Package 

40  Astros  Clubhouse 

033000  Cast-in-Place  Concrete 

Set  Anchor  Bolts 
Tie  Columns 
Tie  Beams 

Concrete  Subcontractor  Bid  Adjustment 

Total  033000  Cast-in-Place  Concrete 

034713  Tilt-Up  Concrete 
Insulated  Tilt  Wall  Panels 
Total  034713  Tilt-Up  Concrete 

Total  40  Astros  Clubhouse 

Total  03A  CIP  Concrete  Bid  Package 


100%  DD  GMP  Estimate  -  Detail 
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Quantity 


1 

Unit  $ 

Total  $ 

268  each 
1 4  cuyd 
54  cuyd 
1  Is 


(268, 3C 

CT 


37.50 

1,350 

^^,150 

(268,302.75) 

k  T 


<V 

& 


:4 


<< 

CT 


10,050 

18,900 

116,100 

-268,303 

770,095 


53,280 

53,280 

823,375 

6,227,900 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


05A  Structural  Steel 


20  Main  Stadium 


051200  Structural  Steel  Framing 

Steel  Floor  Framing 
Steel  Floor  Framing  ©Suite 
Roof  Steel  Framing 
Roof  Steel  Joists  Framing 
Suite  Roof  Steel  Framing 

8"  x  8"  Ptd.  Galv.  Channnel  Steel  Supporting  Louvered  Infill 
Canopies  ( 1 0#/sf ) 

Steel  Structure  over  Cabanas  in  Right  Field  -  Deleted 
Batters  Eye  Steel  Framing  ( 108  If )  -  allow  per  BNI 
Scoreboard  Steel  (  allow  ) 

Structural  Steel  @  Elevated  Bridge  2354  sf  x  12#/sf ) 

Galv.  Backup  Steel  Behind  MEP  Screenwalls  lOpsf 
Steel  Subcontractor  Bid  Adjustment 

Total  051200  Structural  Steel  Framing 

053000  Metal  Decking 

Metal  Floor  Deck 

Metal  Floor  Deck  @  Suites  (  Epicore  ER3.5  Metal  Deck 
Metal  Roof  Deck 

Epicore  ER6.5  Metal  Roof  Deck  @  Suites 
Metal  Floor  Deck  @  Concourse  Level  Elevated 

Total  053000  Metal  Decking 

055000  Metal  Fabrications 

Metal  Stairs 

Elevator  Sump  Frame  &  Grate 
Elevator  Pit  Ladders 
Elevator  Sill  Angles 
Counter  Supports 
Steel  Frames  @  OF!  Door 
Concession  Shutter  Suppo 
Top  CMU  Wall  Bracing 
Roof  Access  Ladders 
Alternating  Tread  Stair  to  Roof 
Head  Support  @  Full  Height  Retractable  Windows 
1/2"  x  18"  Dumpster/Compactor  Skid  Plates 
Galv.  Steel  Stair  &  Camera  Platform  @  Batters  Eye 
Total  055000  Metal  Fabrications 

Total  20  Main  Stadium 


1,395 


230,750 

433.100 
60,350 

189.100 
390,500 
108,000 


15 

tons  J 

4,500 

67,500 

25 

tons 

4,500 

112,500 

,5 

tons 

3,550 

53,250 

FTONS 

4,000 

92,360 

vF 

Is 

(481,191.50) 

-481,192 

/ 

1,256,218 

16,830 

sqft 

2.75 

46,283 

22,582 

sqft 

5.75 

129,847 

28,280 

sqft 

2.75 

77,770 

20,292 

sqft 

5.75 

116,679 

2,354 

sqft 

2.75 

6,474 

377,052 

589 

Ifrs 

205.00 

120,745 

2 

each 

250.00 

500 

2 

each 

500.00 

1,000 

5 

each 

150.00 

750 

955 

Inft 

15.00 

14,325 

4 

each 

3,500 

14,000 

226 

Inft 

60.00 

13,560 

3,524 

Inft 

25.00 

88,100 

3 

each 

1,500 

4,500 

1 

each 

5,500 

5,500 

48 

Inft 

175.00 

8,400 

150 

Inft 

40.00 

6,000 

1 

Is 

30,000 

30,000 

307,380 


1,940,650 


30  Nationals  Clubhouse 

051200  Structural  Steel  Framing 

Steel  Floor  Framing 
Steel  Roof  Framing 
Steel  Joists  Roof  Framing 

8"  x  8"  Ptd.  Galv.  Channel  Steel  Supporting  Louvered  Infill  i 
Canopies  (l0#/sf ) 


35 

tons 

3,550 

124,250 

19 

tons 

3,550 

67,450 

58 

tons 

3,050 

176,900 

10 

tons 

4,500 

45,000 
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05A  Structural  Steel 


30  Nationals  Clubhouse 


051200  Structural  Steel  Framing 

Steel  Subcontractor  Bid  Adjustment 

Galv.  Backup  Steel  Behind  MEP  Screenwalls  lOpsf 

Total  051200  Structural  Steel  Framing 

053000  Metal  Decking 

Metal  Floor  Deck 
Metal  Roof  Deck 

Epicore  ER2RA  Metal  Deck  Over  Weight  Rooms 

Total  053000  Metal  Decking 


055000  Metal  Fabrications 

Stairs  @  Hydrotherapy 

Elevator  Sump  Frame/Grate 

Elevator  Pit  Ladder 

Elevator  Sill  Angles 

Toilet  Partition  Supports  -  Deleted 

Top  CMU  Wall  Steel  Bracing 

Counter  Supports 

Roof  Access  Ladders 

Operable  Partition  Supports 

Total  055000  Metal  Fabrications 


Total  30  Nationals  Clubhouse 

40  Astros  Clubhouse 

051200  Structural  Steel  Framing 


1  is 

22  TONS 


9,001  sqft 
35,533  sqft 
5,616  sqft 


& 


<v 


:4 


518,675 

88,480 

1,020,755 


24,753 

97,716 

32,292 

154,761 


35 

Ifrs 

165.00 

5,775 

each 

250.00 

250 

r 

1 

each 

500.00 

500 

2 

each 

150.00 

300 

25 

nic 

1,982 

Inft 

25.00 

49,550 

141 

Inft 

15.00 

2,115 

1 

each 

1,500 

1,500 

42 

Inft 

185.00 

7,770 

67,760 

1,243,275 


Steel  Floor  Framing 

41 

tons 

3,550 

145,550 

Steel  Roof  Framing 

24 

tons 

3,550 

85,200 

Steel  Roof  Joists  Framing 

88 

tons 

3,050 

268,400 

8"  x  8"  Ptd.  Galv.  Channel  Steel  Supporting  Louvered  Infill  @ 

12 

tons 

4,500 

54,000 

Canopies  ( 1 0#/sf ) 

Galv.  Backup  Steel  Behind  MEP  Screenwalls  lOpsf 

16 

TONS 

4,000 

62,920 

Subcontractor  Adjustment 

1 

LS 

80,650 

80,650 

Total  051200  Structural  Steel  Framing 

696,720 

053000  Metal  Decking 

Metal  Floor  Deck 

9,394 

sqft 

2.75 

25,834 

Metal  Roof  Deck 

43,430 

sqft 

2.75 

119,433 

Epicore  ER2RA  Metal  Deck  Over  Weight  Rooms 

5,899 

sqft 

5.75 

33,919 

Total  053000  Metal  Decking 

179,185 

055000  Metal  Fabrications 

Metal  Stairs 

435 

Ifrs 

165.00 

71,775 

Stairs  @  Hydrotherapy 

35 

Ifrs 

165.00 

5,775 

Elevator  Sump  Frame/Grate 

1 

each 

250,00 

250 

Elevator  Pit  Ladder 

1 

each 

500.00 

500 

Elevator  Sill  Angles 

2 

each 

150.00 

300 

Toilet  Partition  Supports  -  Deleted 

28 

nic 
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Item  Description 

Quantity 

■niBnin 

05A  Structural  Steel 


40  Astros  Clubhouse 


055000  Metal  Fabrications 

Top  CMU  Wall  Steel  Bracing 
Counter  Supports 
Steel  Frames  @  8'  x  8'  OH  Doors 
Steel  Support  @  Concession  Grilles 

Total  055000  Metal  Fabrications 

Total  40  Astros  Clubhouse 
Total  05A  Structural  Steel 


1,934 

120 

2 

32 


Inft 

Inft 


each 

Inft 


C 


& 


48,350 

1,800 

5,500 

1,920 

136,170 

1,012,075 


4,196,000 
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15A  Mechanical  Bid  Package 

20  Main  Stadium 


230500  Common  Work  Results  for  HVAC 

Mechanical  Subcontractor  Adjustment 

Firestopping  for  HVAC 

VE  -  Use  Heat  pump  type  VRV  ILO  HR 

VE  -  Redesign  of  ductwork  target 

VE  -  Remove  make  up  air  units  @  public  restrooms 

Total  230500  Common  Work  Results  for  HVAC 

230548  Vibration  and  Seismic  Controls  for  HVAC 

Vibration  Isolation 

Total  230548  Vibration  and  Seismic  Controls  for  HVAC 

230593  Testing,  Adjusting,  and  Balancing  for  HVAC 

Test  and  Balance 

Total  230593  Testing,  Adjusting,  and  Balancing  for  HVAC 


230713  Duct  Insulation 

HVAC  Duct  Insulation 
HVAC  Duct  Fire  Wrap 

Total  230713  Duct  Insulation 

230719  HVAC  Piping  Insulation 

HVAC  Piping  Insulation 

Total  230719  HVAC  Piping  Insulation 


230900  Instrumentation  and  Control  for  HVAC 

Temperature  Controls 

Total  230900  Instrumentation  and  Control  for  HVAC 
231000  Facility  Fuel  Systems 

Gasoline/Deisel  Fuel  Tank  1 ,000  gal  UG,  pumping  system,  w/card 
access  system 

Diesel  Fuel  Tank  600  gal  for  Emergency  Generator 

Total  231000  Facility  Fuel  Systems 


c 


!  for  HVAC  1 


68,974  SF 


34,160  SF 
2,086  SF 


68,974  SF 


O 


796,009 

6,500 

(25,000.00) 

(25,000.00) 

(40,000.00) 


796,009 

6,500 

-25,000 

-25,000 

-40,000 

712,509 


68,320 

41,720 

110,040 


189,679 

189,679 


231113  Facility  Fuel-Oil  Piping 

Fuel  Oil  Fill  Port  and  Piping  for  Generator 

Total  231113  Facility  Fuel-Oil  Piping 


1  ALLOW 


231123  Facility  Natural-Gas  Piping 

Natural  Gas  Piping 

Gas  Pressure  Reducing  Valves 

Total  231123  Facility  Natural-Gas  Piping 


68,974  SF 
8  EA 


232300  Refrigerant  Piping 

Refrigerant  Pipe 

Total  232300  Refrigerant  Piping 


4,425  LF 
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Item 


Description 


Quantity 


Unlt$ 


Totals 


15A  Mechanical  Bid  Package 


JO  Main  Stadium 


233113  Metal  Ducts 

HVAC  Sheetmetal  Ductwork  (Galvanized  and  Aluminum) 
HVAC  Kitchen/Concession  Grease  Ductwork 

Total  233113  Metal  Ducts 

233400  HVAC  Fans 

General  Exhaust  Fans 
Lint  Collectors 
Grease  Exhaust  Fans 

Total  233400  HVAC  Fans 

233616  Variable-Air-Volume  Units 

VAV  Boxes  Elec  Heat 

Total  233616  Variable-Air-Volume  Units 

233713  Diffusers,  Registers,  and  Grilles 

Registers,  Grilles,  Diffusers 

Total  233713  Diffusers,  Registers,  and  Grilles 


237400  Packaged  Outdoor  HVAC  Equipment 
DX  Rooftop  Air  Handling  Units 
OA  Rooftop  Suite  Unit 
Total  237400  Packaged  Outdoor  HVAC  Equipment 


O 


59,180  LBS 
10,500  LBS 


8,800  CFM 


1  EA 
30,500  CFM 

' 

58  EA 

n~7A  C  A 


,4 


374  EA 


46,000  CFM 
1  EA 


0.65 

5,000 

0.75 


1,000 


175.00 


5.50 

30,000 


340,285 

63,000 


403,285 

5,720 

5,000 

22,875 

33,595 


58,000 


58,000 


65,450 


65,450 


253,000 

30,000 


283,000 


237413  Packaged,  Outdoor,  Central-Station  Air-Handling 
Units 

DX  Kitchen  Makeup  Air  Unit 

Total  237413  Packaged,  Outdoor,  Central-Station 
Air-Handling  Units 

238100  Decentralized  Unitary  HVAC  Equipment 

DX  Split  System  Fan  Coil 

Total  238100  Decentralized  Unitary  HVAC  Equipment 

238129  Variable  Refrigerant  Flow  HVAC  Systems 

Suite  VRF  Fan  Coils 
Suite  VRF  Condensing  Units 

Total  238129  Variable  Refrigerant  Flow  HVAC  Systems 
Total  20  Main  Stadium 


6  EA 


29  EA 


30  EA 
48  TONS 


18,000 


3,500 


2,400 

1,800 


108,000 


108,000 


101,500 


101,500 


72,000 

86,400 


158,400 


2,469,389 


Nationals  Clubhouse 

230500  Common  Work  Results  for  HVAC 


Mechanical  Subcontractor  Adjustment 

1  LS 

31,929 

31,929 

Firestopping  for  HVAC 

1  LS 

4,000 

4,000 

HVAC  Exhaust  for  Restrooms 

1  LS 

1,500 

1,500 

Total  230500  Common  Work  Results  for  HVAC 

37,429 

230548  Vibration  and  Seismic  Controls  for  HVAC 
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Item 

Description 

Unit$ 

15A  Mechanical  Bid  Package 


30  Nationals  Clubhouse 

230548  Vibration  and  Seismic  Controls  for  HVAC 

Vibration  Isolation 

Total  230548  Vibration  and  Seismic  Controls  for  HVAC 

230593  Testing,  Adjusting,  and  Balancing  for  HVAC 

Test  and  Balance 

Total  230593  Testing,  Adjusting,  and  Balancing  for  HVAC 

230713  Duct  Insulation 

HVAC  Duct  Insulation 
HVAC  Duct  Fire  Wrap 

Total  230713  Duct  Insulation 


230719  HVAC  Piping  Insulation 

HVAC  Piping  Insulation 

Total  230719  HVAC  Piping  Insulation 

230900  Instrumentation  and  Control  for  HVAC 

Temperature  Controls 

Total  230900  Instrumentation  and  Control  for 


231000  Facility  Fuel  Systems 

Fuel  Oil  Fill  Port  and  Piping  for  Generator 
Diesel  Fuel  Tank  600  gal  for  Emergency  Generator 

Total  231000  Facility  Fuel  Systems 


fltnr 


1  LS 


46,760  S! 
596  SF 


:4 


LS 


54,7.14  SF 


1  LS 
1  EA 


7,500 


54,714  SF 

c 


o 


32 


2.00 

20.00 


4,725 


2,25 


10,000 

12,000 


7,500 


7,500 


17,508 


17,508 


93,520 

11,920 


105,440 


4,725 


4,725 


123,107 


123,107 


10,000 

12,000 


22,000 


231123  Facility  Naturai-Gas  Piping 

Natural  Gas  Piping 

Gas  Pressure  Reducing  Valves 

Total  231123  Facility  Natural-Gas  Piping 


54,714  SF 
5  EA 


0.60 

750.00 


32,828 

3,750 


36,578 


232300  Refrigerant  Piping 

Refrigerant  Pipe 

Total  232300  Refrigerant  Piping 


675  LF 


20.00 


13,500 


13,500 


233113  Metal  Ducts 

HVAC  Sheetmetal  Ductwork  (Galvanized  and  Aluminum) 
HVAC  Kitchen/Concession  Grease  Ductwork 

Total  233113  Metal  Ducts 

233400  HVAC  Fans 

General  Exhaust  Fans 
Lint  Collectors 
Grease  Exhaust  Fans 

Total  233400  HVAC  Fans 

233616  Variable-Air-Volume  Units 

VAV  Boxes  Elec  Heat 


75,440  LBS 
3,000  LBS 


5.75 

6.00 


433,780 

18,000 


451,780 

14,400  CFM 

0.65 

9,360 

2  EA 

5,000 

10,000 

10,000  CFM 

0.75 

7,500 

26,860 

45  EA 

1,000 

45,000 
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Item  Description 

Quantity 

||  Un|t$ 

|  Total  $ 

15A  Mechanical  Bid  Package 


30  Nationals  Clu 

Total  233616  Variable-Air-Volume  Units 

233713  Diffusers,  Registers,  and  Grilles 

Registers,  Grilles,  Diffusers 

Total  233713  Diffusers,  Registers,  and  Grilles 

237400  Packaged  Outdoor  HVAC  Equipment 

DX  Rooftop  Air  Handling  Units 
Dehumidification  Rooftop  AHU 

Total  237400  Packaged  Outdoor  HVAC  Equipment 

237413  Packaged,  Outdoor,  Central-Station  Air-Handling 
Units 

DX  Kitchen  Makeup  Air  Unit 

Total  237413  Packaged,  Outdoor,  Central-Station 
Air-Handling  Units 


238100  Decentralized  Unitary  HVAC  Equipment 
DX  Split  System  Fan  Coil 
Total  238100  Decentralized  Unitary  HVAC  Equipment 


Total  30  Nationals  Clubhouse 

40  Astros  Clubhouse 


230500  Common  Work  Results  fo 

Mechanical  Subcontractor  Adjustment 
Firestopping  for  HVAC 
HVAC  Exhaust  for  Restrooms 

Total  230500  Common  Work  Results  for  HVAC 


T  HVAC 


230548  Vibration  and  Seismic  Controls  for  HVAC 

Vibration  Isolation 

Total  230548  Vibration  and  Seismic  Controls  for  HVAC 

230593  Testing,  Adjusting,  and  Balancing  for  HVAC 

Test  and  Balance 

Total  230593  Testing,  Adjusting,  and  Balancing  for  HVAC 

230713  Duct  Insulation 

HVAC  Duct  Insulation 
HVAC  Duct  Fire  Wrap 

Total  230713  Duct  Insulation 


.. 


:4 


& 


EA 


9  EA 


1  LS 


56,498  SF 


46,760  SF 
596  SF 


18,000 


3,750 


7,500 


0.32 


2.00 

20.00 


36,000 


36,000 


33,750 


33,750 


1,467,777 


1 

LS 

(9,255.00) 

-9,255 

i 

LS 

4,000 

4,000 

1 

LS 

1,500 

1,500 

-3,755 


7,500 


7,500 


18,079 


18,079 


93,520 

11,920 


105,440 


230719  HVAC  Piping  Insulation 

HVAC  Piping  Insulation 

Total  230719  HVAC  Piping  Insulation 

230900  Instrumentation  and  Control  for  HVAC 

Temperature  Controls 


1  LS 


56,498  SF 


4,725 


2.25 


4,725 


4,725 


127,121 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


15A  Mechanical  Bid  Package 


40  Astros  Clubhouse 

Total  230900  Instrumentation  and  Control  for  HVAC 

231000  Facility  Fuel  Systems 

Fuel  Oil  Fill  Port  and  Piping  for  Generator 
Diesel  Fuel  Tank  600  gal  for  Emergency  Generator 

Total  231000  Facility  Fuel  Systems 

231123  Facility  Natural-Gas  Piping 
Natural  Gas  Piping 
Gas  Pressure  Reducing  Valves 
Total  231123  Facility  Natural-Gas  Piping 

232300  Refrigerant  Piping 

Refrigerant  Pipe 

Total  232300  Refrigerant  Piping 
233113  Metal  Ducts 

HVAC  Sheetmetal  Ductwork  (Galvanized  and  Aluminum) 
HVAC  Kitchen/Concession  Grease  Ductwork 

Total  233113  Metal  Ducts 


233400  HVAC  Fans 

General  Exhaust  Fans 
Lint  Collectors 
Grease  Exhaust  Fans 

Total  233400  HVAC  Fans 


C 

Units 


233616  Variable-Air-Volume  Unit 

VAV  Boxes  Elec  Heat 

Total  233616  Variable-Air-Volume  Units 

233713  Diffusers,  Registers,  and  Grilles 

Registers,  Grilles,  Diffusers 

Total  233713  Diffusers,  Registers,  and  Grilles 

237400  Packaged  Outdoor  HVAC  Equipment 

DX  Rooftop  Air  Handling  Units 
Dehumidification  Rooftop  AHU 

Total  237400  Packaged  Outdoor  HVAC  Equipment 


1  ALLOW 
1  EA 


56,498 


45  EA 


433  EA 


72,000  CFM 
1  EA 


A 

^^•0,000 

12,000 

cr 


0.60 

750.00 


20.00 


1,000 


175.00 


5.50 

35,000 


127,121 


10,000 

12,000 


22,000 


33,899 

3,750 


37,649 


13,500 


13,500 


75,500 

LBS 

5.75 

434,125 

3,000 

LBS 

6.00 

18,000 

452,125 

14,500 

CFM 

0.65 

9,425 

2 

EA 

5,000 

10,000 

10,000 

CFM 

0.75 

7,500 

26,925 


45,000 


45,000 


75,775 


75,775 


396,000 

35,000 


431,000 


237413  Packaged,  Outdoor,  Central-Station  Air-Handling 
Units 

DX  Kitchen  Makeup  Air  Unit 

Total  237413  Packaged,  Outdoor,  Central-Station 
Air-Handling  Units 

238100  Decentralized  Unitary  HVAC  Equipment 

DX  Split  System  Fan  Coil 

Total  238100  Decentralized  Unitary  HVAC  Equipment 


2  EA  18,000  36,000 

36,000 


9  EA  3,750  33,750 

33,750 
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Description 

Unit$  total  $ 

15A  Mechanical  Bid  Package 

Total  40  Astros  Clubhouse  1,432,834 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


15B  Plumbing  Bid  Package 


lain  Stadium 

221000  Plumbing  Piping 

Excavation  and  Backfill 

Mechanical  Subcontractor  Adjustment 

Firestopping  for  Plumbing 

Food  Service  Equipment  Connections 

Hydrotherapy  Connections 

Vibration  Isolation  and  Seismic  for  Plumbing 

Plumbing  Piping  Insulation 

VE  -  Use  SS  schedule  10  piping 

VE  -  Eliminate  insulation  of  domestic  CW  piping 

VE  -  Use  deep  seal  traps  ILO  trap  primers 

VE  -  Use  studor  vents  where  permissible 

VE  -  Use  Sloan  ST2059A  water  closets 

VE  -  Use  Sloan  SU7009A  urinals 

VE  -  Use  Proflo  PFSR  2522  series  SS  single  bowl  sinks 

VE  -  Use  Alternate  Ekay  2  station  EWC  with  bottle  filler 

Total  221000  Plumbing  Piping 


221100  Facility  Water  Distribution 

Domestic  Water  Piping 

Total  221100  Facility  Water  Distribution 


221119  Domestic  Water  Piping  Specialties 

Plumbing  Specialties  {Floor  Drains,  Floor  Sinks 
Drains,  Trap  Primers,  Hose  Bibbs,  Wall  Hydrants) 
Expansion  Tank 

Central  Thermostatic  Mixing  Valve 
Backflow  Preventers 

Total  221119  Domestic  Water  Piping  Specialties 

221123  Domestic  Water  Pumps 

Domestic  Water  Booster  Pump  CW 
Hot  Water  Recirculation  Pump 

Total  221123  Domestic  Water  Pumps 

221316  Sanitary  Waste  and  Vent  Piping 

Sanitary  Waste/Vent  Piping 
Condensate  Drain  Piping 

Total  221316  Sanitary  Waste  and  Vent  Piping 

221323  Sanitary  Waste  Interceptors 

Point  of  Use  Grease  Interceptors  501b  25  gpm 
Lint  Interceptor 

Total  221323  Sanitary  Waste  Interceptors 

221329  Sanitary  Sewerage  Pumps 

Duplex  Sewage  Ejector  Pump 

Total  221329  Sanitary  Sewerage  Pumps 


<v 

,  Area  Drains,  Roof 


:4 


& 


LS 

LS 

LS 

LS 

LS 

LS 


68,974  SF 


(15,000.00) 

(550.00) 

(4,655.00) 

(2,945.00) 

(842.00) 

(10,800,00) 


4.00 


20,002 

476,630 

6,897 

60,000 

3,000 

10,346 

83,803 

-45,000 

-30,000 

-15,000 

-550 

-4,655 

-2,945 

-842 

-10,800 


550,887 


275,896 


275,896 

227,325 

SF 

1.00 

227,325 

1 

EA 

1,000 

1,000 

1 

EA 

5,000 

5,000 

1 

LS 

11,600 

11,600 

244,925 

1 

EA 

55,000 

55,000 

1 

EA 

2,000 

2,000 

57,000 

68,974 

SF 

3.90 

268,999 

68,974 

SF 

0.80 

55,179 

324,178 

8 

EA 

3,500 

28,000 

1 

EA 

7,500 

7,500 

35,500 

4 

EA 

3,500 

14,000 

14,000 
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15B  Plumbing  Bid  Package 


30  Nationals  Clubhouse 

221000  Plumbing  Piping 

Excavation  and  Backfill 
Mechanical  Subcontractor  Adjustment 
Firestopping  for  Plumbing 
Food  Service  Equipment  Connections 
Hydrotherapy  Connections 
Vibration  Isolation  and  Seismic  for  Plumbing 
Plumbing  Piping  Insulation 
Total  221000  Plumbing  Piping 

221100  Facility  Water  Distribution 

Plumbing  Systems 
Domestic  Water  Piping 

Total  221100  Facility  Water  Distribution 

221119  Domestic  Water  Piping  Specialties 

Plumbing  Specialties  (Floor  Drains,  Floor  Sinks,  Area  Drains,  Roi 
Drains,  Trap  Primers,  Hose  Bibbs,  Wall  Hydrants) 

Expansion  Tank 

Central  Thermostatic  Mixing  Valve 
Backflow  Preventers 

Total  221119  Domestic  Water  Piping  Specialties 


221123  Domestic  Water  Pumps 

Domestic  Water  Booster  Pump  CW 
Hot  Water  Recirculation  Pump 

Total  221123  Domestic  Water  Pumps 


,CO, 


: 


o 


15,867 

58,054 

5,471 

10,000 

20,000 

8,207 

70,581 

188,181 


16,500 

273,570 

290,070 


221316  Sanitary  Waste  and  Vent  Piping 

Sanitary  Waste/Vent  Piping 
Condensate  Drain  Piping 

Total  221316  Sanitary  Waste  and  Vent  Piping 


54,714  SF 
54,714  SF 


213,385 

43,771 

257,156 


221323  Sanitary  Waste  Interceptors 

Point  of  Use  Grease  Interceptors  501b  25  gpm 
Lint  Interceptor 

Total  221323  Sanitary  Waste  Interceptors 


221413  Facility  Storm  Drainage  Piping 

Storm  Drainage  Piping 

Total  221413  Facility  Storm  Drainage  Piping 


54,714  SF 


221429  Sump  Pumps 
Elevator  Sump  Pump 
Total  221429  Sump  Pumps 


223436  Commercial  Gas  Domestic  Water  Heaters 

Gas  Fired  Domestic  Water  Heaters  1950  MBH  1200  GAL  EA 
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Item  Description 

Quantity 

ii— ffiia—i 

wbbbu 

15B  Plumbing  Bid  Package 


Astros  C in ij h o u se 


221123  Domestic  Water  Pumps 

Domestic  Water  Booster  Pump  CW 
Hot  Water  Recirculation  Pump 

Total  221123  Domestic  Water  Pumps 

221316  Sanitary  Waste  and  Vent  Piping 

Sanitary  Waste/Vent  Piping 
Condensate  Drain  Piping 

Total  221316  Sanitary  Waste  and  Vent  Piping 

221323  Sanitary  Waste  Interceptors 

Point  of  Use  Grease  Interceptors  501b  25  gpm 
Lint  Interceptor 

Total  221323  Sanitary  Waste  Interceptors 

221413  Facility  Storm  Drainage  Piping 

Storm  Drainage  Piping 

Total  221413  Facility  Storm  Drainage  Piping 


1  EA 
1  EA 


56,498  SF 
56,498 


221429  Sump  Pumps 

Elevator  Sump  Pump 

Total  221429  Sump  Pumps 


A 


223436  Commercial  Gas  Domestic  Water  Heaters 


r ' 


GAL  EA 


Gas  Fired  Domestic  Water  Heaters  1950  MBH 

Total  223436  Commercial  Gas  Domestic  Water  Heaters 


1BH  1200 ( 


224200  Commercial  Plumbing  Fixtures 

Food  Service  Plumbing  Fixtures 

Total  224200  Commercial  Plumbing  Fixtures 

224213  Commercial  Water  Closets,  Urinals,  and  Bidets 

Water  Closet 
Urinal 

Total  224213  Commercial  Water  Closets,  Urinals,  and 
Bidets 

224216  Commercial  Lavatories  and  Sinks 

Lavatory 

Single  Compartment  Sink 
Two  Compartment  Sink 
Mop  Basin 

Total  224216  Commercial  Lavatories  and  Sinks 

224223  Commercial  Showers 

Shower  (Trim,  Valve,  and  Drain) 

Group  Type  Shower  Head 

Total  224223  Commercial  Showers 


22,000 

^^2,000 

A 


56,498 


22,000 

2,000 


24,000 


3.90 

220,342 

C 

0.80 

45,198 

265,541 

EA 

3,500 

7,000 

EA 

7,500 

15,000 

22,000 

SF 

1.50 

84,747 

84,747 

EA 

1,200 

1,200 

1,200 

EA 

35,000 

70,000 

70,000 

EA 

1,000 

4,000 

4,000 

EA 

1,250 

43,750 

EA 

1,350 

36,450 

80,200 

EA 

1,150 

64,400 

EA 

1,200 

2,400 

EA 

1,750 

5,250 

EA 

1,000 

1,000 

73,050 

EA 

900.00 

17,100 

EA 

400.00 

14,800 

31,900 
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Item  Description 

Quantity 

■ramL^aii 

15B  Plumbing  Bid  Package 

Total  40  Astros  Clubhouse 

1,114,491 
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Item  Description 

Mil  ■nHK  M  EMBSSMt 

15C  Fireprotection  Bid  Package 


Main  Stacfi 


211100  Facility  Fire-Suppression  Water-Service  Piping 

Main  Incoming  Fire  Water  Service  and  Detector  Check  Valve 
Assembly 

Fire  Sprinkler  Permit 

Total  211100  Facility  Fire-Suppression  Water-Service 
Piping 

211313  Wet-Pipe  Sprinkler  Systems 

Fire  Sprinkler  Systems  (FM  200  System) 

Fire  Sprinkler  Systems  (Wet  Systems) 

VE  -  Remove  FM  200  systems  in  3  rooms 
Fire  Sprinkler  Systems  (Pre  Action  Systems) 

Fire  Sprinkler  Subcontractor  Adjustment 
Total  211313  Wet-Pipe  Sprinkler  Systems 


213000  Fire  Pumps 

Fire  Pump 

Total  213000  Fire  Pumps 


Total  20  Main  Stadium 


attonafs  Clubhouse 


,4 


211313  Wet-Pipe  Sprinkler  Systems 

Fire  Sprinkler  Systems 
Fire  Sprinkler  Systems  (Wet  Systems) 

Fire  Sprinkler  Systems  (Pre  Action  Systems 
Fire  Sprinkler  Subcontractor  Adjustment 

Total  211313  Wet-Pipe  Sprinkler  Systems 


Total  30  Nationals  Clubhou 


40  Astros  Clubhouse* 


211313  Wet-Pipe  Sprinkler  Systems 


& 


1  EA 
1  LS 


3  EA 
68,974  SF 
1  LS 
EA 
LS 


k  vT 


NIC 


it 


15,000 


cy" 


16,000 
2,10 
(48,000.00) 
3,500 
251,550 


15,000 

15,400 


30,400 


48,000 

144,845 

-48,000 

24,500 

251,550 


420,895 


451,295 


528 

SF 

2.56 

1,352 

54,714 

SF 

2.10 

114,899 

2 

EA 

3,500 

7,000 

1 

LS 

(39,634.00) 

-39,634 

83,617 


83,617 


Fire  Sprinkler  Systems 

528  SF 

2.56 

1,352 

Fire  Sprinkler  Systems  (Wet  Systems) 

56,498  SF 

2.10 

118,646 

Fire  Sprinkler  Systems  (Pre  Action  Systems) 

4  EA 

3,500 

14,000 

Fire  Sprinkler  Subcontractor  Adjustment 

1  LS 

(52,610.00) 

-52,610 

Total  211313  Wet-Pipe  Sprinkler  Systems 

81,387 

Total  40  Astros  Clubhouse 

81,387 

Total  15C  Fireprotection  Bid  Package 

— 

616,300 
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16A  Electrical  Bid  Package 


260500  Common  Work  Results  for  Electrical 

Practice  Facility  Lighting  permit 

Site  Electrical  Lighting  /  Parking  PermitPermit 

Signage  &  Branch  -  Astro's  Training  Complex 

Signage  &  Branch  -  National's  Training  Complex 

Irrigation  Equipment  &  Branch  -  Site 

Electrical  Subcontractor  Adjustment 

Total  260500  Common  Work  Results  for  Electrical 

260620  Schedules  for  Low-Voltage  Electrical  Distribution 

FP&L  HV  Primary  Conduit  (3)  3in  (ALL  Conduit  and  related 

Materials  Furnished  by  FP&L)  -  Installation  by  EC 

FP&L  HV  Primary  Conduit  (6)  6in  (ALL  Conduit  and  related 

Materials  Furnished  by  FP&L)  -  Installation  by  EC 

Gear  &  Apparatus  Feeders  -  National's  Training  Complex 

Gear  &  Apparatus  Feeders  -  Astro's  Training  Complex 

Gear  &  Apparatus  Feeders  -  Site 

Show  /  Event  Truck  Power  &  Feeds  -  Site 

Total  260620  Schedules  for  Low-Voltage  Electrical 

Distribution 


262200  Low-Voltage  Transformers 

15kva  Xfmr  Connect 
45kva  Xfmr  Connect 

Total  262200  Low-Voltage  Transfo 


.aw-  vvnayc  cieui/udi 

’mers 

cr 


:4 


262400  Switchboards  and  Panelboards 

208v  1 00a  Panel  (#  of  Sections) 

208v  125a  Panel  (#  of  Sections) 

480v  1 00a  Panel  (#  of  Sections) 

480v  125a  Panel  (#  of  Sections) 

480v  200a  Panel  (#  of  Sections) 

480v  400a  Panel  (#  of  Sections) 

Outdoor  Gear  Enclosure 

Gear  &  Apparatus  Estimated  Materials  -  Site 

Total  262400  Switchboards  and  Panelboards 

262713  Electricity  Metering 

Metering  or  Control  Transformer  Enclosure 

Total  262713  Electricity  Metering 

262726  Wiring  Devices 
RV  Connections  &  Branch  deleted 
Total  262726  Wiring  Devices 

263353  Static  Uninterruptible  Power  Supply 

Generator  Quick  Connect  Disconnect 

Total  263353  Static  Uninterruptible  Power  Supply 


& 


o 


24,000 

16,234 

25,000 

25,000 

25,000 

0,211.60) 


24,000 

16,234 

25,000 

25,000 

25,000 

-260,212 

-144,978 


6,500 

LF 

45.85 

298,025 

3,200 

LF 

93.26 

298,432 

r  1 

LS 

5,000 

5,000 

1 

LS 

5,000 

5,000 

5 

LS 

5,000 

25,000 

1 

LS 

50,000 

50,000 

681,457 

3 

EACH 

1,041 

3,123 

8 

EACH 

1,635 

13,083 

16,206 

6 

EACH 

707.46 

4,245 

5 

EACH 

707.46 

3,537 

5 

EACH 

637.62 

3,188 

3 

EACH 

637.67 

1,913 

8 

EACH 

917.08 

7,337 

8 

EACH 

1,090 

8,722 

4 

EACH 

3,127 

12,509 

1 

LS 

72,294 

72,294 

113,745 

8 

EACH 

1,863 

14,904 

14,904 

20 

LS 

3 

EACH 

4,192 

12,576 

265600  Exterior  Lighting 
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Item 


Description 


Quantity 


Unlt$ 


Total  $ 


16A  Electrical  Bid  Package 


10  Sltework 


265600  Exterior  Lighting 

Fixt.  -  El  1-Head  -  (Total  Installed) 

Fixt  -  El  2-Head  -  (Total  Installed) 

Fixt.  -  E2  1-Head  -  (Total  Installed) 

Fixt.  -  E3  1-Head  -  (Total  Installed) 

Fixt.  -  E3  2-Head  -  (Total  Installed) 

Fixt.  -  E4  -  (Total  Installed) 

Fixt.  -  E5  -  (Total  Installed) 

Fixt.  -  E6  -  (Total  Installed) 

Fixt.  -  E7  -  (Total  Installed) 

Fixt.  -  E8  -  (Total  Installed) 

Site  REMOTE  AREA  SECURITY  Lighting  /  Lighting  Control  /  Branch 

-  Astro's  Training 

Site  REMOTE  AREA  SECURITY  Lighting  /  Lighting  Control  /  Branch 

-  National's  Training 

Total  265600  Exterior  Lighting 

265668  Exterior  Athletic  Lighting 

Sports  Lighting  /  Lighting  Control  /  Branch  Soccer  Fields 
Sports  Lighting  /  Lighting  Control  /  Branch  Soccer  Fields 
Illuminated) 

Total  265668  Exterior  Athletic  Lighting 

270140  Operation  and  Maintenance  of  Audio 
Communications 


171,500 

140,000 

172,800 

108,000 

36,800 

36,400 

7,600 

17,600 

32,500 


723,200 


AV/ Sound  -  Headend  Equipment 

1 

FF&E 

AV/ Sound  -  Headend  Equipment  -  Astro's  Training  Complex 

1 

FF&E 

Stadium  Coaching  Video  -  Headend  Eqpt.  -  Astro's 

Stadium  Coaching  Video  -  Headend  Eqpt.  -  National's 

1 

FF&E 

1 

FF&E 

Total  270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

270528  Pathways  for  Communications  Systems 

(2)  2in  PVC  Ductbank  W/O  Cone.  -  (LF)  (Astro's  Training) 

1,210 

LF 

45.81 

55,430 

(2)  2in  PVC  Ductbank  W/O  Cone.  -  (LF)  (National's  Training) 

1,100 

LF 

45.81 

50,391 

(4)  2in  PVC  Ductbank  W/O  Cone.  -  (LF)  (Astro’s  Training) 

1,050 

LF 

54.70 

57,435 

(4)  2in  PVC  Ductbank  W/O  Cone.  -  (LF)  (National’s  Training) 

1,600 

LF 

54.70 

87,520 

(4)  4in  PVC  Ductbank  W/O  Cone.  -  (LF)  (Astro's  Training) 

150 

LF 

63.60 

9,540 

(4)  4in  PVC  Ductbank  W/O  Cone,  -  (LF)  (National's  Training) 

400 

LF 

63.60 

25,440 

(4)  4in  PVC  Ductbank  W/O  Cone.  -  (LF)  (Service  Entrance) 

1,500 

LF 

63.60 

95,400 

(3)  1  -1  Min  Indoor  Innerduct  (Service  Entrance) 

1,500 

LF 

32.67 

49,005 

Tele  /  Data  Quasite  Handhole  (Astro's  Training) 

10 

EACH 

1,248 

12,476 

Tele  /  Data  Quasite  Handhole  (National's  Training) 

10 

EACH 

1,248 

12,476 

Communication  Manhole  -  Small  (Astro’s  Training) 

1 

EACH 

4,591 

4,591 

Communication  Manhole  -  Small  (National's  Training) 

2 

EACH 

4,591 

9,182 

Communication  Manhole  -  Medium  (Astro’s  Training) 

5 

EACH 

6,654 

33,269 

Communication  Manhole  -  Medium  (National's  Training) 

9 

EACH 

6,654 

59,884 

Communication  Manhole  -  Medium  (Service  Entrance) 

3 

EACH 

6,654 

19,961 

Tele/Data/Comm  -  Ductbank  Conduit  -  Astro's  (Was  $225,000) 

1 

LS 

Tele/Data/Comm  -  Ductbank  Conduit  -  National's  (Was 

1 

LS 
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Description 


16A  Electrical  Bid  Package 


1 0  Sitework 


270528  Pathways  for  Communications  Systems 

Tele/Data/Comm  -  Ductbank  Fiber  &  Copper  -  Astro's  (incl  w /  soft 
cost) 

Tele/Data/Comm  -  Ductbank  Fiber  &  Copper  -  National's  (incl  w / 
soft  cost) 

Trackman  System  -  Headend  Equipment 

Total  270528  Pathways  for  Communications  Systems 

271116  Communications  Cabinets,  Racks,  Frames,  and 
Enclosures 

Tele/Data/Comm  -  Site  Rack  (Enclosed  &  AC'd)  -  Astro's  (incl  w/ 
soft  cost) 

Tele/Data/Comm  -  Site  Rack  (Enclosed  &  AC'd)  -  National's  (incl 
w /  soft  cost) 

TV  -  Headend  Equipment  -  National's  Training  Complex 
TV  -  Headend  Equipment  -  Site 

Total  271116  Communications  Cabinets,  Racks,  Frames, 
and  Enclosures 


,  Frames, 

cSafejj^k 

t  cost) 


280100  Operation  and  Maintenance  of  Electronic  Safety 
and  Security  . . . 

Security /Access  Control  -  Cable  -  Astro  s  (incl  w/ soft  cost) 
Security  /  Access  Control  -  Cable  -  National's  (incl  w/ soft  cost) 
Security  /  Access  Control  -  Equipment  -  Astro's  (incl  w /  soft  cost) 
Security  /  Access  Control  -  Equipment  -  National’s  (incl  w /  soft 
cost) 

Security /Access  Control  -  Headend  Equipment  -  Site 
Nationals  Practice  Facility  /  Complex 
CCTV/ CARD  ACCESS 

27  (54  total)  Fixed  cameras  (250  If  ea)  conduit.  Trenched/buried  on 
site  13,500  LF 

27  (54  total)  Fixed  cameras  (250  If  ea)  conduit.  In  buildings  13,500 
LF 

30  CCTV  PTZ  cameras  conduit  (250  If  ea)  total  7,500  LF 
30  CCTV  PTZ  cameras  power 
21  Card  Access  (75  If  ea)  conduit  1,575  LF 
Astros  Practice  Facility  /  Complex 
CCTV/  CARD  ACCESS  100  Fixed  Cameras 
^50  (100  total)  Fixed  cameras  (250  If  ea)  conduit.  Trenched/buried  on 
site  12,500  LF 

50  (100  total)  Fixed  cameras  (250  If  ea)  conduit.  In  buildings  12,500 
LF 

29  CCTV  PTZ  cameras  conduit  (250  If  ea)  total  7,500  LF 

29  CCTV  PTZ  cameras  power 

24  Card  Access  (75  If  ea)  conduit  1 ,575  LF 

Card  Access  Conduit  -  Nationals 

Card  Access  Conduit  -  Astros 

Total  280100  Operation  and  Maintenance  of  Electronic 
Safety  and  Security 
Total  10  Sitework 


$ 


v) 

k  vTFF 


C 


13,500  NIC 


13,500  NIC 


7,500  NIC 


1,575  NIC 


12,500  NIC 

12,500  NIC 

7,500  NIC 
30  NIC 
1,575  NIC 
1  NIC 


o 


A 


582,000 


1,999,110 


20  Main  Stadium 


260500  Common  Work  Results  for  Electrical 
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16A  Electrical  Bid  Package 


20  Main' Stadium 


260500  Common  Work  Results  for  Electrical 

Lightning  Protection  Permit 
Signage  &  Branch  -  Stadium 
Signage  &  Branch  -  Stadium  Open  Area 
HVAC  Equipment  &  Branch  -  Stadium 
Laundry  Service  Equipment  &  Branch  -  Stadium 
Irrigation  Equipment  &  Branch  -  Stadium 
Golf  Cart  Charging  -  Stadium 
Food  Service  Equipment  &  Branch  -  Stadium 
Portable  Carts  /  Kiosks  &  Branch  -  Stadium 
Scoreboard  Feeders  &  Cabling  (Stadium) 

Temporary  Electric  -  Service  and  Distribution 
EXCLUSION  -  Electrical  Seismic  Restraint 
EXCLUSION  -  Explosion  Proof  /  Classified  Areas 
EXCLUSION  -  Bus  Duct  System 
EXCLUSION  -  Motor  Control  Centers 
EXCLUSION  -  TVSS  System 
EXCLUSION  -  Stage  Lighting  -  (N.I.C.) 

EXCLUSION  -  Dimming  Systems 
EXCLUSION  -  Raised  Floor  Grounding  System 
EXCLUSION  -  Ice  /  Snow  Melt  /  Gutter  Melt  System 
EXCLUSION  -  Telephone  /  Data  Headend  Equipment 
EXCLUSION  -  Multi  Channel  Wireless  /  Wi-Fi  System  Headend 
Equipment 

EXCLUSION  -  Intercommunication  System  Headend  Equipment 
EXCLUSION  -  Public  Address  System  Headend  Equipment 
EXCLUSION  -  Raised  Floor  Fire  Alarm  System 
EXCLUSION  -  Security  /  Camera  System  Headend  Equipment 
EXCLUSION  -  Card  Access  System  Headend  Equipment 
EXCLUSION  -  Clock  System 

EXCLUSION  -  Audio  /  Video  System  Headend  Equipment 

EXCLUSION  -  Video  Conferencing  System 

EXCLUSION  -  Radio  System 

EXCLUSION  -  Antenna  System 

EXCLUSION  -  Satellite  Communication  System 

EXCLUSION  -  Coach  Radio  System 

EXCLUSION  -  SCADA  System 

EXCLUSION  -  Electrical  Sub-Metering 

EXCLUSION  -  Beverage  Conduits 

EXCLUSION  -  Utility  Primary  Conduit  /  Raceway  System 

EXCLUSION  -  N ETA  Testing 

EXCLUSION  -  Fault  Current  Study  and  Report 

EXCLUSION  -  Emergency  Rescue  /  Point  of  Rescue  /  Emergency 

Shelter  Conditions 

Electrical  Subcontractor  Adjustment 

Total  260500  Common  Work  Results  for  Electrical 


3,000 

24,141 

19,121 

275,896 

25,000 

20,000 

10,000 

195,000 

65,000 

18,785 

150,000 


1  LS 


(1,476,866.89) 


-1,476,867 


-670,924 


260526  Grounding  and  Bonding  for  Electrical  Systems 

Grounding  -  Stadium 


68,974  SF 


0.60 


41,384 


WPB  GMP  101215. est 

Sort:  Bid  Package  .  Section  .  Subdivision  .  Masterformat 


Hunt  Construction  Group,  Inc. 


100%  DD  GMP  Estimate  -  Detail 


Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 


Estimate  Date:  10/15/2015 
Print  Date:  10/15/2015 
Page  32  of  97 


Item 


Description 


Quantity 


Unit! 


Total  $ 


16A  Electrical  Bid  Package 


in  Stadium 

260526  Grounding  and  Bonding  for  Electrical  Systems 

Grounding  -  Stadium  Open  Area 

Total  260526  Grounding  and  Bonding  for  Electrical 

Systems 

260620  Schedules  for  Low-Voltage  Electrical  Distribution 

Gear  &  Apparatus  Feeders  -  Stadium 

Show  /  Event  Truck  Power  &  Feeds  -  Stadium 

Temporary  Electric  -  120v  GFI  Protected  Power  &  Construction 

Lighting  -  Stadium 

Temporary  Electric  -  120v  GFI  Protected  Power  &  Construction 
Lighting  -  Stadium  Open  Area 

Total  260620  Schedules  for  Low-Voltage  Electrical 
Distribution 


262200  Low-Voltage  Transformers 

30kva  Xfmr  Connect 
45kva  Xfmr  Connect 
75kva  Xfmr  Connect 
225kva  Kl-Factor  Xfmr  Connect 

Total  262200  Low-Voltage  Transformers 


262400  Switchboards  and  Panelboards 

208v  1 00a  Panel  (#  of  Sections) 

208v  1 25a  Panel  (#  of  Sections) 

208v  225a  Panel  (#  of  Sections) 

208v  800a  Panel  (#  of  Sections) 

480v  225a  Panet  (#  of  Sections) 

480v  400a  Panel  (#  of  Sections) 

480v  600a  Panel  (#  of  Sections) 

480v  800a  Panel  (#  of  Sections) 


<v 

& 


480v  1200a  Panel  (#  of  Sections) 

480v  4000a  Panel  (#  of  Sections) 

Gear  Fault  Current  Study  -  Stadium 

Gear  &  Apparatus  Estimated  Materials  -  Stadium 

Total  262400  Switchboards  and  Panelboards 

262713  Electricity  Metering 

Metering  or  Control  Transformer  Enclosure 

Total  262713  Electricity  Metering 

262726  Wiring  Devices 

100%  DD  Docs  Increased  Densities  General  Power  &  Branch 
Stadium 

General  Power  &  Branch  -  Stadium 
General  Power  &  Branch  -  Stadium  Open  Areas 

Total  262726  Wiring  Devices 

263200  Packaged  Generator  Assemblies 

500kw  Diesel  Generator 

Genereator  Estimated  Material  -  Stadium 


127,472  SF 


1 

1 

68,974 


127,472 


:4 


4 

5 
8 
1 

17 

10 

1 

1 

2 

10 

1 

1 


A 


LS  80,  C 

: 


0.55 

IT 


000 
30,000 
0.54 


70,110 


111,494 


80,000 

30,000 

37,246 

25,494 


172,740 


EACH 

1,346 

5,382 

EACH 

1,635 

8,177 

EACH 

2,315 

16,203 

EACH 

6,914 

6,914 

36,676 

EACH 

707.46 

2,830 

EACH 

707.46 

3,537 

EACH 

889.12 

7,113 

EACH 

1,309 

1,309 

EACH 

945.01 

16,065 

EACH 

1,090 

10,903 

EACH 

1,309 

1,309 

EACH 

1,421 

1,421 

EACH 

3,396 

6,793 

EACH 

5,182 

51,817 

LS 

15,000 

15,000 

LS 

304,616 

304,616 

422,713 

EACH 

1,863 

5,589 

5,589 

SF 

1.25 

6,250 

SF 

3.25 

224,166 

SF 

0.75 

95,604 

326,020 

EACH 

21,957 

21,957 

LS 

156,000 

156,000 
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Description 


Quantity 


16A  Electrical  Bid  Package 

20  Main  Stadium 

Total  263200  Packaged  Generator  Assemblies 

263600  Transfer  Switches 

A.T.S.  -  225a  (Installation) 

Automatic  Transfer  Switches  ATS  Estimated  Material  -  Stadium 

Total  263600  Transfer  Switches 

264100  Facility  Lightning  Protection 

Lightning  Protection  -  Stadium 

Total  264100  Facility  Lightning  Protection 

265100  Interior  Lighting 

General  Lighting  /  Lighting  Control  /  Branch  -  Stadium 
General  Lighting  /  Lighting  Control  /  Branch  -  Stadium  Open  Areas 

Total  265100  Interior  Lighting 


265500  Special  Purpose  Lighting 

VE  -  Alternate  light  fixture  package  design  to  target 
100%DDDocs  -  Premium  Lighting  /  Lighting  Control  /  Branch 
(PREMIUM  above  General  Lighting)  -  Stadium 
Premium  Lighting  /  Lighting  Control  /  Branch  (PREMIUM  above 
General  Lighting)  -  Stadium 

Architectural  /  Fagade  Lighting  /  Lighting  Control  /  Branch  -  Stadium 

Total  265500  Special  Purpose  Lighting 

265668  Exterior  Athletic  Lighting 

Sports  Lighting  /  Lighting  Control  /  Branch  Stadium 
Sports  Lighting  Feeders  Stadium  Field  -  Stadium 
Total  265668  Exterior  Athletic  Lighting 

270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

Coaching  Video  -  Headend  Eqpt.  -  Batting  Tunnels 

Coaching  Video  -  Headend  Eqpt.  -  Covered  Pitching  Mound 

Coaching  Video  -  Headend  Eqpt.  -  MiLB 

Coaching  Video  -  Headend  Eqpt.  -  Stadium 

Coaching  Video  Data  Outlet  w / 1  Cat  6  Cable  -  Stadium  (incl  w /  soft 

cost) 

Total  270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

270528  Pathways  for  Communications  Systems 

JBE  /  JBT  Style  Boxes 

JBE  /  JBT  Style  Boxes  -  Conduits  (based  on  2-3"  and  1-2"  pvc 
conduit  feeds) 

Cabletray  -  Broadcast  -  Stadium 

Total  270528  Pathways  for  Communications  Systems 

271116  Communications  Cabinets,  Racks,  Frames,  and 
Enclosures 

Tele  /  Data  Outlet  w/ 1  Cat  6  Cable  -  Stadium  (incl  w /  soft  cost) 


68,974 


Brandi 
M  above 


68, £ 

& 


c 


,,314 

5,200 

& 


177,957 


68,974 

SF 

6.90 

27,472 

SF 

1  25 

1 

LS 

(200,000.00) 

2,000 

SF 

6.00 

12,000 

SF 

6.00 

1 

LS 

125,000 

1 

FIELD 

1,200,000 

1 

FIELD 

50,000 

1 

FF&E 

1 

FF&E 

1 

FF&E 

1 

FF&E 

FF&E 

17 

EACH 

5,000 

17 

EACH 

16,353 

1 

LS 

25,000 

47 

FF&E 

113,007 

113,807 


475,921 

159,340 

635,261 


-200,000 

12,000 


125,000 

9,000 

1,200,000 

50,000 

1,250,000 


85,000 

278,000 

25,000 

388,000 
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Quantity  Unit$  Total  $ 


16A  Electrical  Bid  Package 


sin  Stadium 


271116  Communications  Cabinets,  Racks,  Frames,  and 
Enclosures 

Tele  /  Data  Outlet  w /  2  Cat  6  Cables  -  Stadium  (incl  w/  soft  cost) 
Tele  /  Data  WAP  Outlet  w/ 1  Cat  6  Cable  -  Stadium  (incl  w/  soft 
cost) 

Tele/Data/Comm  -  MDF  Room  Fitouts  -  Stadium  (incl  w/  soft  cost) 

Tele/Data/Comm  -  IDF  Room  Fitouts  -  Stadium  (incl  w/  soft  cost) 

Tele/Data/Comm  -  3/4in  Data  Stub  /  Raceway  -  Stadium 

TV  -  Headend  Equipment  -  Stadium 

IPTV  Drop  w/  1-Cat6  Cable  -  Stadium  (incl  w/  soft  cost) 

TV  -  Raceway  -  Open  Areas  (Drops  now  Incl.  w/  Data  Drops  in 
Telephone. ..no  raceway  to  Tray) 

Total  271116  Communications  Cabinets,  Racks,  Frames, 
and  Enclosures 


271300  Communications  Backbone  Cabling 

TV  -  Raceway  -  Stadium  (Drops  now  Incl.  w/  Data  Drops  in 
Telephone. ..no  raceway  to  Tray) 

Total  271300  Communications  Backbone  Cabling 


271500  Communications  Horizontal  Cabling 

Broadcast  Cabling  -  Stadium  (incl  w /  soft  cost) 

Total  271500  Communications  Horizontal  Cabling 


<V 

mq 


280100  Operation  and  Maintenance  of  Electronic  Safety 
and  Security 

Security  /  Access  Control  -  Equipment  -  Stadium  (incl  w/ soft  cost) 
Security  /  Access  Control  -  Headend  Equipment  -  Stadium 

Total  280100  Operation  and  Maintenance  of  Electronic 
Safety  and  Security 


Cv 

.  150.00 


:4 


- 


280513  Conductors  and  Cables  for  Electronic  Safety  and 
Security 

Security /Access  Control  -  Raceway  -  Stadium 
Security  /  Access  Control  -  Raceway  -  Stadium  Open  Areas 
Security  /Access  Control  -  Cable  -  Stadium  (incl  w/ soft  cost) 
Security  Spare  Conduits  (Stadium  to  Team  Store) 

Security  Exterior  Door  Rough-in 

Total  280513  Conductors  and  Cables  for  Electronic 
Safety  and  Security 

282600  Electronic  Personal  Protection  Systems 

DAS  -  Raceway  -  Stadium 

DAS  -  Cable,  Devices  &  Headend  Equipment 

Total  282600  Electronic  Personal  Protection  Systems 

283100  Fire  Detection  and  Alarm 

Fire  Alarm  &  Branch  -  Stadium 

Fire  Alarm  &  Branch  -  Stadium  Open  Areas 

Fire  Alarm  Permit 

Total  283100  Fire  Detection  and  Alarm 


68,974 
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0.90 

62,077 
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SF 
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LS 
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10 

EACH 
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1,500 

142,313 

1 
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1 
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SF 
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16A  Electrical  Bid  Package 
Total  20  Main  Stadium 

30  Nationals  Clubhouse 


260500  Common  Work  Results  for  Electrical 

Signage  &  Branch  -  National's  Clubhouse 

HVAC  Equipment  &  Branch  -  National's  Clubhouse 

Laundry  Service  Equipment  &  Branch  -  National’s  Clubhouse 

Golf  Cart  Charging  -  National’s  Clubhouse 

Food  Service  Equipment  &  Branch  -  National's  Clubhouse 

Electrical  Subcontractor  Adjustment 

Total  260500  Common  Work  Results  for  Electrical 

260526  Grounding  and  Bonding  for  Electrical  Systems 

Grounding  -  National's  Clubhouse 

Total  260526  Grounding  and  Bonding  for  Electrical 

Systems 


260620  Schedules  for  Low-Voltage  Electrical  Distribution 

Gear  &  Apparatus  Feeders  -  National's  Clubhouse 
Temporary  Electric  -  120v  GFI  Protected  Power  &  Construction 
Lighting  -  National's  Clubhouse 

Temporary  Electric  -  120v  GFI  Protected  Power  &  Construction 
Lighting  -  Towers 

Total  260620  Schedules  for  Low-Voltage  Electrical 
Distribution 


262200  Low-Voltage  Transformers 

15kva  Xfmr  Connect 
30kva  Xfmr  Connect 
75kva  Xfmr  Connect 
112.5kva  Xfmr  Connect 

Total  262200  Low-Voltage  Transformers 

262400  Switchboards  and  Panelboards 

208v  100a  Panel  (#  of  Sections) 

208v  225a  Panel  (#  of  Sections) 

480v  100a  Panel  (#of  Sections) 

480v  1 50a  Panel  (#  of  Sections) 

480v  225a  Panel  (#  of  Sections) 

480v  400a  Panel  (#  of  Sections) 

480v  800a  Panel  (#  of  Sections) 

480v  1600a  Panel  (#  of  Sections) 

Gear  &  Apparatus  Estimated  Materials  -  National’s 
Total  262400  Switchboards  and  Panelboards 

262713  Electricity  Metering 

Metering  or  Control  Transformer  Enclosure 

Total  262713  Electricity  Metering 


c 


-.lectricai 

Sr 


54,714  SF 
54,714  SF 
1  LS 
1  LS 

:  2 


ibution 

ction^^k 


,  L 


54,714  SF 


11C 


0.60 


110,000 

(531,000.00) 


3,453,115 


32,828 

218,856 

10,000 

5,000 

110,000 

-531,000 

-154,316 


3,537 

4,446 

2,550 

1,425 

945 

4,361 

1,421 

18,659 

98,346 

135,690 


262726  Wiring  Devices 

100%  DD  Docs  Increased  Densities  General  Power  &  Branch 
National’s  Clubhouse 


13,000  SF 
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16A  Electrical  Bid  Package 

30  Nationals  Clubhouse 


271116  Communications  Cabinets,  Racks,  Frames,  and 
Enclosures  s 

Tele  /  Data  Outlet  w/  2  Cat  6  Cables  -  National's  Clubhouse  (incl  w/ 
soft  cost) 

Tele  /  Data  WAP  Outlet  w/ 1  Cat  6  Cable  -  National’s  Clubhouse 
(incl  w /  soft  cost) 

Tele/Data/Comm  -  IDF  Room  Fitouts  -  National's  Clubhouse  (incl 
w /  soft  cost) 

Tele/Data/Comm  -  3/4in  Data  Stub  /  Raceway  -  National's 
Clubhouse 

TV  -  Headend  Equipment  -  National's  Clubhouse 

IPTV  Drop  w /  1-Cat6  Cable  -  National's  Clubhouse  (incl  w /  soft 

cost) 

Total  271116  Communications  Cabinets,  Racks,  Frames, 
and  Enclosures 


271300  Communications  Backbone  Cabling 

TV  -  Raceway  -  National's  Clubhouse  (Drops  now  Incl.  w /  Data 
Drops  in  Telephone... no  raceway  to  Tray) 

Total  271300  Communications  Backbone  Cabling 


271500  Communications  Horizontal  Cabling 

Broadcast  Cabling  -  National's  Clubhouse  (incl  w /  soft  cos 

Total  271500  Communications  Horizontal  Cabling 


«V 


280100  Operation  and  Maintenance  of  Electronic  Safety 
and  Security 

Security  /  Access  Control  -  Equipment  -  National's  Clubhouse  (incl 
w/  soft  cost) 

Security  /  Access  Control  -  Headend  Equipment  -  National's 
Clubhouse 

Total  280100  Operation  and  Maintenance  of  Electronic 
Safety  and  Security 


280513  Conductors  and  Cables  for  Electronic  Safety  and 
Security 

Security  /  Access  Control  -  Raceway  -  National's  Clubhouse 
Security  /  Access  Control  -  Cable  -  National's  Clubhouse  (incl  w/ 
soft  cost) 

Total  280513  Conductors  and  Cables  for  Electronic 
Safety  and  Security 

282600  Electronic  Personal  Protection  Systems 

DAS  -  Raceway  -  National's  Clubhouse 
DAS  -  Raceway  -  Site  -  National’s 

Observation  Tower  DAS  -  Raceway  -  National's  Training  Complex 
DAS  -  Cable,  Devices  &  Headend  Equipment  -  National's 
Clubhouse 

DAS  -  Cable,  Devices  &  Headend  Equipment  -  Site  /  Towers  - 
National’s 

Observation  Tower  DAS  -  Cable,  Devices  &  Headend  Equipment 
-  National's  Training  Complex 

Total  282600  Electronic  Personal  Protection  Systems 


162  FF&E 
24  FF&E 
4  FF&E 
500  EACH 


O 


$ 


60  F 


F*E 

FRF 


1  FF&E 
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1  NIC 
1  NIC 
1  FF&E 

1  FF&E 

1  FF&E 


& 


283100  Fire  Detection  and  Alarm 

Fire  Alarm  &  Branch  -  National's  Clubhouse 


54,714  SF 
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Item 

Description 

Quantity 

■B 

Total  $ 

16A  Electrical  Bid  Package 

30  Nationals  Clubhouse 

Total  283100  Fire  Detection  and  Alarm 

Total  30  Nationals  Clubhouse 

35  Nationals  Training  Complex 

A  Major  League  Fields  (2ea) 

260500  Common  Work  Results  for  Electrical 

Scoreboard  Feeders  &  Cabling  (MLB)  -  National's 

Total  260500  Common  Work  Results  for  Electrical 

265668  Exterior  Athletic  Lighting 

Sports  Lighting  /  Lighting  Control  /  Branch  MLB  National's 
Sports  Lighting  Feeders  MLB  Field  -  National’s 

Total  265668  Exterior  Athletic  Lighting 

270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

Video  Coaching  Raceway  and  Power  (2  Fields  w /  4-Cameras  Each) 

Total  270140  Operation  and  Maintenance  of  Audio-Video 
Communications 
Total  A  Major  League  Fields  (2ea) 


i 


& 

40  QQO 


B  Minor  League  Fields  (4ea) 


265668  Exterior  Athletic  Lighting 

Sports  Lighting  /  Lighting  Control  /  Branch  Mi 
Illuminated) 

Total  265668  Exterior  Athletic  Lighting 


■# 

ch  MiLB  National's  (NOT 


270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

Video  Coaching  Raceway  and  Power  (4  Fields  w /  4-Cameras  Each) 

Total  270140  Operation  and  Maintenance  of  Audio-Video 
Communications 
Total  B  Minor  League  Fields  (4ea) 

C  Uncovered  Half  Fields  (lea) 

265668  Exterior  Athletic  Lighting 

Sports  Lighting  /  Lighting  Control  /  Branch  1/2  Field  National’s 
(NOT  Illuminated) 

Total  265668  Exterior  Athletic  Lighting 
Total  C  Uncovered  Half  Fields  (lea) 

G  Pitching  Mounds 

265100  Interior  Lighting 

Fixt.  -  E6  -  (Total  Installed) 

Total  265100  Interior  Lighting 


123,107 

1,384,739 


585,000 


687,839 
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180,000 
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West  Palm  Beach,  Florida 


Description 


Quantity 


16A  Electrical  Bid  Package 

35  Nationals  Training  Complex 

Total  G  Pitching  Mounds 

J  Covered  Batting  Tunnels 

265100  Interior  Lighting 

Fixt.  -  E6  -  (Total  Installed) 

Total  265100  Interior  Lighting 

Total  J  Covered  Batting  Tunnels 
Total  35  Nationals  Training  Complex 


Astros  clubhouse 

260500  Common  Work  Results  for  Electrical 

Signage  &  Branch  -  Astro's  Clubhouse 

HVAC  Equipment  &  Branch  -  Astro’s  Clubhouse 

Laundry  Service  Equipment  &  Branch  -  Astro's  Clubhouse 

Golf  Cart  Charging  -  Astro's  Clubhouse 

Food  Sen/ice  Equipment  &  Branch  -  Astro's  Clubhouse 

Electrical  Subcontractor  Adjustment 

Total  260500  Common  Work  Results  for  Electrical 


260526  Grounding  and  Bonding  for  Electrical  Systems 

Grounding  -  Astro's  Clubhouse 

Total  260526  Grounding  and  Bonding  for  Electrical 
Systems 

260620  Schedules  for  Low-Voltage  Electrical  Distribution 

Gear  &  Apparatus  Feeders  -  Astro’s  Clubhouse 
Temporary  Electric  -  120v  GFI  Protected  Power  &  Construction 
Lighting  -  Astro's  Clubhouse 

Temporary  Electric  -  120v  GFI  Protected  Power  &  Construction 
Lighting  -  Towers 

Total  260620  Schedules  for  Low-Voltage  Electrical 
Distribution 

262200  Low-Voltage  Transformers 

J5kva  Xfmr  Connect 
30kva  Xfmr  Connect 
75kva  Xfmr  Connect 
112.5kva  Xfmr  Connect 

Total  262200  Low-Voltage  Transformers 

262400  Switchboards  and  Panelboards 

2Q8v  100a  Panel  (#  of  Sections) 

208v  225a  Panel  (#  of  Sections) 

480v  100a  Panel  (#  of  Sections) 

480v  1 50a  Panel  (#  of  Sections) 

480v  225a  Panel  (#  of  Sections) 

480v  400a  Panel  (#of  Sections) 

480v  800a  Panel  (#  of  Sections) 

480v  1600a  Panel  (#  of  Sections) 


* 


56,498 
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Description 

WKI11I 

Total  $ 

16A  Electrical  Bid  Package 


4(5  Astros  Clubhouse 


Branch  - 


262400  Switchboards  and  Panelboards 

Gear  &  Apparatus  Estimated  Materials  -  Astro's 

Total  262400  Switchboards  and  Panelboards 

262713  Electricity  Metering 

Metering  or  Control  Transformer  Enclosure 

Total  262713  Electricity  Metering 

262726  Wiring  Devices 

100%  DD  Docs  Increased  Densities  General  Power  & 
Astro's  Clubhouse 

General  Power  &  Branch  -  Astro's  Clubhouse 
General  Power  &  Branch  -  Tower 

Total  262726  Wiring  Devices 


263200  Packaged  Generator  Assemblies 

250kw  Diesel  Generator 
Genereator  Estimated  Material  -  Astro's 

Total  263200  Packaged  Generator  Assemblies 

263600  Transfer  Switches 

A.T.S. -100a  (Installation) 

Automatic  Transfer  Switches  ATS  Estimated  Material  -  Astro's 

Total  263600  Transfer  Switches 


264100  Facility  Lightning  Protection 

Lightning  Protection  -  Astro's  Clubhouse 

Total  264100  Facility  Lightning  Protection 


265100  Interior  Lighting 

General  Lighting  /  Lighting  Control  /  Branch  -  Astro's  Clubhouse 
General  Lighting  /  Lighting  Control  /  Branch  -  Tower 

Total  265100  Interior  Lighting 

265500  Special  Purpose  Lighting 

100%DD  Docs  -  Premium  Lighting  /  Lighting  Control  /  Branch 
(PREMIUM  above  General  Lighting)  -  Astro's  Clubhouse 
Premium  Lighting  /  Lighting  Control  /  Branch  (PREMIUM  above 
General  Lighting)  -  Astro's  Clubhouse 

Architectural  /  Fagade  Lighting  /  Lighting  Control  /  Branch  -  Astro's 
Clubhouse 

Total  265500  Special  Purpose  Lighting 

270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

AV/ Sound  -  Devices  &  Equipment  -  Astro's  Clubhouse 

AV/ Sound  -  Raceway  -  Astro's  Clubhouse 

AV/ Sound  -  Cable  -  Astro's  Clubhouse 

AV/ Sound  -  Headend  Equipment  -  Astro's  Clubhouse 


1  LS 
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123,690 

1,863 

1,863 
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Item  Description 

■HUH  BBS— JB 1 1  ■IBESOM 

16A  Electrical  Bid  Package 


40  Astros.  Clubhouse 

Total  270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

270528  Pathways  for  Communications  Systems 

Cabletray  -  Broadcast  -  Astro's  Clubhouse  (Interview  /  Media  1 

Room  only) 

Total  270528  Pathways  for  Communications  Systems 


271116  Communications  Cabinets,  Racks,  Frames,  and 
Enclosures 

Tele  /  Data  Outlet  w / 1  Cat  6  Cable  -  Astro's  Clubhouse  (incl  w /  soft 
cost) 

Tele  /  Data  Outlet  w /  2  Cat  6  Cables  -  Astro's  Clubhouse  (incl  w / 
soft  cost) 

Tele  /  Data  WAP  Outlet  w/ 1  Cat  6  Cable  -  Astro's  Clubhouse  (incl 
w /  soft  cost) 

Tele/Data/Comm  -  IDF  Room  Fitouts  -  Astro's  Clubhouse  (incl  w/ 
soft  cost) 

Tele/Data/Comm  -  3/4in  Data  Stub  /  Raceway  -  Astro's  Clubhouse 
TV  -  Headend  Equipment  -  Astro's  Clubhouse 
IPTV  Drop  w /  1-Cat6  Cable  -  Astro's  Clubhouse  (incl  w /  soft  cost) 

Total  271116  Communications  Cabinets,  Racks,  Frames, 
and  Enclosures 

271300  Communications  Backbone  Cabling 

TV  -  Raceway  -  Astro's  Clubhouse  (Drops  now  Incl.  w /  Data 
Drops  in  Telephone. ..no  raceway  to  Tray) 

Total  271300  Communications  Backbone  Cabling 


67 


156 


- 


50 


56,498 


271500  Communications  Horizontal  Cabling 

Broadcast  Cabling  -  Astro's  Clubhouse  (incl  w /  soft  cost) 

Total  271500  Communications  Horizontal  Cabling 


280100  Operation  and  Maintenance  of  Electronic  Safety 
and  Security 

Security  /  Access  Control  -  Equipment  -  Astro's  Clubhouse  (incl  1 

w/  soft  cost) 

Security  /  Access  Control  -  Headend  Equipment  -  Astro's  1 

Clubhouse 

Total  280100  Operation  and  Maintenance  of  Electronic 
Safety  and  Security 

280513  Conductors  and  Cables  for  Electronic  Safety  and 
Security 

Security  /  Access  Control  -  Raceway  -  Astro's  Clubhouse  56,498 

Security  /  Access  Control  -  Cable  -  Astro's  Clubhouse  (incl  w /  56,498 

soft  cost) 

Total  280513  Conductors  and  Cables  for  Electronic 
Safety  and  Security 


282600  Electronic  Personal  Protection  Systems 

DAS  -  Raceway  -  Astro's  Clubhouse  56,498 

DAS  -  Raceway  -  Site  -  Astro's  1 

Observation  Tower  DAS  -  Raceway  -  Astro's  Training  Complex  1 

DAS  -  Cable,  Devices  &  Headend  Equipment  -  Astro’s  1 

Clubhouse 
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Item 


Description 


Quantity 


Unit  $ 


Total  $ 


16A  Electrical  Bid  Package 


40  Astros  Clubhouse 

282600  Electronic  Personal  Protection  Systems 

DAS  -  Cable,  Devices  &  Headend  Equipment  -  Site  /  Towers  - 
Astro’s 

Observation  Tower  DAS  -  Cable,  Devices  &  Headend  Equipment 
-  Astro's  Training  Complex 

Total  282600  Electronic  Personal  Protection  Systems 

283100  Fire  Detection  and  Alarm 

Fire  Alarm  &  Branch  -  Astro's  Clubhouse 

Total  283100  Fire  Detection  and  Alarm 

Total  40  Astros  Clubhouse 


15  Astros  Training  Complex 

A  Major  League  Fields  (2ea) 

260500  Common  Work  Results  for  Electrical 

Scoreboard  Feeders  &  Cabling  (MLB)  -  Astro's 

Total  260500  Common  Work  Results  for  Electrical 


265668  Exterior  Athletic  Lighting 

Sports  Lighting  /  Lighting  Control  /  Branch  MLB  Astro's 
Sports  Lighting  Feeders  MLB  Field  -  Astro's 

Total  265668  Exterior  Athletic  Lighting 


1  FF&E 


1  FF&E 


56,498 


C°  -  - 


:4 


& 


1  FIELD 


1  FIELD 
1  FIELD 


12,839 


570,000 

15,000 


127,121 


127,121 


1,307,298 


12,839 


12,839 


570,000 

15,000 


585,000 


270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

Video  Coaching  Raceway  and  Power  (2  Fields  w /  4-Cameras  Each) 

Total  270140  Operation  and  Maintenance  of  Audio-Video 
Communications 
Total  A  Major  League  Fields  ( 2ea ) 


1  LS 


90,000 


90,000 


90,000 


687,839 


B  Minor  League  Fields  (4ea) 

265668  Exterior  Athletic  Lighting 

Sports  Lighting  /  Lighting  Control  /  Branch  MiLB  Astro's  (NOT 
Illuminated) 

Total  265668  Exterior  Athletic  Lighting 


NIC 


270140  Operation  and  Maintenance  of  Audio-Video 
Communications 

Video  Coaching  Raceway  and  Power  (4  Fields  w /  4-Cameras  Each) 

Total  270140  Operation  and  Maintenance  of  Audio-Video 
Comm  unications 
Total  B  Minor  League  Fields  (4ea) 


1  LS 


180,000 


180,000 


180,000 


180,000 


C  Uncovered  Half  Fields  (lea) 

265668  Exterior  Athletic  Lighting 

Sports  Lighting  /  Lighting  Control  /  Branch  1/2  Field  Astro's  (NOT 
Illuminated) 


1  NIC 
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Quantity 

J  Unit$  Total  $ 

16A  Electrical  Bid  Package 


45  Astros  Training  Complex 

C  Uncovered  Half  Fields  (lea) 

Total  265668  Exterior  Athletic  Lighting 

Total  C  Uncovered  Half  Fields  (lea) 

G  Pitching  Mounds 

265100  Interior  Lighting 

Fixt.  -  E6  -  (Total  Installed) 

Total  265100  Interior  Lighting 

Total  G  Pitching  Mounds 

J  Covered  Batting  Tunnels 

265100  Interior  Lighting 

Fixt.  -  E6  -  (Total  Installed) 

Total  265100  Interior  Lighting 


40 


Total  J  Covered  Batting  Tunnels 
Total  45  Astros  Training  Complex 
Total  16 A  Electrical  Bid  Package 


A 


A 

K  T  160  I 


& 


o 


1,200 


48,000 


48,000 


48,000 


192,000 


192,000 


192,000 


1,107,839 


10,287,940 
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Item 


Description 


Quantity 


Unit  $  1 


Total  $ 


99  HSMC  Estimate 


10  Sltework 


042200  Concrete  Unit  Masonry 

8"  CMU  At  Exterior  Walls 

Total  042200  Concrete  Unit  Masonry 

051200  Structural  Steel  Framing 

Structural  Steel  @  Dirt  Bln  Roof  (  5#.sf ) 

Total  051200  Structural  Steel  Framing 

053000  Metal  Decking 

Metal  Roof  Deck  @  Dirt  Bin 

Total  053000  Metal  Decking 

055000  Metal  Fabrications 

Railing  @  Pedestrian  Bridge  Berms 
4"  Bollards  @  Dirt  Bin 
Steel  Channels  @  Dirt  Bin 

Total  055000  Metal  Fabrications 


3,615  SOFT 


15.00 


54,225 


071100  Dampproofing 

Dampproofing  Exterior  Masonry 

Total  071100  Dampproofing 


075400  Thermoplastic  Membrane  Roofi 
Roof  Type  04 
Gutters  &  Downspouts 
Total  075400  Thermoplastic  Membrane  Roofing 


rane  Rooting 

..  -v 


079200  Joint  Sealant 

Caulking 

Exterior  Masonry  Caulking 

Total  079200  Joint  Sealants 


101400  Signage 

Haverhill  Road  and  Military  Trail  Marquee  Sign  Allowance 
Site  Signage  Permit 

Total  101400  Signage 

114840  Ballpark  Netting  and  Support  System 

100'H  Perimeter  Safety  Netting  -  Along  Military  Trail  &  North  of  MLB 
Practice  Fields  (VE  -  Use  #36  Knotted  Netting) 

1 00'H  Perimeter  Safety  Netting  -  Along  Military  Trail  (VE  -  Use  #36 
Knotted  Netting) 

100’H  Painted  Steel  Poles  for  Netting 

Total  114840  Ballpark  Netting  and  Support  System 

129300  Site  Furnishings 

Free-standing  Benches,  Chairs,  and  Tables  Allowance  (w/  FFE) 
Standard  Trash  Receptacle  (w/FFE) 

Recycle  Receptacles  (w/FFE) 


4  tons 


,4 


1 


& 


29 

31 


54,225 


19,200 


19,200 


4,722 


1 

4,722 

LF 

175.00 

61,775 

each 

550.00 

4,950 

each 

60.00 

540 

67,265 


602 

SOFT 

3.50 

2,107 

2,107 

1,717 

SOFT 

9.00 

15,453 

120 

LNFT 

15.00 

1,800 

17,253 

1,717 

SOFT 

0.30 

515 

3,615 

SOFT 

0.25 

904 

1,419 

2 

Each 

100,000 

200,000 

1 

LS 

10,000 

10,000 

210,000 

176,400 

SF 

0.95 

167,580 

89,000 

SF 

0.95 

84,550 

59 

EA 

26,000 

1,534,000 

1,786,130 
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Quantity  Unit$  Total  $ 


99  HSMC  Estimate 

20  Main  Stadium 

042000  Unit  Masonry 

Batters  Eye  Masonry 

Mechanical  Mezzanine  Masonry 

Ground  Faced  Block  CMU 

Exterior  8"  CMU  Block  Walls  Load  Bearing 

Interior  8"  CMU  Block  Walls 

Interior  8"  CMU  Block  Walls  Load  Bearing 

8"  CMU  Field  Wall  Bullpen  to  Bullpen 

Masonry  support  walls  @  open  bar  areas  (3  locations) 

Total  042000  Unit  Masonry 


1,163 

3,111 

4,750 

54,763 

39,301 

15,001 

3,883 

225 


SOFT 

SOFT 

SQFT 

SQFT 

SQFT 

SQFT 


17,445 

46,665 

85.500 
835,136 
510,913 
210,014 

54,362 

22.500 


1,782,535 


26,910 

26,910 

25,000 

14,200 

42,600 

78,100 

26,500 

35,625 

222,025 


053000  Metal  Decking 

Metal  Roof  Deck  Over  Open  Bar 

Metal  Floor  Deck  Over  Field  Access 

Metal  Roof  Deck  @  Area  Between  Stadium  Clubhouse  and 

Maintenance  Area 

Site  Pedestrian  Bridge  Metal  Floor  Deck 

Total  053000  Metal  Decking 

055000  Metal  Fabrications 


Toilet  Partition  Supports  -  Deleted 

111 

nic 

iA1.  Galv.  Aisle  Railing 

1,078 

Inft 

120.00 

129,360 

B7  96"H  Alum.  Picket  Rail  Including  Gates 

233 

Inft 

635.00 

147,955 

B6  42" H  Picket  Rail  @  Stairs 

259 

Inft 

210.00 

54,390 

B1  30"H  Alum.  Picket  GR/Drink  Rail 

254 

Inft 

265.00 

72,390 

42"H  Cable  GR  @  Stairs 

161 

Inft 

300.00 

48,300 

B2  30"H  Alum.  Picket  Rail  @  Field  Wall 

139 

Inft 

180.00 

25,020 

B5  42"H  Alum.  Picket  Rail  @  Field  Wall 

594 

Inft 

210.00 

124,740 

36"H  HPTD  Galv.  Railing 

135 

Inft 

120.00 

16,200 

Drink  Rails  @  Suites 

94 

Inft 

285.00 

26,790 

30" H  Alum  Picket  GR 

1,058 

Inft 

180.00 

190,440 

B4  42"H  Alum.  Picket  GR 

1,149 

Inft 

210.00 

241,290 

Cl  Wall  Mounted  Alum  Handrail 

191 

Inft 

60.00 

11,460 

1,037 

sqft 

2.75 

2,852 

749 

sqft 

2.75 

2,060 

2,432 

sqft 

2.75 

6,688 

3,650 

sqft 

2.75 

10,038 

21,637 

047200  Cast  Stone  Masonry 

Cast  Stone  Cap  @  Field  Wall  Bullpen  to  Bullpen 

Total  047200  Cast  Stone  Masonry 

051200  Structural  Steel  Framing 

Steel  Structure  Over  Open  Bar  ( 10#/sf ) 

Steel  Structure  Over  Field  Access  ( 10#/sf 

Steel  Structure  @  Roof  Between  Stadium  Clubhouse  and 

Maintenance  Area  ( 10#/sf ) 

Site  Pedestrian  Bridge  Structural  Steel  ( 12#/sf ) 

Painted  Galv.  Steel  Supporting  Shadow  Screens  ( 4900  sf  x  10#/sf ) 
(moved  to  soft  cost  -  AiPP) 

Steel  Framed  Metal  Roof  @  Bullpens  (2ea) 

Steel  Framed  Canopy  @  Ticketing 


:4 


414  LNFT 


5 

tons 

5,000 

4 

tons 

3,550 

12 

tons 

3,550 

22 

tons 

3,550 

25 

tons 

1,060 

Sqft 

25.00 

1,425 

Sqft 

25.00 

Total  051200  Structural  Steel  Framing 
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Item 


Description 


Quantity. 


linit$ 


Total  $ 


99  HSMC  Estimate 


20  ftfeisri  Stadium 


055000  Metal  Fabrications 

Alum.  Cane  Rail  Under  Stairs 
Tread  Mounted  Railing  @  Main  Entry  Stair 
42"H  Guardrail  @  Bridges  (moved  to  soft  cost  -  AiPP) 

Other  Misc.  Metals  Not  Yet  Shown 
Add  Bollards  @  West  side  of  bridges  @  team  Entry 
Total  055000  Metal  Fabrications 

061000  Rough  Carpentry 

Interior  Rough  Carpentry 
Elevated  Platforms  @  Press  Area 

Total  061000  Rough  Carpentry 

061063  Exterior  Rough  Carpentry 

Roof  Wood  Blocking 

Total  061063  Exterior  Rough  Carpentry 

064023  Interior  Architectural  Woodwork 

Cabinets  w/  Countertops  @  Suites  (15  LF  @  EA) 

Countertops  @  Visiting  Team  Locker  Rooms 
Countertops  @  Visiting  Managers  Restroom 
Corian  Lavatory  Countertops  @  Visiting  Team  Wet  Area 
Base  Cabinets  w/  Countertops  @  Visiting  Hydrotherapy/Training 
Base  Cabinets  w /  Countertops  @  Catering 
Folding  Countertops  @  Visiting  Team  Shared  Laundry  Room 
Corian  Lavatory  Countertops  @  Umpires  Wet  Area 
Countertops  @  Umpires  Locker  Room 
Corian  Lavatory  Countertops  @  Female  Umpires  Wet  Area 
Countertops  @  Femaile  Umpires  Locker  Room 
Countertops  @  Ticket  Offices 
Countertops  @  Ticket  Office  Windows 
Countertop  @  Guest  Services 
Base  Cabinets  w /  Countertop  @  First  Aid 
Base  Cabinets  w/  Countertop  @  Staff  Break  Room 
Countertops  @  Employee  Locker  Rooms 
Countertops  @  Concession  Counting 
Countertops  @  Check-In  Service 
Base  Cabinets  w /  Countertops  @  General  Mangers  Booth 
Base  Cabinets  w/  Countertops  @  Working  Press/Workroom 
Countertops  @  Photographers  Work  Room 
Countertops  @  Network  TV  Broadcasting  Booths 
Countertops  @  Radio  Broadcasting  Booths 
Countertops  @  Scoreboard  Operator/PA  Announcer  Booth 
Corian  Concession  Countertops 
Slatwall  Paneling  @  Team  Store  -  By  Vendor 
Solid  Surface  Counters  @  Open  Bar  Areas  (3  locations) 

Other  Millwork  not  detailed  -  Allow 

Total  064023  Interior  Architectural  Woodwork 


4,202  LNFT 


10.00 


42,020 


42,020 


6 

EA 

7,000 

42,000 

41 

LF 

150.00 

6,150 

14 

LF 

150.00 

2,100 

26 

LF 

150.00 

3,900 

20 

LF 

450.00 

9,000 

20 

LF 

450.00 

9,000 

13 

LF 

125.00 

1,625 

13 

LF 

150.00 

1,950 

5 

LF 

150.00 

750 

9 

LF 

150.00 

1,350 

5 

LF 

150.00 

750 

40 

LF 

150.00 

6,000 

24 

LF 

150.00 

3,600 

10 

LF 

150.00 

1,500 

10 

LF 

150.00 

1,500 

10 

LF 

150.00 

1,500 

15 

LF 

125.00 

1,875 

10 

LF 

125.00 

1,250 

10 

LF 

125.00 

1,250 

2 

EA 

7,000 

14,000 

91 

LF 

450.00 

40,950 

10 

LF 

150.00 

1,500 

48 

LF 

150.00 

7,200 

24 

LF 

150.00 

3,600 

24 

LF 

150.00 

3,600 

193 

LF 

150.00 

28,950 

NIC 

225 

Lnft 

200.00 

45,000 

1 

LS 

100,000 

100,000 

341,850 
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Item  Description 

99  HSMC  Estimate 


20  Main  Stadium 


071000  Dampproofing  and  Waterproofing 

VE  -  Use  alternate  waterproofing  and  insulation  @  split  slab  areas  as 

per  HKS  sketch  dated  10/7/15 

Split  Slab  Insulation/Waterproofing 

Waterproof  Elevator  Pit 

Waterproof  Ret.  Walls/Tunnels  (  no  field  walls  ) 

Total  071000  Dampproofing  and  Waterproofing 

071113  Bituminous  Dampproofing 

Damproofing  CMU  Block  FND  Wall 


1 

18,785 

850 

29,684 


8,604 


^  I 

SQFT  3.50 


Total  071113  Bituminous  Dampproofing 

071300  Sheet  Waterproofing 

Planter  Waterproofing 

Total  071300  Sheet  Waterproofing 

071800  Traffic  Coatings 

Traffic  Coating  @  Suite  Level  Exterior  Deck 

Total  071800  Traffic  Coatings 


a 


:4 


072113  Board  Insulation 

R-25  Spray  Insulation  W/Vapor  Barrier  Board  At  Underside  Of  Suite 
Press  Area 

Total  072113  Board  Insulation 


$ 


s> 

858  SQFT 


5,256  Sqft 


12,784  SQFT 


072700  Air  Barriers 

Air  And  Vapor  Barrier 

Total  072700  Air  Barriers 


£ 


54,763  SQFT 


5.00 


4.32 


7.50 


3.00 


-26,932 

293,234 

4,888 

143,967 

415,157 


30,114 

30,114 


4,290 

4,290 

22,685 

22,685 

95,880 


95,880 

164,289 

164,289 


074263  Fabricated  Wall  Panel  Assemblies 

Centria  MR3  MEP  Screenwall 

Total  074263  Fabricated  Wall  Panel  Assemblies 

075400  Thermoplastic  Membrane  Roofing 

TPO  Roofing  Type  01 B 

60  Mil  R-19,  TPO  Roofing  (w/o  tappered  insulation) 

60  Mil  R-19,  TPO  Roofing  @  Canpy  Roof  (w/o  tappered  insulation) 

Total  075400  Thermoplastic  Membrane  Roofing 

075554  Thermoplastic  Protected  Membrane  Roofing 

TPO  Roofing  Type  01  @  Ticketing  Canopy 

Total  075554  Thermoplastic  Protected  Membrane 
Roofing 

076000  Flashing  and  Sheet  Metal 

Coping  At  Suites 
Metal  Roof  Coping 
Gutters  &  Downspouts 

Total  076000  Flashing  and  Sheet  Metal 


4,224 

SQFT 

20.00 

84,480 

84,480 

6,917 

SQFT 

10.00 

69,170 

50,129 

SQFT 

9.46 

474,220 

13,358 

SQFT 

10.00 

133,580 

676,970 

1,425 

SQFT 

15.00 

21,375 

21,375 

1,416 

LNFT 

12.00 

16,992 

2,786 

LNFT 

12.00 

33,432 

364 

LNFT 

15.00 

5,460 

55,884 
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Description 


99  HSMC  Estimate _ 

20  Main  Stadium 


076100  Sheet  Metal  Roofing 

Corrugated  Roofing  Type  04 

Total  076100  Sheet  Metal  Roofing 

077233  Roof  Hatches 

Roof  Hatches 

Total  077233  Roof  Hatches 

078100  Applied  Fireproofing 

Sprayed  Fireproofing 

Total  078100  Applied  Fireproofing 

078400  Firestopping 

Interior  Firestopping  -  Enclosed  Spaces 

Total  078400  Firestopping 

079200  Joint  Sealants 

Caulking  At  S.O.G.  -  Misc.  Areas 
Caulking  At  CIP  Seating 
Interior  Caulking  Enclosed  Buildings 
Caulking  At  PCP  @  Suites 
Caulking  @  Masonry 
Caulking  @  PCP  Etc. 

Total  079200  Joint  Sealants 


079500  Expansion  Control 

Expansion  Joint  Control 

Total  079500  Expansion  Control 


<V 

& 


C 


081113  Hollow  Metal  Doors  and  Frames 

Single  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Double  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Exterior  Single  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 
Exterior  Double  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 
Upgrade  Door  Locks  @  30  Doors  receiving  raceway  for  future 
security  system 

Heavier  Threshold  @  exterior  Doors 

Total  081113  Hollow  Metal  Doors  and  Frames 

081416  Flush  Wood  Doors 

Single  Wood  Door  Openings  (DRS/FRM/HW) 

Total  081416  Flush  Wood  Doors 

083100  Access  Doors  and  Panels 

Access  Doors 

Total  083100  Access  Doors  and  Panels 
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Quantity 


3,725  SOFT 


14,747 

<5 


c 

Sqft 


^1,000 

J  - 


63,974  SQFT 


127,472 

SQFT 

0.30 

38,242 

66,338 

SQFT 

0.50 

33,169 

68,974 

SQFT 

0.75 

51,731 

11,746 

SQFT 

0.50 

5,873 

52,580 

SQFT 

0.25 

13,145 

81,963 

SQFT 

0.40 

32,785 

174,944 

37 

LNFT 

50.00 

1,850 

1,850 

66 

EA 

1,500 

99,000 

5 

EA 

2,100 

10,500 

58 

EA 

1,750 

101,500 

12 

EA 

2,350 

28,200 

1 

LS 

4,500 

4,500 

1 

LS 

15,000 

15,000 

258,700 

18 

EA 

1,700 

30,600 

30,600 

1 

ALLOW 

15,000 

15,000 

083113  Access  Doors  and  Frames 
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99  HSMC  Estimate 


Main  Stadium 


083113  Access  Doors  and  Frames 

Access  Doors 

Total  083113  Access  Doors  and  Frames 


083313  Coiling  Counter  Doors 

Concession  Shutter 

Total  083313  Coiling  Counter  Doors 


083323  Overhead  Coiling  Doors 

8'x8'  OVH  Door  (2  EACH) 

16'X8'  OVH  Door  (1  EACH) 

Total  083323  Overhead  Coiling  Doors 

084000  Entrances,  Storefronts,  and  Curtain  Walls 

Full  Height  Retractable  Windows  @  Suites 

Total  084000  Entrances,  Storefronts,  and  Curtain  Walls 


084226  All-Glass  Entrances 

Glass  Entrance  Doors  Exterior 
Glass  Entrance  Doors  Exterior  Suites 

Total  084226  All-Glass  Entrances 


084313  Aluminum-Framed  Storefronts 

Ticket  Windows  Storefront  Glass 

Insulated  Low  E-Vision  Glass  In  Storefront  -  Press  Boxes  Glazed 
Single  Hung 

Insulated  Low  E-Vision  Glass  In  Storefront  Kawneer  22501G  GL01 


<v 


Total  084313  Aluminum-Framed  Storefronts 


084329  Sliding  Storefronts 

Operable  Glass  Storefront  Walls  -  Suites  Top  Hung  Alum.  Folding 
Sliding  Glass  Windows  @  Suites 

Total  084329  Sliding  Storefronts 

085113  Aluminum  Windows 

5’x5'  Punched  Window  Sec./Rec  GL01 

Total  085113  Aluminum  Windows 


c 

SOFT 


cy 


128 


1,161  SOFT 
10  EACH 


SOFT  72.56 

SOFT  72.56 


330,990 


200,760 


085619  Pass  Windows 

Ticket  Windows  W/Counter/Speaker  &  Microphone  6'x4' 

Total  085619  Pass  Windows 

088000  Glazing 
Interior  Door  Glass 
Total  088000  Glazing 


1,000  SOFT 


150,000 


088300  Mirrors 

Unframed  Mirrors 


1,500  SOFT 
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20  Main  Stadium 

Total  088300  Mirrors 


089000  Louvers  and  Vents 

VE  -  Reduce  Louver  Quantities  at  stadium 
Exterior  Louvers 

Total  089000  Louvers  and  Vents 

090000  Finishes 

Sub/Trade  Permits  (Other/TBD) 

Total  090000  Finishes 

092400  Cement  Plastering 

(2)  Coat  Cementitious  Stucco 

(2)  Coat  Cementitious  Stucco  w/  Banding 

(2)  Coat  Cementitious  Stucco  Soffits 

Total  092400  Cement  Plastering 


092900  Gypsum  Board 

Framing/I  nsulation/Drywall  behind  Exterior  CMU  Walls 
Interior  Drywall  Partitions 
Furred  Drywall  Partitions 

Insulated  MS  Backup  Wall  w /  glass  mat  sheathing  &  7/8"  Corrugated 

Metal  Deck,  &  Building  Wrap  Moisture  Barrier  @  Suite  Level 

GYP  -  Gypsum  Board  Ceiling 

MR  GYP  -  Moisture  Resistant  Gypsum  Board  Ceilings 

Glass  Mat  Sheathing  @  Underside  of  Suite  Level  (Soffit)  -  Deleted 

Cold  Formed  Framing/Sheathing  @  Stucco  Sofftis 

Su  bcontractor  Adjustment 

Total  092900  Gypsum  Board 


jypsum  Hoard 

-  V 

loor  Tile  @  Recepti 


093000  Tiling 

PT-  Porcelain  Floor  Tile  @  Reception,  Lounge/Dining,  VIP  Lobby, 
Suites,  Suite  Toilets 
PT  -  Porcelain  Tile  Base 

PT  -  Porcelain  Wall  Tile  @  Suites,  Toilet  Rooms,  Suite  Toilets 

Total  093000  Tiling 

095113  Acoustical  Panel  Ceilings 

2x2  ACT  -  2x2  Standard  Acoustical  Ceiling  Tile 
2x2  VACT  -  2x2  Vinyl  Coated  Acoustical  Ceiling  Tile 

Total  095113  Acoustical  Panel  Ceilings 

096100  Flooring  Treatment 

SC  -  Sealed  Concrete  (Heavy  Brush  Finish)  @  Tunnels 
SC  -  Sealed  Concrete  @  Concourse 

SC  -  Sealed  Concrete  @  Concrete  Seating  Bowl,  Picnic  &  Ramp 
SC  -  Sealed  Concrete  @  Stadium  Enclosed  Spaces 

Total  096100  Flooring  Treatment 


1  LS 
500  SQFT 


C 


* 


(17,000.00) 

68.00 


o 


27,296 

SF 

6.50 

177,424 

9,2*14 

SQFT 

10.50 

96,747 

930 

SF 

6.50 

6,045 

280,216 


9,779 

SF 

5.00 

48,895 

17,466 

SF 

6.50 

113,529 

8,362 

SF 

4.50 

37,629 

11,746 

SF 

12.75 

149,762 

1,774 

SF 

7.50 

13,305 

3,599 

SF 

8.00 

28,792 

22,582 

SF 

12,415 

SF 

10.00 

124,150 

1 

LS 

(34,252.00) 

-34,252 

481,810 

5,516 

SF 

15.00 

82,740 

1,248 

LF 

15.00 

18,720 

7,272 

SF 

15.00 

109,080 

210,540 

13,236 

SF 

7.00 

92,652 

8,824 

SF 

6.50 

57,356 

150,008 

3,911 

SF 

1.00 

3,911 

99,895 

SF 

1.00 

99,895 

37,725 

SF 

1.50 

56,587 

24,636 

SF 

1.00 

24,636 

185,029 
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I _ 


Item 


Description 


Quantity 


Unit  $ 


Total  $ 


99  HSMC  Estimate 


Main  Stadium 


096513  Resilient  Base  and  Accessories 

RB  -  Rubber  Base 

Total  096513  Resilient  Base  and  Accessories 

096566  Resilient  Athletic  Flooring 

Wainscott  Rubber  Flooring  @  player  entry  tunnel 
ATH  RUB  -  Rubber  Athletic  Flooring 

Total  096566  Resilient  Athletic  Flooring 

096723  Resinous  Flooring 

RES  -  Resinous  Flooring  @  Visiting  Locker  Wet  Areas 
ANTM1C  RES  -  Antimicrobial  Resinous  Flooring  @  Concessions, 
Concessions  Prep,  Commissary 
RES  -  Resinous  Cove  Base  @  Visiting  Locker  Wet  Areas 
ANTIMIC  RES  -  Antimicrobial  Resinous  Cove  Base  @  Concessions, 
Concessions  Prep,  Commissary 
Total  096723  Resinous  Flooring 


096800  Carpeting 

CPT  TILE  -  Carpet  Tile 

CPT-SPIKE  -  Spike  Resistant  Carpet  Tile 

Total  096800  Carpeting 


& 
_ oard 

y 

rd  Walls 


<V 


099100  Painting 

EPNT  CMU  -  Epoxy  Painted  CMU 
EPNT  GYP  -  Epoxy  Painted  Gypsum  Board 
PNT  CMU  -  Painted  CMU  Walls 
PNT  GYP  -  Painted  Gypsum  Board ' 

EPNT  MR  GYP  -  Epoxy  Painted  Moisture  Resistant  Gypsum  Board 
Ceilings 

PNT  GYP  -  Painted  Gypsum  Board  Ceiling 

Painted  Stucco  @  Suite  Level 

Painted  Hollow  Metal  Door  Openings 

Painted  Wood  Door  Openings 

Painted  Exposed  Structure 

Textured  Acrylic  Coating  @  Stucco 

Textured  Acrylic  Coating  @  Stucco  Soffits 

Textured  Acrylic  Coating  Directly  Applied  to  CMU 

Cementitious  Waterproofing  (where  TAC  is  directly  applied  to  CMU) 

Total  099100  Painting 

099713  Steel  Coatings 

Painted  Canopy  Steel 
Painted  Steel  Stairs 

Painted  Shadow  Screen  Steel  (moved  to  soft  cost  -  AiPP) 

Painted  Structural  Steel  @  Batter's  Eye 

Painted  Structural  Steel  @  Scoreboard 

Painted  Structural  Steel  @  Columns  Supporting  Suite  Level 

Paint  Underside  of  Suite  Level 


5,210  LF 


1 

902 


:4 


! 


LS 


2.50 

76,000 

12.00 


13,025 


13,025 


6,000 

10,824 


16,824 


4,438 

SF 

9.00 
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SF 

11.00 
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1,330 

LF 

7.50 
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LF 

10.00 

15,260 

169,358 


10,421 

SF 

5.00 

52,105 

4,039 

SF 

6.50 

26,254 

78,359 

78,287 

SF 

1.75 

137,002 

12,240 

SF 

1.50 

18,360 

9,510 

SF 

0.90 

8,559 

22,275 

SF 

0.65 

14,479 

5,683 

SF 

1,50 

8,525 

2,883 

SF 

0.65 

1,874 

11,746 

SF 

1.25 

14,683 

139 

EA 

150.00 

20,833 

24 

EA 

75.00 

1,773 

10,330 

SF 

2.00 

20,660 

36,510 

SF 

2.50 

91,275 

930 

SF 

2.50 

2,325 

13,139 

SF 

2.50 

32,848 

13,139 

SF 

1.50 

19,709 

392,903 

22 

TONS 

350.00 

7,700 

420 

LFRS 

20.00 

8,400 

25 

NIC 

15 

TONS 

350.00 

5,250 

25 

TONS 

350.00 

8,750 

36 

TONS 

350.00 

12,600 
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TONS 

350.00 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


99  HSMC  Estimate 


Hi  Pain  Stadium 


105113  Metal  Lockers 

Metal  Lockers  @  Visiting  Team  Locker  Room  (30x30x94) 

Metal  Lockers  @  Visiting  Coaches  Locker  Room  (30x30x94) 

Metal  Lockers  @  Visiting  Mangers  Office  (30x30x94) 

Metal  Lockers  @  Umpires  Locker  Room  (30x30x94) 

Metal  Lockers  @  Female  Umpires  Locker  Room  (30x30x94) 

Total  105113  Metal  Lockers 

105613  Metal  Storage  Shelving 

Storage  Shelving  @  Grounds  and  Maintenance  Chemical  Storage 

Total  105613  Metal  Storage  Shelving 


107113  Exterior  Sun  Control  Devices 

Increase  width  of  sunscreen  canopies 
Canopy  Type  02 
Canopy  Type  01  Horiz.-Vertical 
Vertical  -  Horizontal  Shadow  Screen  (moved  to  soft  cost  -  AiPP) 
Sun  Screen  Aluminum  Trellis  - 10'8"  High 
Total  107113  Exterior  Sun  Control  Devices 


107500  Flagpoles 

Flag  Poles  -  25  ft  w /  Flags 

Total  107500  Flagpoles 


<v 


112326  Commercial  Washers  and  Extractors 

Commercial  Washer  &  Dryer  (incl  w/  soft  cost) 

Total  112326  Commercial  Washers  and  Extractors 


82 

20 

2 

14 

2 


* 


<0 


2  Sets 


A 


800.00 
800.00 
800  - 
—  800 

o° 


00 
00 
800.00 


65,600 

16,000 

1,600 

11,200 

1,600 


96,000 


8,000 


8,000 


1 

LS 

150,000 

150,000 

2,843 

SOFT 

78.00 

221,754 

1,944 

SOFT 

78.00 

151,632 

4,900 

SOFT 

74 

LF 

1,100 

81,400 

604,786 

1 

EA 

5,900 

5,900 

5,900 


112400  Maintenance  Equipment 

Window  Washing  Equipment  -  Not  Required 

Total  112400  Maintenance  Equipment 


1  ALLOW 


114000  Foodservice  Equipment 

Install  Food  Service  Equipment  -  Stadium  (By  food  service 
contractor) 

Total  114000  Foodservice  Equipment 


1  LS 


114840  Ballpark  Netting  and  Support  System 

Backstop  Netting  System  (45'H) 

Total  114840  Ballpark  Netting  and  Support  System 


847  LF 


45.00 


38,115 


38,115 


115200  Audio-Visual  Equipment 

TV  Monitor  Brackets 

Total  115200  Audio-Visual  Equipment 


200  EA 


250.00 


50,000 


50,000 


116600  Athletic  Equipment 

Other  Athletic  Equipment 

Total  116600  Athletic  Equipment 


1  LS 


75,000 


75,000 


75,000 
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Description 


99  HSMC  Estimate 


Main  Stadium 


116733  Climbing  Walls 

Climbing  Wall  -  NIC 

Total  116733  Climbing  Walls 

116833  Athletic  Field  Equipment 

30'  Foul  Poles 
Field  Tarp 

TarpAir  Systems  w /  Blower  &  Buried  12"  PVC  Pipe  Around 
Perimeter  -  see  alternate 

Total  116833  Athletic  Field  Equipment 

116843  Exterior  Scoreboards 

Scoreboard  Furnish  &  Install  (Stadium)  -  In  soft  cost  /  by  owner 

Total  116843  Exterior  Scoreboards 


118226  Facility  Waste  Compactors 

Trash  Chute 

Waste  &  Recycling  Compactor  -  By  Vendor 

Total  118226  Facility  Waste  Compactors 


122400  Window  Shades 

Roller  Shades  @  Suites  -  By  Owner 

Total  122400  Window  Shades 


jv 


126100  Fixed  Audience  Seating 

Fixed  Picnic  Tables 

Total  126100  Fixed  Audience  Seati. 


,er 

1 
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Quantity 


2,747  SF 


:4 


W  200  L 


o 


s5" 


1,020  NIC 


126300  Stadium  and  Arena  Seating 

General  Seating  -  Irwin  Senator  Stadium  Chairs 
Loose  Suite  Seating  w /  FF&E 

Total  126300  Stadium  and  Arena  Seating 

126723  Benches 

IPE  Wood  Benches  With  Back  @  Dugouts 
I  PE  Wood  Benches  @  Bullpens 

Total  126723  Benches 

142000  Elevators 

2- Stop  Elevator 

3- Stop  Elevator 

Total  142000  Elevators 

144000  Lifts 

Wheelchair  Lifts  @  Dugouts 

Total  144000  Lifts 


6,017  EA 
378  EA 


815,303 


200,754 


221000  Plumbing  Piping 
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99  HSMC  Estimate 


Main  Stadium 


221000  Plumbing  Piping 

Add  access  panels  to  all  chase  locations  to  verify  if  there  are  any 
leaks 

Total  221000  Plumbing  Piping 

265600  Exterior  Lighting 

Change  E9  step  fixtures  to  rail  lighting 

Total  265600  Exterior  Lighting 

311000  Site  Clearing 

Termite  Control 

Total  311000  Site  Clearing 

321800  Athletic  and  Recreational  Surfacing 

Stadium  Field 

Fine  Grade  Fields  to  Finish  Grade 

Underfield  Drainage  (18"  per.  Drain,  6"  round  pipe  laterals,  15'o.c.) 
Gravel  Blanket  Layer  -  4  thickness 
Field  Irrigation 

12  USGA  Root  Zone  Mix  -  95/5  Dakota  (95/5  Dakota  Peat) 

Infield  Mix  4  Thickness  (C.C.  Calhoun  80/20  Infield  Mix) 

Warning  Track  Mix  Non-  Stabilized  4  (C.C.  Calhoun  80/20  Warning 
Track  Mix) 

Celebration  Sod 

Pitcher's  Mound/Home  Plate  Area  (C.C.  Calhoun  60/40  Mound  Clay) 
Bases,  Pitching  Rubber,  Homeplate 

Bull  Pens  (2  Mounds  And  Plates  Per  Side)  (C.C.  Calhoun  60/40 
Mound  Clay) 

ACO  Drain 

90  Day  Maintenance  Period 

VE  -  90  Day  Maintenance  Period  -  Not  Required 

Irrigation  Controls 

Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 

323113  Chain  Link  Fences  and  Gates 

Fence  Gate 

Field  Access  Gate 

Field  Access  Fence  Gate  24W 

Fence  Rolling  Gate  8'H  -  24'W 

Vinyl  Coated  -  8'H  Chain  Link  Fence 

Vinyl  Coated  -  8'H  Chain  Link  Fence  w/  Windscreen  Vented 

Vinyl  Coated  -  12'H  Chain  Link  Fence  w/  Windscreen  Vented 

Total  323113  Chain  Link  Fences  and  Gates 

328350  Fence  Wall  Padding 

Fence  Rail  Padding  @  Stadium  Bullpens-  By  Owner 
Fence  Rail  Padding  @  Stadium  Bullpens  -  By  Owner 
4"  Thick  FoamPadding  @  Stadium  Field  Walls  -  By  Owner 


39,360 

tV 


■ 


140,250 

SF 

0.04 

5,610 

1 

LS 

154,000 

154,000 

1,900 

TON 

28.45 

54,055 
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SF 

0.45 

47,340 
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53,00 

302,100 

11,350 

SF 

5.00 
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SF 

1.75 

41,475 
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SF 

0.48 

50,496 

1 

EACH 

4,750 

4,750 

1 

EACH 

975.00 

975 

2 

EACH 

8,850 

17,700 

1,440 

LF 

96.00 

138,240 

3 

MO 

4,500 

13,500 

1 

LS 

(13,000.00) 

-13,000 

1 

Fields 

4,000 

4,000 

1 

LS 

44,550 

44,550 

922,541 

4 

EA 

750.00 

3,000 

1 

EA 

1,500 

1,500 

1 

EA 

2,500 

2,500 

1 

EA 

3,200 

3,200 

166 

LF 

28.00 

4,648 

138 

LF 

32.00 

4,416 

29 

LF 

42.00 

1,218 

20,482 

173 

NIC 
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NIC 

3,546 

NIC 
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99  HSMC  Estimate 


20  Main  Stadium 

Total  328350  Fence  Wall  Padding 

Total  20  Main  Stadium 

30  Nationals  Clubhouse 

033000  Cast-in-Place  Concrete 

Topping  Slab  @  Concourse  Level  Balcony 

Total  033000  Cast-in-Place  Concrete 

042000  Unit  Masonry 

Ground  Faced  Block  CMU 
Exterior  Foundation  CMU  Block  Walls 

Exterior  4"  High,  8"  Ground  Face  Integral  Color  CMU  Block  Walls 

Exterior  8"  CMU  Block  Walls  Load  Bearing 

lnterior8"  CMU  Block  Walls 

Interior  6"  CMU  Block  Walls 

Interior  8"  CMU  Block  Wall  Load  Bearing  Level  1-2 

Total  042000  Unit  Masonry 


sqft 

c 


051200  Structural  Steel  Framing 

Steel  Framing  Around  Hydro  Pools  (  975  sf  x  1 0#/sf 
Steel  Structure  Over  Covered  Patio  ( 1 0#/sf ) 

Total  051200  Structural  Steel  Framing^ 


053000  Metal  Decking 

Metal  Deck  Around  Hydrotherapy  Pools 
Metal  Roof  Deck  Over  Covered  Patio 

Total  053000  Metal  Decking 

055000  Metal  Fabrications 

42 "H  Cable  GB^ 

B4-  42"H  Alum.  Picket  GR 
Cl  -  Alum.  Wall  Mounted  HR 
Other  Misc.  Metals  Not  Yet  Shown 

Total  055000  Metal  Fabrications 

057000  Decorative  Metal 
Metal  Stairs  @  Lobby 
Total  057000  Decorative  Metal 

061000  Rough  Carpentry 

Interior  Rough  Carpentry 

Total  061000  Rough  Carpentry 


061063  Exterior  Rough  Carpentry 

Roof  Wood  Blocking 

Total  061063  Exterior  Rough  Carpentry 


5sfx10#/sQ^^ 

)#/sf) 

ning  K 


:4 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


99  HSMC  Estimate 


JO  Nationals  Clubhouse 

064023  Interior  Architectural  Woodwork 

Wood  Lockers  @  MLB  Locker  Room  (30x30x72) 

Wood  Lockers  @  MLB  Coaches  Locker  (30x30x72) 

Wood  Lockers  @  MLB  Managers  Office  (30x30x72) 

Wood  Lockers  @  MiLB  Locker  Room  (30x30x72) 

Wood  Lockers  @  MiLB  Locker  Room  -  Catchers  (30x30x72) 
Wood  Lockers  @  MiLB  Coches  Locker  (30x30x72) 

Wood  Lockers  @  MiLB  Equipment  Managers  Office  (30x30x72) 
Wood  Lockers  @  Executive  Locker  Room  (30x30x72) 

Corian  Lavatory  Countertops  @  MLB  Wet  Area 
Corian  Lavatory  Countertops  @  MLB  Coaches  Wet  Area 
Corian  Lavatory  Countertops  @  Staff/Coaches  Wet  Area 
Countertops  @  MLB  &  MiLB  Video  Room 
Base  Cabinet  &  Countertops  @  MLB  Training  Room 
Countertop  @  MLB  Trainers  Office 
Countertop  @  MLB  Physicians  Exam  Room 
Countertop  @  Hydrotherapy  Room 
Base  Cabinets  w/  Countertops  @  MLB  &  MiLB  Weight  Room 
Countertops  @  MiLB  Equipment  Room 
Countertops  @  MLB  Equipment  Room 
Countertops  @  MLB  Traveling  Equipment  Managers  Office 
Folding  Countertops  @  MLB  Laundry 
Corian  Lavatory  Countertops  @  MiLB  Wet  Area 
Base  Cabinets  w/  Countertops  @  MiLB  Coaches  Conference 
Base  Cabinets  w /  Countertops  @  MLB  Coaches  Conference 
Countertop  Workstations  @  MiLB  Strength  Coach  Office 
Countertop  Workstations  @  MLB  Strength  Coach  Office 
Base  Cabinets  w /  Countertops  @  MiLB  Training  Room 
Countertops  @  MiLB  Trainers  Office 
Countertop  @  MiLB  Physicians  Exam  Room 
Millwork  @  MiLB  Field  Coordinators  Office/Work  Room 
Folding  Countertops  @  MiLB  Laundry 
Countertop  @  MiLB  Dining 
Countertop  @  MLB  Dining 
Base  Cabinets  w/  Countertop  @  Media  Copy-Break 
Countertops  @  Media  Work  Room 
Sorting  Countertop  @  Mail  Room 
Base  Cabinets  w /  Countertops  @  Copy  Area 
Other  Millwork  not  detailed  -  Allow 
Total  064023  Interior  Architectural  Woodwork 
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150.00 
450.00 
150.00 
125.00 
450.00 
50,000 


97,500 

54,000 

1,500 

234,000 

30,000 

87,000 

1.500 
3,000 
6,000 

2.850 

5.850 

7.500 

9.450 
4,800 

1.500 
3,000 

24,750 

4.125 
2,375 
2,750 

1.625 

10,200 

4.500 
15,300 

2.625 

2.125 
9,000 

3.125 

1.500 
10,800 

1.625 
2,700 

3.450 
9,000 
6,300 

625 

18,000 

50,000 


735,950 


066400  Plastic  Paneling 

FRP  -  Fiberglass  Reinforced  Panel 

Total  066400  Plastic  Paneling 

071000  Dampproofing  and  Waterproofing 

Waterproof  Elevator  Pit 
Waterproof  Hydrotherapy  Pit  Areas 
Waterproof  Retaining  Walls 


2,691  SF 


5.00 


13,455 


13,455 

405 

sqft 

5.75 

2,329 

2,170 

sqft 

5.75 

12,478 

5,317 

sqft 

4.85 

25,787 
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99  HSMC  Estimate _ 

30  Nationals  Clubhouse 

Total  071000  Dampproofing  and  Waterproofing 

071113  Bituminous  Dampproofing 

Damproofing  CMU  Block  FND  Wall 

Total  071113  Bituminous  Dampproofing 

071413  Hot  Fluid-Applied  Rubberized  Asphalt 
Waterproofing 

Insulation/Drainage  Board/Hot  Fluid  Applied  Waterproofing  @ 
Balcony 

Total  071413  Hot  Fluid-Applied  Rubberized  Asphalt 
Waterproofing 

071800  Traffic  Coatings 

Traffic  Coating 

Total  071800  Traffic  Coatings 


072700  Air  Barriers 

Air  And  Vapor  Barrier 

Total  072700  Air  Barriers 


074263  Fabricated  Wall  Panel  Assemblies 

Centria  MR3  MEP  Screenwall 

Total  074263  Fabricated  Wall  Panel  Assem 


•A 

smblies 


075400  Thermoplastic  Membrane  Roofing 

TPO  Roofing  Type  01 B 

60  Mil  R-19,  TPO  Roofing  W/Tapered  Insulation 

Total  075400  Thermoplastic  Membrane  Roofing 


076000  Flashing  and  Sheet  Metal 

Metal  Roof  Coping 

Total  076000  Flashing  and  Sheet  Metal 

077233  Roof  Hatches 

Roof  Hatches 

Total  077233  Roof  Hatches 

078100  Applied  Fireproofing 

Sprayed  Fireproofing  -  NIC 

Total  078100  Applied  Fireproofing 

078400  Firestopping 
Interior  Firestopping 
Total  078400  Firestopping 


1,960  SOFT 


:4 


^  _ 

& 


23,783  SQFT 


4,022  SQFT 


1,758  SQFT 
39,013  SQFT 


1,356  LNFT 


54,714  SQFT 


17,580 

390,130 

407,710 


079200  Joint  Sealants 

Interior  Caulking  At  Enclosed  Building 
Caulking  @  Masonry 


54,714  SQFT 
26,579  SQFT 
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West  Palm  Beach,  Florida 


Description 


99  HSMC  Estimate 

30  Nationals  Clubhouse 

079200  Joint  Sealants 

Caulking  @  Stucco 

Total  079200  Joint  Sealants 

081113  Hollow  Metal  Doors  and  Frames 

Single  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Double  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Exterior  Single  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 
Exterior  Double  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Total  081113  Hollow  Metal  Doors  and  Frames 

081416  Flush  Wood  Doors 

Single  Wood  Door  Openings  (DRS/FRM/HW) 

Total  081416  Flush  Wood  Doors 

083313  Coiling  Counter  Doors 

Concession  Shutter  At  Kitchen 

Total  083313  Coiling  Counter  Doors 
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r  Doors 

083323  Overhead  Coiling  Doors 
8  x8'  OVH  Door  (2  EACH) 

Total  083323  Overhead  Coiling  Doors 

084226  All-Glass  Entrances 

Glass  Entrance  Doors  Exterior 
Glass  Entrance  Doors  Interior 

Total  084226  All-Glass  Entrances 

084313  Aluminum-Framed  Storefronts 

Insulated  Low  E-Vision  Glass  In  Large  Storefront  Kawneer  2250IG 
GL-01 

Insulated  Low  E-Vision  Glass  In  Storefront  Kawneer  2250IG  GL-01 
Interior  Storefront 

Total  084313  Aluminum-Framed  Storefronts 

088000  Glazing 
Interior  Door  Glass 
Total  088000  Glazing 

088300  Mirrors 

Unframed  Mirrors 

Total  088300  Mirrors 

089119  Fixed  Louvers 

Exterior  Louvers 

Total  089119  Fixed  Louvers 


4 


20,664  SQFT 


75  EA 

4  EA 

178  SQFT 


0.40 

4? 

^,500 
2,100 
^  7cn 


164,250 


128 

SQFT 

72.56 

9,288 

9,288 

18 

EACH 

2,500 

45,000 

4 

EACH 

2,500 

10,000 

55,000 

1,483 

SQFT 

75.00 

111,225 

2,479 

SQFT 

75.00 

185,925 

676 

SQFT 

40.00 

27,040 

324,190 

1,000 

SQFT 

15.00 

15,000 

15,000 

2,000 

SQFT 

15.00 

30,000 

30,000 

50 

SQFT 

65.00 

3,250 

092400  Cement  Plastering 
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Description 


99  HSMC  Estimate 


50  Nationals  Clubhouse 


092400  Cement  Plastering 

(2)  Coat  Cementitious  Stucco 

(2)  Coat  Cementitious  Stucco  w /  Banding 

(2)  Coat  Cementitious  Stucco  Soffits 

Total  092400  Cement  Plastering 

092900  Gypsum  Board 

Framing/lnsulation/Drywall  behind  Exterior  CMU  Walls 

Interior  Drywall  Partitions 

Furred  Drywall  Partitions 

GYP  -  Gypsum  Board  Ceiling 

MR  GYP  -  Moisture  Resistant  Gypsum  Board  Ceilings 

Cold  Formed  Framing/Sheathing  @  Stucco  Sofftis 

Subcontractor  Adjustment 

Total  092900  Gypsum  Board 


093000  Tiling 

PT  -  Porcelain  Floor  Tile  @  Reception,  Dining,  Toilet  Rooms 
PT  -  Porcelain  Tile  Base 

PT  -  Porcelain  Wall  Tile  @  Executive  Locker  Rooms,  Toilet  Rooms, 

Locker  Room  Showers 

Steam  Room  Tile  -  walls,  floors,  ceiling 

Total  093000  Tiling 


4 


095113  Acoustical  Panel  Ceilings 

2x2  ACT  -  2x2  Standard  Acoustical  Ceiling  Tile 
2x2  VACT  -  2x2  Vinyl  Coated  Acoustical  Ceiling  Tile 

Total  095113  Acoustical  Panel  Ceilings 


eiling 

al  Ceiling  Tile 

&  I  ' 

ustinal  Ceilina  Tile 


095423  Linear  Metal  Ceilings 

MP  -  Metal  Plank  Ceiling  @  Lobby/Reception  Areas 
WD  MP  -  Wood  Look  Metal  Plank  Ceiling  @  MLB  Locker 

Total  095423  Linear  Metal  Ceilings 

096100  Flooring  Treatment 

SC  -  Sealed  Concrete 

Total  096100  Flooring  Treatment 

096500  Resilient  Flooring 

LIN  -  Linoleum  Flooring  @  Exam  Rooms 
LIN  -  Linoleum  Cove  Base  @  Exam  Rooms 

Total  096500  Resilient  Flooring 

096513  Resilient  Base  and  Accessories 

RB  -  Rubber  Base 

Total  096513  Resilient  Base  and  Accessories 


10 

3 


157,789 


20,092 

SF 

5.00 

100,460 

41,890 

SF 

6.50 

272,285 

7,437 

SF 

4.50 

33,467 

858 

SF 

7.50 

6,435 

5,273 

SF 

8.00 

42,184 

572 

SF 

10.00 

5,720 

1 

LS 

210,450 

210,450 

/ 

671,000 

3,531 

SF 

15.00 

52,965 

1,237 

LF 

15.00 

18,555 

9,900 

SF 

15.00 

148,500 

650 

Sqft 

20.00 

13,000 

233,020 

15,394 

SF 

7.00 

107,758 

5,131 

SF 

6.50 

33,352 

141,110 

908 

SF 

50.00 

45,400 

2,755 

SF 

50.00 

137,750 

183,150 

6,367 

SF 

1.00 

6,367 

6,367 

308 

SF 

5.00 

1,540 

95 

LF 

5.00 

475 

2,015 

7,659 

LF 

2.50 

19,148 

096566  Resilient  Athletic  Flooring 


WPB  GMP  101215.est 

Sort:  Bid  Package  .  Section  .  Subdivision  .  Masterformat 


Hunt  Construction  Group,  Inc. 


100%  DD  GMP  Estimate  -  Detail 


Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 


Description 


99  HSMC  Estimate 

30  Nationals  Clubhouse 

096566  Resilient  Athletic  Flooring 
ATH  RUB  -  Rubber  Athletic  Flooring 
Total  096566  Resilient  Athletic  Flooring 

096723  Resinous  Flooring 

RES  -  Resinous  Flooring  @  Locker  Wet  Areas,  Clubhouse  Kitchen, 
Hydrotherapy 

RES  -  Resinous  Cove  Base  @  Locker  Wet  Areas,  Clubhouse 
Kitchen,  Hydrotherapy 

Total  096723  Resinous  Flooring 

096800  Carpeting 

CPTTILE  -  Carpet  Tile 

CPT-SPIKE  -  Spike  Resistant  Carpet  Tile 

Total  096800  Carpeting 
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099100  Painting 

EPNT  CMU  -  Epoxy  Painted  CMU 

EPNT  GYP  -  Epoxy  Painted  Gypsum  Board 

PNT  CMU  -  Painted  CMU  Walls 

PNT  GYP  -  Painted  Gypsum  Board  Walls 

EPNT  MR  GYP  -  Epoxy  Painted  Moisture  Resistant  Gy 

Ceilings 

PNT  GYP  -  Painted  Gypsum  Board  Ceiling 
Painted  Hollow  Metal  Door  Openings 
Painted  Wood  Door  Openings 
Painted  Exposed  Structure 
Textured  Acrylic  Coating  @  Stucco 
Textured  Acrylic  Coating  @  Stucco  Soffits 
Total  099100  Painting 


Dard 

- 

re  Resistant  Gypsum  Board 

- 


gs 


099713  Steel  Coatings 

Painted  AESS  Canopy  Steel 

Painted  Steel  Stairs 

Painted  Steel  @  Ornamental  Stair 

Total  099713  Steel  Coatings 

101100  Visual  Display  Units 

Dry  Erase  Board 
Marker  Board  -  Magnetic 
Tack  Board 

Smart  Board  -  By  Owner 

Total  101100  Visual  Display  Units 

101400  Signage 

Signage  -  Door  I.  D. 

Signage  -  Wayfinding 
Signage  -  Exterior 
Signage  -  Lobby 


WPB  GMP  10121 5. est 
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Quantity 


7,125  SF 


4 


o 


cf 


8,327 

SF 

5.00 

41,635 

16,604 

SF 

6.50 

107,926 

/ 

149,561 

12,576 

SF 

1.75 

22,008 

26,604 

SF 

1.50 

39,906 

13,440 

SF 

0.90 

12,096 

58,482 

SF 

0.65 

38,013 

9,484 

SF 

1.50 

14,226 

1,502 

SF 

0.65 

976 

83 

EA 

150.00 

12,420 

23 

EA 

75.00 

1,755 

8,570 

SF 

2.00 

17,140 

23,301 

SF 

2.50 

58,253 

157 

SF 

2.50 

393 

217,186 

8 

TONS 

350.00 

2,800 

60 

LFRS 

20.00 

1,200 

155 

LFRS 

15.00 

2,325 

6,325 

9 

EA 

400.00 

3,600 

8 

EA 

750.00 

6,000 

5 

EA 

400.00 

2,000 

14 

EA 

11,600 

118 

Each 

125.00 

14,750 

1 

LS 

15,000 

15,000 

1 

LS 

25,000 

25,000 

1 

LS 

15,000 

15,000 
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Quantity 


Unit  $ 


Total  $ 


Item 


Description 


99  HSMC  Estimate 


30  Nationals  Clubhouse 

101400  Signage 

Team  Logos 

Total  101400  Signage 

102113  Toilet  Compartments 

Solid  Plastic  Toilet  Compartment  -  Floor  Mounted 
Solid  Plastic  Urinal  Screen 

Total  102113  Toilet  Compartments 

102123  Cubicle  Curtains  and  Track 

8'X8'  Cubicles  w /  Ultra  Cube  Track  @  Open  Offices  w /  FFE 

Total  102123  Cubicle  Curtains  and  Track 

102200  Partitions 

Operable  Partition  @  Class  Room  11242 

Total  102200  Partitions 


102613  Corner  Guards 

Corner  and  Wall  Guards 

Total  102613  Corner  Guards 

102813  Toilet  Accessories 

36"  Grab  Bar 
42"  Grab  Bar 
ADA  Angle  Grab  Bar 
Coat  Kooks  w/  Compartments 
Seat  Cover  Dispenser 
Sanitary  Napkin  Dispen 
Sanitary  Napkin  Disposa 


c 


& 


ser 


Paper  Towel  Dispenser 
Waste  Receptacle 
Counter  Top  Soap  Dispenser 
Jumbo  Double  Toilet  Paper  Dispenser 
Infant  Changing  Station 
Janitor  Mop  Sink  Accessories 
Folding  Shower  Seats 
Shower  Curtains 
Framed  Mirrors 

Framed  Mirrors  w/  Shelf  @  ADA  Corner  Stalls 
Biohazard  Waste  Receptacles 
Hand  Dryers 

Total  102813  Toilet  Accessories 

104116  Emergency  Key  Cabinets 

Emergency  Key  Cabinet  (Knox  Box) 

Total  104116  Emergency  Key  Cabinets 


1  Each 


47 

41 


<V 


4 


799  SF 


576  LF 


32.00 


5.75 


15,000 


25,568 


25,568 


3,312 


3,312 

18 

EA 

50.00 

900 

18 

EA 

65.00 

1,170 

13 

EA 

160.00 

2,080 

INCL 

39 

EA 

85.00 

3,315 

4 

EA 

425.00 

1,700 

4 

EA 

150.00 

600 

30 

EA 

215.00 

6,450 

13 

EA 

275.00 

3,575 

86 

EA 

50.00 

4,300 

39 

EA 

160.00 

6,240 

EA 

345.00 

5 

EA 

100.00 

500 

11 

EA 

310.00 

3,410 

82 

EA 

55.00 

4,510 

72 

EA 

275.00 

19,800 

5 

EA 

155.00 

775 

14 

NIC 

6 

EA 

575,00 

3,450 

62,775 

5 

EA 

385.00 

1,925 

1,925 


104400  Fire  Protection  Specialties 
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Item 

Description 

Quantity 

Total  $ 

99  HSMC  Estimate 


a  f  I  o  n  a  I  s  C 1  u  b  hous  e 

104400  Fire  Protection  Specialties 

Fire  Extinguishers 
Fire  Extinguisher  Cabinets 

Total  104400  Fire  Protection  Specialties 

105629  Storage  Racks 

High  Density  Storage  Units  -  In  soft  cost  by  owner  if  required 

Total  105629  Storage  Racks 

107113  Exterior  Sun  Control  Devices 

Canopy  Type  01  Horiz-Vertical 

Total  107113  Exterior  Sun  Control  Devices 

107500  Flagpoles 

Flag  Poles  -  35  ft  w /  Flags 

Total  107500  Flagpoles 


108116  Insect  Control  Devices 

Bug  Screen  At  Canopy 

Total  108116  Insect  Control  Devices 


111300  Loading  Dock  Equipment 

Dock  Leveler  w/  Bumpers  -  By  Owner 

Total  111300  Loading  Dock  Equq 


111616  Safes 

Floor  Safe  -  By  Owner 

Total  111616  Safes 


devices 

™nt 

mer 

-.quipment 

ry 


* 


112326  Commercial  Washers  and  Extractors 

Commercial  Washer  &  Dryer  (incl  w/  soft  cost) 

Total  112326  Commercial  Washers  and  Extractors 

J14000  Foodservice  Equipment 

Food  Service  Equipment  -  Nationals  Clubhouse  (incl  w /  soft  cost) 
Install  Food  Service  Equipment  -  Nationals  Clubhouse  (By  food 
service  contractor) 

Total  114000  Foodservice  Equipment 
115213  Projection  Screens 

Electrically  Operated  Projection  Screen  (Recessed  in  Ceiling) 

Total  115213  Projection  Screens 

126723  Benches 

IPE  Wood  Interview  Bench 

Locker  Room  Wood  Benches  -  8‘  Long 

Total  126723  Benches 


1,95$  SC 

# 


950  SOFT 


16  LF 
38  EA 


152,334 

152,334 
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99  HSMC  Estimate 

30  .Nationals  Clubhous* 


131700  Tubs  and  Pools 

Pools  Permit 
Hydroworks  2000 
Hydroworks  Polar  Plunge 
Hydroworks  Thermal  Plunge 
Freight  and  Field  Installation 
Total  131700  Tubs  and  Pools 

132416  Saunas 

Precut  Sauna  with  western  red  cedar  walls,  ceiling,  duckboard 
flooring,  vapor  barrier,  benches,  door,  trim,  accessories  and  sauna 
heater  and  controls 

Total  132416  Saunas 


132426  Steam  Baths 

Steam  Generator 

Steam  Room  Benches  and  accessories 

Total  132426  Steam  Baths 


142000  Elevators 

2-Stop  Elevator 

Total  142000  Elevators 

313116  Termite  Control 

Termite  Control 

Total  313116  Termite  Contro 


<v 


Total  30  Nationals  Clubhouse 

35  Nationals  Training  Complex  kpr 

A  Major  League  Fields  (2ea) 

033000  Cast-in-Place  Concrete 

Spread  Footings  Including  Base  Plate  Grout  &  Setting  Bolts 

Total  033000  Cast-in-Place  Concrete 

076113  Standing  Seam  Sheet  Metal  Roofing 

PEMB  Canopy  -  Steel,  Standing  Seam  Metal  Roof  w /  Gutters  & 
Downspouts  (4) 

Total  076113  Standing  Seam  Sheet  Metal  Roofing 

114840  Ballpark  Netting  and  Support  System 

Batting  Tunnel  Protective  Netting  w /  Rigging  (4700SF  of  Net  / 
Tunnel) 

Total  114840  Ballpark  Netting  and  Support  System 


1  LS 

1  Each 

2  Each 
2  Each 
1  LS 


:4 


1  I 


o 


48,531  sqft 


1,900  SF 


10,000 

252,704 

29,468 

26,818 

60,000 


10,000 

252,704 

58,936 

53,636 

60,000 

435,276 


4,853 

4,853 

6,194,152 


116600  Athletic  Equipment 

30'  Foul  Poles 

Total  116600  Athletic  Equipment 
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Description 


99  HSMC  Estimate 

■15  Nationals  Training  Complex 

A  Major  League  Fields  (2ea) 

116843  Exterior  Scoreboards 

Scoreboard  Furnish  &  Install  (MLB)  -  National's  -  By  Owner 

Total  116843  Exterior  Scoreboards 

126000  Multiple  Seating 

80- Seat  Aluminum  Bleachers 

Total  126000  Multiple  Seating 

126723  Benches 

I  PE  Wood  Benches  @  Dugouts  (4) 

Total  126723  Benches 

129323  Trash  and  Litter  Receptors 

Bult-in  Trash  &  Recycling  Containers  w /  Removable  Liners  w /  FF&E 

Total  129323  Trash  and  Litter  Receptors 


321800  Athletic  and  Recreational  Surfacing 

Field  Tarp  (incl  w/  soft  cost) 

Tarp  Air  Systems  w /  Blower  &  Buried  12"  PVC  Pipe  Around 
Perimeter  -  NIC 

Major  League  Practice  Fields  -  2  Total 
Fine  Grade  Fields  to  Finish  Grade 
Underfield  Drainage 
Gravel  Blanket  Layer  -  4  thickness 
Field  Irrigation 

1 0"  USGA  Root  Zone  Mix  -  90/10  Canadian  Sphagnum 

Infield  Mix  4  Thickness 

Warning  Track  Mix  Non-  Stabilized  4 

Celebration  Sprigs 

Pitcher's  Mound/Home  Plate  Area 

Bases,  Pitching  Rubber,  Homeplate 

Bull  Pens  (2  Mounds  And  Plates  Per  Side) 

90  Day  Maintenance  Period 
Irrigation  Controls 
Artificial  Turf  @  Dugouts 
Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 

323113  Chain  Link  Fences  and  Gates 

Fence  Gate 

Field  Service  Gates 

Vinyl  Coated  -  8'H  Chain  Link  Fence 

Vinyl  Coated  -  8'H  Chain  Link  Fence  w /  Windscreen  Vented 

Vinyl  Coated  -12'H  Chain  Link  Fence  w /  Windscreen  Vented 

Vinyl  Coated  -16’H  Chain  Link  Fence  w/  Windscreen  Vented 

Batters  Eye  -  40'H  Structure  w/  Windscreen 

Vinyl  Coated  -  Backstop  44'H  x  185' 


<v 
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Quantity  Unit  $  Total  $ 


-F&E 

:4 


128  LF 


0 


o 


& 


269,220 

SF 

0.04 

10,769 

2 

LS 

93,650 

187,300 

3,600 

TON 

28.45 

102,420 

192,750 

SF 

0.45 

86,738 

8,800 

TON 

53.00 

466,400 

22,700 

SF 

4.75 

107,825 

53,050 

SF 

1.75 

92,838 

193,470 

SF 

0.18 

34,825 

2 

EACH 

4,750 

9,500 

2 

EACH 

975.00 

1,950 

4 

EACH 

11,650 

46,600 

6 

MO 

4,500 

27,000 

2 

Fields 

4,000 

8,000 

4 

Each 

2,600 

10,400 

2 

LS 

29,554 

59,108 

1,251,671 

10 

EA 

750.00 

7,500 

4 

EA 

1,500 

6,000 

1,122 

LF 

28,00 

31,416 

320 

LF 

32.00 

10,240 

800 

LF 

42.00 

33,600 

1,278 

LF 

56.00 

71,568 

120 

LF 

45.00 

5,400 

2 

EA 

68,500 

137,000 
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Item  Description 

Quantity 

Unit$  Total  $ 

99  HSMC  Estimate 


35  Nationals  Training  Complex 

B  Minor  League  Fields  (4ea) 

321800  Athletic  and  Recreational  Surfacing 

Fine  Grade  Fields  to  Finish  Grade 
Underfield  Drainage 
Gravel  Blanket  Layer  -  4  thickness 
Field  Irrigation 

10"  USGA  Root  Zone  Mix-  90/10  Canadian  Sphagnum 

Infield  Mix  4"  Thickness 

Warning  Track  Mix  Non-  Stabilized  4" 

Celebration  Sprigs 

Pitcher's  Mound/Home  Plate  Area 

Bases,  Pitching  Rubber,  Homeplate 

Bull  Pens  (2  Mounds  And  Plates  Per  Side  plus  batting  tunnel) 
Artificial  Turf 
Brock  Powerbase 

Extruded  Header  (8"  x  8")/  Nailer  Board  (Trek) 

90  Day  Maintenance  Period 
Irrigation  Controls 
Artificial  Turf  @  Dugouts 
Add  for  Taxes  and  Bond 

Total  321 800  Athletic  and  Recreational  Surfacing 

323113  Chain  Link  Fences  and  Gates 

Fence  Gate 

Field  Service  Gates 

Vinyl  Coated  -  8'H  Chain  Link  Fence 

Vinyl  Coated  -  8'H  Chain  Link  Fence  w /  Windscreen  Vented 

Vinyl  Coated  -12'H  Chain  Link  Fence  w /  Windscreen  Vented 

Vinyl  Coated  -16'H  Chain  Link  Fence  w /  Windscreen  Vented 

Batters  Eye  -  40'H  Structure  w/  Wndscreen 

Backstop  30'H  x  185'  -  Vinyl  Coated 

Total  323113  Chain  Link  Fences  and  Gates 


20,800 

354.200 
188,111 
167,130 
892,520 

210.900 

151.900 
66,852 
19,000 

3,900 

106.200 
3,150 
1,200 
4,554 


12 

MO 

4,500 

54,000 

4 

Fields 

4,000 

16,000 

8 

Each 

2,600 

20,800 

4 

LS 

28,255 

113,020 

2,394,237 

24 

EA 

750.00 

18,000 

8 

EA 

1,500 

12,000 

2,653 

LF 

28.00 

74,284 

827 

LF 

32.00 

26,464 

2,356 

LF 

42.00 

98,952 

880 

LF 

56.00 

49,280 

460 

LF 

45.00 

20,700 

4 

EA 

45,000 

180,000 

479,680 


328350  Fence  Wall  Padding 

Corrugated  Yellow  Plastic  Cap  @  MiLB  Outfield  12'H  Fence  -  By 
Owner 

Total  328350  Fence  Wall  Padding 
Total  B  Minor  League  Fields  (4ea) 


1,570  NIC 


3,063,217 


C  Uncovered  Half  Fields  (lea) 


321800  Athletic  and  Recreational  Surfacing 

Half  Fields  - 1  Total 


Fine  Grade  Fields  to  Finish  Grade 

31,330 

SF 

0.04 

1,253 

Underfield  Drainage 

1 

LS 

26,364 

26,364 

Gravel  Blanket  Layer 

362 

TON 

27.50 

9,955 

Field  Irrigation 

19,950 

SF 

0.40 

7,980 

12"  USGA  Root  Zone  Mix  (90/10  Canadian  Sphagnum) 

1,100 

TON 

53.00 

58,300 
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Description 


99  HSMC  Estimate 

35  Nationals  Training  Complex 

C  Uncovered  Half  Fields  (lea) 

321800  Athletic  and  Recreational  Surfacing 

VE  -  Reduce  Root  Zone  to  10"  -  not  accepted 
Infield  Mix 
Celebration  Sprigs 

Pitcher's  Mound/Home  Plate  Area  (C.C.  Calhoun  60/40  Mound  Clay) 
Bases,  Pitching  Rubber,  Homeplate  (C.C.  Calhoun  60/40  Mound 
Clay) 

90  Day  Maintenance  Period 
Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 


323113  Chain  Link  Fences  and  Gates 

Service  Gate 

Vinyl  Coated  -  4'H  Chain  Link  Fence 

Vinyl  Coated  -12'H  Chain  Link  Fence  w/  Windscreen  Vented 

Backstop  16'H  x  44'  -  Vinyl  Coated 

Total  323113  Chain  Link  Fences  and  Gates 


Total  C  Uncovered  Half  Fields  (lea) 


E  Agility  Field  (lea) 


UCd  Cffiu 

onal  Surfacing 

'G  Trench 


:4 


321800  Athletic  and  Recreational  Surfacing 

Nationals  Agility  Field  - 1  Total 
Fine  Grade  Fields  to  Finish  Grade 
Perimeter  Drains  -  18"perf.  Pipe/PG  Trench 
Extruded  Header  (8"  x  8")/Nai!er  Board  (Trex) 

Gravel  Blanket  Layer  -  ^  thickness 
Laser  Grade 
Brock  Powerbase 

Field  Irrigation  -  pump  &  6  Undewrhill  Heads 
Artificial  Turf  -  Fieldturf 
Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 
Total  E  Agility  Field  (lea) 

G  Pitching  Mounds 

033000  Cast-in-Place  Concrete 

4"  SOG  @  Pitching  Mounds 

Spread  Footings  Including  Base  Plate  Grout  &  Setting  Bolts 

Total  033000  Cast-in-Place  Concrete 

076113  Standing  Seam  Sheet  Metal  Roofing 

PEMB  Canopy  -  Steel,  Standing  Seam  Metal  Roof  w/  Gutters  & 
Downspouts 

Total  076113  Standing  Seam  Sheet  Metal  Roofing 


11,000  SF 
19,950  SF 
1  EACH 


1  I 

620  LF 
1  EA 


Estimate  Date:  10/15/2015 
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i 

•  975 


A 


178,414 


36,150 

214,564 


27,000 

SF 

0.04 

1,080 

251 

LF 

31.00 

7,781 

538 

LF 

11.50 

6,187 

1,162 

TON 

27,50 

31,955 

27,000 

SF 

0.11 

2,970 

27,000 

SF 

2.00 

54,000 

1 

LS 

65,000 

65,000 

27,000 

SF 

5.25 

141,750 

1 

LS 

15,536 

15,536 

326,259 

326,259 

16,400 

SF 

5.75 

94,300 

76 

cuyd 

368.00 

27,968 

122,268 

5,423 

SF 

17.50 

94,903 
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Item 

Description 

Quantity 

■ill 

Unit  $ 

HBSSBHI 

99  HSMC  Estimate 


35  Nationals  Training  Complex 


G  Pitching  Mounds 

321800  Athletic  and  Recreational  Surfacing 

Gang  Mounds  -  14  total 

Mounds  (C.C.  Calhoun  60/40  Mound  Clay) 

Home  Plate  Area  Construction 

Irrigation/  Drainage 

Sod 

Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 


323113  Chain  Link  Fences  and  Gates 

Fence  Gate 

Vinyl  Coated  -  4'H  Chain  Link  Fence 

Vinyl  Coated  -12'H  Chain  Link  Fence  w /  Windscreen  Vented 

Total  323113  Chain  Link  Fences  and  Gates 


Total  G  Pitching  Mounds 


J  Covered  Batting  Tunnels 


A 


& 


A 
LF 
390  LF 


550.00  1,100 

14.00  2,408 

42.00  16,380 

19,888 

299,665 


033000  Cast-in-Place  Concrete 

Spread  Footings  @  Nationals  Batting  Tunnels  Including  Base  Plate 

Grout  &  Setting  Bolts 

Shock  Pad  @  Batting  Tunnels 

Total  033000  Cast-in-Place  Concrete 

076113  Standing  Seam  Sheet  Metal  Roofing 

PEMB  Canopy  -  Steel,  Standing  Seam  Metal  Roof  w/  Gutters  & 
Downspouts 

Total  076113  Standing  Seam  Sheet  Metal  Roofing 

114840  Ballpark  Netting  and  Support  System 

Batting  Tunnel  Protective  Netting  w /  Rigging  (4700SF  of  Net  / 
Tunnel)  @  Batting  Tunnels 

Total  114840  Ballpark  Netting  and  Support  System 

224200  Commercial  Plumbing  Fixtures 

Hose  Bibb  Connections  @  Batting  Tunnels 

Total  224200  Commercial  Plumbing  Fixtures 

262400  Switchboards  and  Panelboards 

Power  Outlets  @  Batting  Tunnels 

Total  262400  Switchboards  and  Panelboards 

321800  Athletic  and  Recreational  Surfacing 

Covered  Batting  Tunnels 
Infield  Mix  4"  Depth 
Artificial  Turf 
Clay  Mix  @  Pitching  End 
Brock  Powerbase 


526 

cuyd 

368.00 

193,568 

33,055 

SQFT 

2.15 

71,068 

264,636 

34,000 

SF 

17.50 

595,000 

595,000 

12 

EA 

5,500 

66,000 

66,000 

1 

Each 

3,500 

3,500 

3,500 

1 

LS 

7,500 

7,500 

7,500 

720 

SF 

2.00 

1,440 

18,088 

SF 

5.25 

94,962 

2,720 

SF 

3.75 

10,200 

18,088 

SF 

2.00 

36,176 
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99  HSMC  Estimate 

35  Nationals  Training  Complex 

J  Covered  Batting  Tunnels 

321800  Athletic  and  Recreational  Surfacing 

Concrete  Pitching  Machine  Pad 
Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 

323113  Chain  Link  Fences  and  Gates 

Vinyl  Coated  -  12'H  Fencing 

Vinyl  Coated  -  12'H  Fencing  w /  Windscreen  Vented 

Total  323113  Chain  Link  Fences  and  Gates 

Total  J  Covered  Batting  Tunnels 
Total  35  Nationals  Training  Complex 

40  Astros  Clubhouse 

033000  Cast-in-Place  Concrete 

Topping  Slab  @  Balcony 

Total  033000  Cast-in-Place  Concrete 


3K 


4 


042000  Unit  Masonry 

Ground  Faced  Block  CMU 
Exterior  Foundation  CMU  Wall 

Exterior  4"  High,  8"  Ground  Face  Integral  Color  CMU  Block  Walls 

Exterior  8"  CMU  Block  Walls  Load  Bearing 

Interior  8"  CMU  Block  Walls  Levels  1-2 

Interior  8"  CMU  Block  Walls  Load  Bearing  Levels  1-2 

Total  042000  Unit  Masonry 

051200  Structural  Steel  Framing 

Steel  Framing  Around  Pools  (  784  sf  x  10#/sf ) 

Steel  Framed  Canopy  @  Players  Dining 

Total  051200  Structural  Steel  Framing 

053000  Metal  Decking 
Metal  Deck  Around  Pools 
Total  053000  Metal  Decking 

055000  Metal  Fabrications 

B4  42"H  Alum.  Picket  GR 
42"H  Cable  GR 
Cl  Alum.  Wall  Mounted  HR 
Other  Misc.  Metals  Not  Yet  Shown 

Total  055000  Metal  Fabrications 

061000  Rough  Carpentry 

Interior  Rough  Carpentry 


4  Each 
1  LS 


A, 

^mo.oo  Y 

13,968 

CV  ' 


3,000 

13,968 

159,746 


16,270 

1,112,652 

6,681,404 


2,225 

sqft 

5.50 

12,238 

12,238 

1,500 

SOFT 

18.00 

27,000 

1,708 

SQFT 

11.00 

18,788 

146 

SQFT 

18.00 

2,628 

31,809 

SQFT 

15.25 

485,087 

19,699 

SQFT 

13.00 

256,087 

10,200 

SQFT 

14.00 

142,800 

932,390 

4 

tons 

3,850 

15,400 

555 

Sqft 

25.00 

13,875 

29,275 

784 

sqft 

2.75 

2,156 

2,156 

372 

Inft 

210.00 

78,120 

13 

Inft 

285.00 

3,705 

64 

Inft 

60.00 

3,840 

1 

Is 

55,000 

55,000 

140,665 

56,498 

SQFT 

0.40 

22,599 
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Description 


99  HSMC  Estimate 


40  Astros  Clubhouse 


Total  071000  Dampproofing  and  Waterproofing 

071113  Bituminous  Dampproofing 

Damproofing  CMU  Block  FND  Wall 

Total  071113  Bituminous  Dampproofing 

071413  Hot  Fluid-Applied  Rubberized  Asphalt 
Waterproofing 

Insulation/Drainage  Board/Hot  Fluid  Applied  Waterproofing  @ 
Balcony 

Total  071413  Hot  Fluid-Applied  Rubberized  Asphalt 
Waterproofing 

071800  Traffic  Coatings 

Traffic  Coating 

Total  071800  Traffic  Coatings 


072700  Air  Barriers 

Air  And  Vapor  Barrier 

Total  072700  Air  Barriers 


074263  Fabricated  Wall  Panel  Assemblies 

Centria  MR3  MEP  Screenwall 

Total  074263  Fabricated  Wall  Panel  Assemblies 


rv 


:4 


1,708  SOFT 


•O'”  - 

& 


31,955  SOFT 


2,860  SOFT 


075400  Thermoplastic  Membrane  Roofing 

TPO  Roofing  Type  01 B 

60  Mil  R-19,  TPO  Roofing  W/Tapered  Insulation 

Total  075400  Thermoplastic  Membrane  Roofing 

076000  Flashing  and  Sheet  Metal 

Metal  Roof  Coping 

Total  076000  Flashing  and  Sheet  Metal 


597  SOFT 
43,985  SOFT 


1,477  LNFT 


445,820 


077233  Roof  Hatches 

Roof  Hatches 

Total  077233  Roof  Hatches 


078100  Applied  Fireproofing 

Sprayed  Fireproofing  -  NIC 

Total  078100  Applied  Fireproofing 


078400  Firestopping 

Interior  Firestopping 

Total  078400  Firestopping 


56,498  SOFT 


079200  Joint  Sealants 

Interior  Caulking  @  Enclosed  Building 
Caulking  @  Masonry 


56,498  SOFT 
27,993  SOFT 


WPB  GMP  101215. est 
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99  HSMC  Estimate 


10  Astros  Clubhouse 


079200  Joint  Sealants 

Caulking  @  Stucco 

Total  079200  Joint  Sealants 

081113  Hollow  Metal  Doors  and  Frames 

Single  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Double  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Exterior  Single  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 
Exterior  Double  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Total  081113  Hollow  Metal  Doors  and  Frames 

081416  Flush  Wood  Doors 

Single  Wood  Door  Openings  (DRS/FRM/HW) 

Total  081416  Flush  Wood  Doors 


083313  Coiling  Counter  Doors 

Concession  Shutter  At  Kitchen 

Total  083313  Coiling  Counter  Doors 


083323  Overhead  Coiling  Doors 
8x8'  OVH  Door  (2  EACH) 

Total  083323  Overhead  Coiling  Doors 


084226  All-Glass  Entrances 

Glass  Entrance  Doors  Exterior 
Glass  Entrance  Doors  Interior 

Total  084226  All-Glass  Entran 


r  Doors 

ors  > 


:4 


28,240  SOFT 


70  EA 
3  EA>. 


<3 

A  7 


& 


160  SOFT 


128  SOFT 


16  EACH 
8  EACH 


105,000 

6,300 

14,000 

9,400 

134,700 


084313  Aluminum-Framed  Storefronts 

Insulated  Low  E-Vision  Glass  In  Large  Storefront  Kawneer  2250IG 
GL-01 

Insulated  Low  E-Vision  Glass  In  Storefront  Kawneer  2250IG  GL-01 
Interior  Storefront 

Total  084313  Aluminum-Framed  Storefronts 

088000  Glazing 
Interior  Door  Glass 
Total  088000  Glazing 


2,462  SQFT 

1,733  SQFT 
2,099  SQFT 


1,000  SQFT 


129,975 

83,960 

398,585 


088300  Mirrors 

Unframed  Mirrors 

Total  088300  Mirrors 


2,000  SQFT 


089000  Louvers  and  Vents 

Exterior  Louvers 

Total  089000  Louvers  and  Vents 


092400  Cement  Plastering 
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Description 


Quantity 


99  HSMC  Estimate 


139,789 

16,517 

156,306 

137,030 

217.659 
47,817 

9,585 

53,680 

8,340 

130,889 

605,000 

63,990 

8,064 

20,790 

138.660 
12,690 

244,194 

103,628 

35,588 

139,216 


095423  Linear  Metal  Ceilings 

MP  -  Metal  Plank  Ceiling  @  Lobby/Reception  Areas 
WD  MP  -  Wood  Look  Metal  Plank  Ceiling  -  MLB  Locker 

Total  095423  Linear  Metal  Ceilings 

096100  Flooring  Treatment 
SC  -  Sealed  Concrete 
Total  096100  Flooring  Treatment 

096500  Resilient  Flooring 

LIN  -  Linoleum  Flooring  @  Exam  Rooms,  Mail  Room 
LIN  -  Linoleum  Cove  Base  @  Exam  Rooms 

Total  096500  Resilient  Flooring 

096513  Resilient  Base  and  Accessories 

RB  -  Rubber  Base 

Total  096513  Resilient  Base  and  Accessories 

096566  Resilient  Athletic  Flooring 

ATH  RUB  -  Rubber  Athletic  Flooring  9,073  SF  12.00  108,876 


622  SF  5.00  3,110 

150  LF  5.00  750 

3,860 


2,183  SF  50.00  109,150 

2,384  SF  50.00  119,200 

228,350 


tros  clubhouse 

092400  Cement  Plastering 

(2)  Coat  Cementitious  Stucco 

(2)  Coat  Cementitious  Stucco  w /  Banding 

Total  092400  Cement  Plastering 

092900  Gypsum  Board 

Framing/lnsulation/Drywall  behind  Exterior  CMU  Walls 

Interior  Drywall  Partitions 

Furred  Drywall  Partitions 

GYP  -  Gypsum  Board  Ceiling 

MR  GYP  -  Moisture  Resistant  Gypsum  Board  Ceilings 

Cold  Formed  Framing/Sheathing  @  Stucco  Sofftis 

Subcontractor  Adjustment 

Total  092900  Gypsum  Board 


093000  Tiling 

PT  -  Porcelain  Floor  Tile  i 
PT  -  Porcelain  Floor  Tile  i 
PT  -  Porcelain  Tile  Base 
PT  -  Porcelain  Wall  Tile  (f 
PT  -  Porcelain  Wall  Tile  (? 
Total  093000  Tiling 


§  Reception,  Dining,  Lobby,  Toilet  Roon 
i)  Therapy  Tubs 

Toilet  Rooms,  Locker  Room  Showers 
» Therapy  Pools 


* 


095113  Acoustical  Panel  Ceilings 

2x2  ACT  -  2x2  Standard  Acoustical  Ceiling  Tile 
2x2  VACT  -  2x2  Vinyl  Coated  Acoustical  Ceiling  Tile 

Total  095113  Acoustical  Panel  Ceilings 


21,506  SF 
1,573  SQFT 


27,406  SF 
33,486  SF 
10,626  SF 
1,278  SF 
6,710  SF 


& 


l 


14,804  SF 
5,475  SF 


10 


5.00 

6.50 

4.50 

7.50 
8.00 

10.00 

130,889 


4,266 

SF 

15.00 

403 

SF 

20.00 

1,386 

LF 

15.00 

9,244 

SF 

15.00 

635 

SF 

20.00 
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40  Astros  Clubhouse 

Total  096566  Resilient  Athletic  Flooring 

096723  Resinous  Flooring 

RES  -  Resinous  Flooring  @  Locker  Wet  Areas,  Clubhouse  Kitchen, 
Hydrotherapy 

RES  -  Resinous  Cove  Base  @  Locker  Wet  Areas,  Clubhouse 
Kitchen,  Hydrotherapy 

Total  096723  Resinous  Flooring 

096800  Carpeting 

CPT  TILE  -  Carpet  Tile 

CPT-SPIKE  -  Spike  Resistant  Carpet  Tile 

Total  096800  Carpeting 


099100  Painting 

EPNT  CMU  -  Epoxy  Painted  CMU 
EPNT  GYP  -  Epoxy  Painted  Gypsum  Board 
PNT  CMU  -  Painted  CMU  Walls 
PNT  GYP  -  Painted  Gypsum  Board  Walls 

EPNT  MR  GYP  -  Epoxy  Painted  Moisture  Resistant  Gypsum  Board 
Ceilings 

PNT  GYP  -  Painted  Gypsum  Board  Ceiling 
Painted  Hollow  Metal  Door  Openings 
Painted  Wood  Door  Openings 
Painted  Exposed  Structure 
Textured  Acrylic  Coating  @  Stucco 
Total  099100  Painting 


099713  Steel  Coatings 

Painted  AESS  Canopy  Steel 

Painted  Steel  Stairs 

Painted  Steel  @  Ornamental  Stair 

Total  099713  Steel  Coatings 

101100  Visual  Display  Units 

Dry  Erase  Board 
Marker  Board  -  Magnetic 
Tack  Board 

Smart  Board  -  By  Owner 

Total  101100  Visual  Display  Units 

101400  Signage 

Signage  -  Door  I.  D. 

Signage  -  Wayfinding 
Signage  -  Exterior 
Signage  -  Lobby 
Team  Logos 

Total  101400  Signage 
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item 

Description 

Quantity 

• 

Unlt$ 

Total  $ 

4 


... 

3!'i 


c 


A, 

9.00  > 
7,0  _ 


108,876 


150,347 


10,653 

SF 

1.75 

18,643 

35,338 

SF 

1.50 

53,007 

12,564 

SF 

0.90 

11,308 

52,119 

SF 

0.65 

33,877 

9,501 

SF 

1.50 

14,252 

1,786 

SF 

0.65 

1,161 

85 

EA 

150.00 

12,690 

16 

EA 

75.00 

1,215 

10,208 

SF 

2.00 

20,416 

23,079 

SF 

2.50 

57,698 

224,266 

6 

TONS 

350.00 

2,100 

307 

LFRS 

20.00 

6,140 

208 

LFRS 

15.00 

3,120 

11,360 

3 

EA 

400.00 

1,200 

7 

EA 

750.00 

5,250 

5 

EA 

400.00 

2,000 

9 

NIC 

8,450 

98 

Each 

125.00 

12,250 

1 

LS 

15,000 

15,000 

1 

LS 

25,000 

25,000 

1 

LS 

15,000 

15,000 

1 

Each 

15,000 

15,000 

102113  Toilet  Compartments 
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West  Palm  Beach,  Florida 


Description 


99  HSMC  Estimate _ 

40  Astros  Clubhouse 

102113  Toilet  Compartments 

Solid  Plastic  Toilet  Compartment  -  Floor  Mounted 
Urinal  Screen 

Total  102113  Toilet  Compartments 

102123  Cubicle  Curtains  and  Track 

8'X8'  Cubicles  w /  Ultra  Cube  Track  @  Open  Offices  w/  FFE 

Total  102123  Cubicle  Curtains  and  Track 

102613  Corner  Guards 

Corner  and  Wall  Guards 

Total  102613  Corner  Guards 


102813  Toilet  Accessories 

36"  Grab  Bar 

42"  Grab  Bar 

ADA  Angle  Grab  Bar 

Coat  Hooks  w/  Compartments 

Seat  Cover  Dispenser 

Sanitary  Napkin  Disposal 

Sanitary  Napkin  Dispenser 

Paper  Towel  Dispenser 

Waste  Receptacle 

Counter  Top  Soap  Dispenser 

Twin  Jumbo  Toilet  Paper  Dispenser 

Infant  Changing  Station 

Janitor  Mop  Sink  Accessories 

Folding  Shower  Seats 

Shower  Curtains 

Framed  Mirrors 

Framed  Mirrors  @  ADA  Corner  Stalls 
Biohazard  Waste  Receptacles 
Hand  Dryers 

Total  102813  Toilet  Accessories 
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<V 


c 


104116  Emergency  Key  Cabinets 

Emergency  Key  Cabinet  (Knox  Box) 

Total  104116  Emergency  Key  Cabinets 

104400  Fire  Protection  Specialties 

Fire  Extinguishers 

Fire  Extinguisher  Cabinets 

Total  104400  Fire  Protection  Specialties 


:4 


31  EA 
25  EA 


C 


1 ,2( 


124 

5.75 

3,588 

V 

f 

3,588 

9 

EA 

50.00 

450 

9 

EA 

65.00 

585 

5 

EA 

160.00 

800 

INCL 

48 

EA 

85.00 

4,080 

6 

EA 

150  00 

900 

6 

EA 

425.00 

2,550 

20 

EA 

215.00 

4,300 

6 

EA 

275.00 

1,650 

48 

EA 

50.00 

2,400 

32 

EA 

160.00 

5,120 

EA 

345.00 

3 

EA 

100.00 

300 

32 

EA 

310.00 

9,920 

45 

EA 

75.00 

3,375 

42 

EA 

275.00 

11,550 

9 

EA 

155.00 

1,395 

13 

NIC 

6 

EA 

575.00 

3,450 

52,825 

3 

EA 

385.00 

1,155 

1,155 

12 

EA 

65.00 

780 

12 

EA 

155.00 

1,860 

2,640 

105629  Storage  Racks 

High  Density  Storage  Units  -  In  soft  cost  by  owner  if  required 

Total  105629  Storage  Racks 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


99  HSMC  Estimate 


45  Astros  Training  Complex 

A  Major  League  Fields  (2ea) 

033000  Cast-in-Place  Concrete 

Spread  Footings  Including  Base  Plate  Grout  &  Setting  Bolts 

Total  033000  Cast-in-Place  Concrete 

076113  Standing  Seam  Sheet  Metal  Roofing 

PEMB  Canopy  -  Steel,  Standing  Seam  Metal  Roof  w /  Gutters  & 
Downspouts  (4) 

Total  076113  Standing  Seam  Sheet  Metal  Roofing 

114840  Ballpark  Netting  and  Support  System 

Batting  Tunnel  Protective  Netting  w/  Rigging  (4700SF  of  Net  / 
Tunnel) 

Total  114840  Ballpark  Netting  and  Support  System 

116600  Athletic  Equipment 

Rag  Ball  Wall 
30'  Foul  Poles 

Total  116600  Athletic  Equipment 

116843  Exterior  Scoreboards 

Scoreboard  Furnish  &  Install  (MLB)  •  Astros  -  By  Owne1 

Total  116843  Exterior  Scoreboards 


126000  Multiple  Seating 

80-Seat  Aluminum  Bleachers 

Total  126000  Multiple  Seating 

126723  Benches 
Aluminum  Bench  @  Dugoi 

Total  126723  Benches 


129323  Trash  and  Litter  Receptors 

Bult-in  Trash  &  Recycling  Containers  w/  Removable  Liners  w /  FF&E 

Total  129323  Trash  and  Utter  Receptors 

321800  Athletic  and  Recreational  Surfacing 

Field  Tarp  (incl  w /  soft  cost) 

Tarp  Air  Systems  w /  Blower  &  Buried  12"  PVC  Pipe  Around 
Perimeter  -  NIC 

Major  League  Practice  Fields  -  2  Total 
Fine  Grade  Fields  to  Finish  Grade 
Underfield  Drainage 
Gravel  Blanket  Layer  -  4  thickness 
Field  Irrigation 

10"  USGA  Root  Zone  Mix  -  90/10  Canadian  Sphagnum 
Infield  Mix  4  Thickness 
Warning  Track  Mix  Non-  Stabilized  4 
Celebration  Sprigs 


1,900  SF 


1,900 


A. 


13.50 


6,500 


7,600 


7,600 


25,650 


25,650 


13,000 


13,000 


1 

EA 

5,000 

5,000 

4 

EA 

2,200 

8,800 

13,800 

1 

NIC 

6 

EA 

5,000 

30,000 

30,000 

128 

LF 

75.00 

9,600 

9,600 

8 

FFE 

2 

Field 

1 

Field 

269,220 

SF 

0.04 

10,769 

2 

LS 

93,650 

187,300 

3,600 

TON 

28.45 

102,420 

192,750 

SF 

0.45 

86,738 

8,800 

TON 

53.00 

466,400 

22,700 

SF 

4.75 

107,825 

53,050 

SF 

1.75 

92,838 

193,470 

SF 

0.18 

34,825 
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Description 


99  HSMC  Estimate 


■  Astros  Training  Complex 

A  Major  League  Fields  (2ea) 

321800  Athletic  and  Recreational  Surfacing 

Pitcher's  Mound/Home  Plate  Area 
Bases,  Pitching  Rubber,  Homeplate 
Bull  Pens  (2  Mounds  And  Plates  Per  Side) 

90  Day  Maintenance  Period 
Irrigation  Controls 
Artificial  Turf  @  Dugouts 
Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 


.... 


9,500 

1,950 

46,600 

27,000 

8,000 

10,400 

59,108 

1,251,671 


323113  Chain  Link  Fences  and  Gates 

Gate 

Field  Service  Gates 

Vinyl  Coated  -  8'H  Chain  Link  Fence 

Vinyl  Coated  -  8'H  Chain  Link  Fence  w /  Windscreen  Vented 

Vinyl  Coated  -12'H  Chain  Link  Fence  w/  Windscreen  Vented 

Batters  Eye  -  40'H  Structure  w/  Windscreen 

Vinyl  Coated  -  Backstop  44'H  x  185’ 

Total  323113  Chain  Link  Fences  and  Gates 


<v 


4 


328350  Fence  Wall  Padding 

Fence  Rail  Padding  @  MLB  Practice  Field  Perimeter  Fences  Equal 
to  or  Under  1 2'H  (Assumed  1  Mid  Rail- in  16'&40'  Fence  to  have 
Padding)  -  By  Owner 

Fence  Post  Padding  @  MLB  Practice  Field  Perimeter  Fences 
(Assumed  Post  Padding  Up  to  1 2'H  on  1 6’  &  40'  Fence  &  8'  Post 
Spacing)  -  By  Owner 

Total  328350  Fence  Wall  Padding 
Total  A  Major  League  Fields  (2ea) 


>  8 

EA 

750.00 

6,000 

4 

EA 

1,500 

6,000 

1,274 

LF 

28.00 

35,672 

760 

LF 

32.00 

24,320 

1,381 

LF 

42.00 

58,002 

120 

LF 

45.00 

5,400 

2 

EA 

68,500 

137,000 

2,679  NIC 


3,399  NIC 


272,394 


1,623,715 


B  Minor  League  Fields  (4ea) 

033000  Cast-in-Place  Concrete 

Spread  Footings  Including  Base  Plate  Grout  &  Setting  Bolts 

Total  033000  Cast-in-Place  Concrete 


076113  Standing  Seam  Sheet  Metal  Roofing 

PEMB  Canopy  -  Steel,  Standing  Seam  Metal  Roof  w /  Gutters  & 
Downspouts  (8) 

Total  076113  Standing  Seam  Sheet  Metal  Roofing 


3,800  SF 


114840  Ballpark  Netting  and  Support  System 

Batting  Tunnel  Protective  Netting  w/  Rigging  (4700SF  of  Net  / 
Tunnel)  -  NIC 

Total  114840  Ballpark  Netting  and  Support  System 


116600  Athletic  Equipment 

30'  Foul  Poles 
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$  Total  $ 


99  HSMC  Estimate 


ros  Training  Complex 

Minor  League  Fields  (4ea) 

Total  116600  Athletic  Equipment 

126000  Multiple  Seating 

80-Seat  Aluminum  Bleachers 

Total  126000  Multiple  Seating 

126723  Benches 

Aluminum  Bench  @  Dugouts  (8) 

Total  126723  Benches 

129323  Trash  and  Litter  Receptors 

Bult-ln  Trash  &  Recycling  Containers  w /  Removable  Liners  w /  FF&E 

Total  129323  Trash  and  Litter  Receptors 


321800  Athletic  and  Recreational  Surfacing 

Field  Tarp  (incl  w /  soft  cost) 

TarpAir  Systems  w /  Blower  &  Buried  12”  PVC  Pipe  Around 
Perimeter  -  NIC 

Minor  League  Practice  Fields  -  4  Total 
Fine  Grade  Fields  to  Finish  Grade 
Underfield  Drainage 
Gravel  Blanket  Layer  -  4  thickness 
Field  Irrigation 

1 0"  USGA  Root  Zone  Mix  -  90/1 0  Canadian  Sphagnum 
Infield  Mix  4"  Thickness 
Warning  Track  Mix  Non-  Stabilized  4" 

Celebration  Sprigs 
Pitcher's  Mound/Home  Plate  Area 
Bases,  Pitching  Rubber,  Homeplate 

Bull  Pens  (2  Mounds  And  Plates  Per  Side  plus  batting  tunnel) 
Artificial  Turf 
Brock  Powerbase 

Extruded  Header  (8"  x  8'')/  Nailer  Board  (Trek) 

90  Day  Maintenance  Period 
Irrigation  Controls 
Artificial  Turf  @  Dugouts 
Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 

323113  Chain  Link  Fences  and  Gates 

Fence  Gate 
Field  Service  Gates 
Vinyl  Coated  -  8’H  Chain  Link  Fence 
Vinyl  Coated  -  8'H  Chain  Link  Fence  w /  Windscreen  Vented 
Vinyl  Coated  -12'H  Chain  Link  Fence  w/  Windscreen  Vented 
Batters  Eye  -  40'H  Structure  w /  Windscreen 
Backstop  30’H  x  185'  -  Vinyl  Coated 


256  L 

•in  r 


4 


4 


. 


- 


4 

Field 

4 

Field 

520,000 

SF 

0.04 

20,800 

4 

LS 

88,550 

354,200 

6,612 

TON 

28.45 

188,111 

371,400 

SF 

0.45 

167,130 

16,840 

TON 

53.00 

892,520 

44,400 

SF 

4.75 

210,900 

86,800 

SF 

1.75 

151,900 

371,400 

SF 

0.18 

66,852 

4 

EACH 

4,750 

19,000 

4 

EACH 

975.00 

3,900 

12 

EACH 

8,850 

106,200 

600 

SF 

5.25 

3,150 

600 

SF 

2.00 

1,200 

396 

LF 

11.50 

4,554 

12 

MO 

4,500 

54,000 

4 

Fields 

4,000 

16,000 

8 

Each 

2,600 

20,800 

4 

LS 

28,255 

113,020 

2,394,237 

20 

EA 

872.00 

17,440 

6 

EA 

1,500 

9,000 

2,168 

LF 

28.00 

60,704 

640 

LF 

32.00 

20,480 

3,908 

LF 

42.00 

164,136 

460 

LF 

45.00 

20,700 

4 

EA 

45,000 

180,000 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


99  HSMC  Estimate 


■  Astros  Training  Complex 

B  Minor  League  Fields  (4ea) 

Total  323113  Chain  Link  Fences  and  Gates 


328350  Fence  Wall  Padding 

Corrugated  Yellow  Plastic  Cap  @  MiLB  Outfield  12'H  Fence  -  By 
Owner 

Total  328350  Fence  Wall  Padding 
Total  B  Minor  League  Fields  (4ea) 

C  Uncovered  Half  Fields  (lea) 


jnum) 

,A 


321800  Athletic  and  Recreational  Surfacing 

Half  Fields  - 1  Total 
Fine  Grade  Fields  to  Finish  Grade 
Underfield  Drainage 
Gravel  Blanket  Layer 
Field  Irrigation 

12"  USGA  Root  Zone  Mix  (90/10  Canadian  Sphagnum) 

VE  -  Reduce  Root  Zone  to  10"  -  not  accepted 
Infield  Mix 
Celebration  Sprigs 
Pitcher's  Mound/Home  Plate  Area  (C.C.  Calhoun  60/40  Mound  Clay) 
Bases,  Pitching  Rubber,  Homeplate  (C.C.  Calhoun  60/40  Mound 
Clay) 

90  Day  Maintenance  Period 
Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 

323113  Chain  Link  Fences  and  Gates 

Service  Gate 

Vinyl  Coated  -  4'H  Chain  Link  Fence 

Vinyl  Coated  -12'H  Chain  Link  Fence  w/  Windscreen  Vented 

Backstop  16'H  x  44'  -  Vinyl  Coated 

Total  323113  Chain  Link  Fences  and  Gates 

Total  C  Uncovered  Half  Fields  (lea) 

E  Agility  Field  (lea) 

321800  Athletic  and  Recreational  Surfacing 

Astros  Agility  Field  - 1  Total 


1,570  NIC 


4 


c°  - 


472,460 


3,029,997 


31,330 

SF 

0.04 

1,253 

1 

LS 

26,364 

26,364 

362 

TON 

27  50 

9,955 

19,950 

SF 

0.40 

7,980 

1,100 

TON 

53.00 

58,300 

1 

Each 

11,000 

SF 

4.75 

52,250 

19,950 

SF 

0.18 

3,591 

1 

EACH 

4,750 

4,750 

1 

EACH 

975.00 

975 

3 

MO 

1,500 

4,500 

1 

LS 

8,496 

8,496 

178,414 

1 

EA 

1,500 

1,500 

240 

LF 

14.00 

3,360 

620 

LF 

42.00 

26,040 

1 

EA 

5,250 

5,250 

36,150 


214,564 


Fine  Grade  Fields  to  Finish  Grade 

35,040 

SF 

0.04 

1,402 

Perimeter  Drains  -  18"perf.  Pipe/PG  Trench 

219 

LF 

31.00 

6,789 

Extruded  Header  (8"  x  8")/Nailer  Board  (Trex) 

864 

LF 

11.50 

9,936 

Gravel  Blanket  Layer  -  6  thickness 

1,225 

TON 

27.50 

33,688 

Laser  Grade 

35,040 

SF 

0.11 

3,854 

Brock  Powerbase 

35,040 

SF 

2.00 

70,080 

Field  Irrigation  -  pump  &  6  Undewrhill  Heads 

1 

LS 

65,000 

65,000 

Artificial  Turf  -  Fieidturf 

35,040 

SF 

5.25 

183,960 

Add  for  Taxes  and  Bond 

1 

LS 

18,735 

18,735 
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99  HSMC  Estimate 

45  Astros  Training  Complex 

E  Agility  Field  (lea) 

Total  321800  Athletic  and  Recreational  Surfacing 
Total  E  Agility  Field  (lea) 

G  Pitching  Mounds 

033000  Cast-in-Place  Concrete 

4"  SOG  @  Pitching  Mounds 

Total  033000  Cast-in-Place  Concrete 

076113  Standing  Seam  Sheet  Metal  Roofing 

PEMB  Canopy  -  Steel,  Standing  Seam  Metal  Roof  w/  Gutters  & 
Downspouts 

Total  076113  Standing  Seam  Sheet  Metal  Roofing 


321800  Athletic  and  Recreational  Surfacing 

Gang  Mounds  -  20  total 
Mounds  (C.C.  Calhoun  60/40  Mound  Clay) 

Home  Plate  Area  Construction 

Irrigation/  Drainage 

Sod 

Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacing 

323113  Chain  Link  Fences  and  Gates 

Gate 

Vinyl  Coated  -  4'H  Chain  Link  Fence 
Vinyl  Coated  -1 2’H  Chain  Link  Fence  w/ Windscreen  Vented 

Total  323113  Chain  Link  Fences  and  Gates 

Total  G  Pitching  Mounds 

J  Covered  Batting  Tunnels 

033000  Cast-in-Place  Concrete 

Spread  Footings  @  Astros  Batting  Tunnels  Including  Base  Plate 
Grout  &  Setting  Bolts 
Shock  Pad  @  Batting  Tunnels 

Total  033000  Cast-in-Place  Concrete 

076113  Standing  Seam  Sheet  Metal  Roofing 

PEMB  Canopy  -  Steel,  Standing  Seam  Metal  Roof  w/  Gutters  & 
Downspouts 

Total  076113  Standing  Seam  Sheet  Metal  Roofing 

114840  Ballpark  Netting  and  Support  System 

Batting  Tunnel  Protective  Netting  w/  Rigging  (4700SF  of  Net/ 
Tunnel)  @  Batting  Tunnels  (reduced  from  16) 

Total  114840  Ballpark  Netting  and  Support  System 


* 


c 


10,000  SF 


393,444 

393,444 


123,625 

123,625 


20 

EA 

2,200 

44,000 

20 

SF 

1,250 

25,000 

1 

LS 

12,000 

12,000 

9,576 

SF 

0.53 

5,075 

1 

LS 

4,304 

4,304 

90,379 

4 

EA 

550.00 

2,200 

334 

LF 

14.00 

4,676 

502 

LF 

42.00 

21,084 

27,960 

241,964 

676 

cuyd 

368.00 

248,768 

33,055 

SOFT 

2.15 

71,068 

319,836 

34,000 

SF 

17.50 

595,000 

595,000 
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Sort:  Bid  Package  .  Section  .  Subdivision  .  Masterformat 


99  HSMC  Estimate 

45  Astros  Training  Complex 

J  Covered  Batting  Tunnels 


224200  Commercial  Plumbing  Fixtures 

Hose  Bibb  Connections  @  Batting  Tunnels 

Total  224200  Commercial  Plumbing  Fixtures 

262400  Switchboards  and  Panelboards 

Power  Outlets  @  Batting  Tunnels 

Total  262400  Switchboards  and  Panelboards 

321800  Athletic  and  Recreational  Surfacing 

Covered  Batting  Tunnels 

Infield  Mix  4"  Depth 

Artificial  Turf 

Clay  Mix  @  Pitching  End 

Brock  Powerbase 

Concrete  Pitching  Machine  Pad 

Add  for  Taxes  and  Bond 

Total  321800  Athletic  and  Recreational  Surfacin 


323113  Chain  Link  Fences  and  Gates 

Vinyl  Coated  -  4'H  Fencing 

Vinyl  Coated  -12'H  Chain  Link  Fence  w /  Windscreen 

Total  323113  Chain  Link  Fences  and  Gates 

Total  J  Covered  Batting  Tunnels 
Total  45  Astros  Training  Complex 
Total  99  HSMC  Estimate 


Surfacing 

-Cr 


:4 


<< 

CT 


& 


c 


A 

& 


18,088  SF 
2,720  SF 
18,088  SF 
4  Eai 


SF 

2.00 

1,440 

SF 

5.25 

94,962 

SF 

3.75 

10,200 

SF 

2.00 

36,176 

Each 

750.00 

3,000 

LS 

13,968 

13,968 

159,746 

LF 

14.00 

1,470 

LF 

42.00 

26,208 

27,678 

1,179,260 

6,682,945 

41,226,546 
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99A  HSMC  Allowances 

10  Site  work 


015000  Temporary  Site  Conditions 

Owner  Trailer  Rental  (3X) 

Owner  Trailer  Furniture 
Owner  Trailer  Set  Up/Tear  Down 
Owner  Trailer  IT 

Owner  Trailer  Utility  Fees  /  Monthly 
Owner  Trailer  -  Additional  Cost 

Total  015000  Temporary  Site  Conditions 

323000  Site  Improvements 
Post  and  Sign  @  Site  Entries 
Total  323000  Site  Improvements 

328000  Irrigation 

Other  Irrigation  Allowance 

Total  328000  Irrigation 

331113  Public  Water  Utility  Distribution  Piping 

Reclaimed  water  useage  allowance  -  By  Owner 

Total  331113  Public  Water  Utility  Distribution  l 


Total  10  Sitework 


20  Main  Stadium 


083313  Coiling  Counter  Doors 

Air  Curtains  @  Concession  Counter  Counters 

Total  083313  Coiling  Counter  Doors 

Total  20  Main  Stadium 


30  Nationals  Ciubhpus 


033000  Cast-in-Place  Concrete 

MEP  Pads  &  Curbs 

Aotal  033000  Cast-in-Place  Concrete 

083113  Access  Doors  and  Frames 

Access  Doors 

Total  083113  Access  Doors  and  Frames 

102813  Toilet  Accessories 

Misc  Shelving  &  Storage 

Total  102813  Toilet  Accessories 

Total  30  Nationals  Clubhouse 


13  MO 

1  LS 

2  Each 
1  LS 

13  Mo 
1  LS- 


•ution  Piping  ^ 

y  Owner 


4 


£ 


o 


CV 


1,000 

100,000 


45,500 

10,000 

20,000 

10,000 

13,000 

100,000 

198,500 


150,000 

150,000 


395,500 


35  Nationals  Training  Complex 

L  Observation  Tower  (lea) 
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Item 


Description 


Quantity 


Unit  $ 


Total  $ 


99A  HSMC  Allowances 


55  Nationals  Training  Complex 

L  Observation  Tower  (lea) 

019000  Estimate  Adjustments 


VE-  Create  design  to  budget  for  Observation  Towers 

1  LS 

(45,213.46) 

-45,213 

Total  019000  Estimate  Adjustments 

-45,213 

c 

>T 

033000  Cast-in-Place  Concrete 

Strip  Footing 

7  cuyd 

510.00 

3,570 

Slab  on  Grade 

528  sqft 

5.75 

3,036 

Slab  on  Metal  Deck 

528  sqft 

5,00 

2,640 

Concrete  Tie  Beam 

cuyd 

2,150 

2,150 

Metal  Pan  Stair  Fill 

100  sqft 

10.00 

1,000 

Total  033000  Cast-in-Place  Concrete 

042000  Unit  Masonry 

8"  CMU  Block  Walls  At  Observation  Tower  #2 
Interior  8"  CMU  Block  Walls  At  Observation  Tower  #2 

Total  042000  Unit  Masonry 

051200  Structural  Steel  Framing 

Structural  Steel  /  Joist  @  Roof 
Structural  Steel  @  Observation  Deck  (  10#/sf 
Alum  Frame  @  Bug  Screen 

Total  051200  Structural  Steel  Fra 

053000  Metal  Decking 

Long  Span  Metal  Roof  Deck 
Metal  Floor  Deck 


4.59 

2.75 


12,396 


SQFT 

15.50 

19,375 

SQFT 

13.00 

10,010 

29,385 

LS 

13,500 

13,500 

tons 

5,300 

15,900 

SQFT 

5.00 

4,385 

33,785 


3,925 

1,452 


Total  053000  Metal  Decking 

5,377 

055000  Metal  Fabrications 

Metal  Stairs 

84  Ifrs 

205.00 

17,220 

Toilet  Partition  Supports-  Deleted 

3  nic 

Top  CMU  Wall  Bracing 

68  Inft 

25.00 

1,700 

Drink  Rail  support  with  perforated  alum  infill  panels 

90  Inft 

155.00 

13,950 

42"  Picket  Alum.  Railing  w /  HR 

24  Inft 

260.00 

6,240 

Wall  Mounted  Alum.  Railing 

24  Inft 

60.00 

1,440 

Total  055000  Metal  Fabrications 

40,550 

061000  Rough  Carpentry 

Rough  Carpentry 

403  SQFT 

0.30 

121 

Total  061000  Rough  Carpentry 

121 

064023  Interior  Architectural  Woodwork 

Countertop  @  Observation  Deck 

72  LF 

150.00 

10,800 

Total  064023  Interior  Architectural  Woodwork 

10,800 

071113  Bituminous  Dampproofing 
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Description 


Quantity 


ationals  Training  Complex 

L  Observation  Tower  (lea) 

071113  Bituminous  Dampproofing 

Damproofirtg  CMU  Block  FND  Wall  At  Observation  Tower  #2 

Total  071113  Bituminous  Dampproofing 


071800  Traffic  Coatings 

Traffic  Coating  At  Observation  Tower  #2 

Total  071800  Traffic  Coatings 

075554  Thermoplastic  Protected  Membrane  Roofing 

TPO  Roofing  Type  01 

Total  075554  Thermoplastic  Protected  Membrane 
Roofing 

076000  Flashing  and  Sheet  Metal 

Gutters  &  Downspouts 

Metal  Roof  Coping  At  Observation  Tower  #2 

Total  076000  Flashing  and  Sheet  Metal 


079200  Joint  Sealants 

Interior  Caulking  At  Observation  Tower  #2 
Caulking  @  Exterior  Masonry 

Total  079200  Joint  Sealants 


& 


081113  Hollow  Metal  Doors  and  Frames 

Exterior  Double  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 
Exterior  Single  Hollow  Metal  Door  Openings  (DRS/FRM/HW) 

Total  081113  Hollow  Metal  Doors  and  Frames 


092900  Gypsum  Board 

Framing/lnsulation/Drywall  behind  Exterior  CMU  Walls  -  Deleted 
MR  GYP  -  Moisture  Resistant  Gypsum  Board  Ceilings  -  Deleted 

Total  092900  Gypsum  Board 

095113  Acoustical  Panel  Ceilings 

2x2  ACT  -  2x2  Standard  Acoustical  Ceiling  Tile  -  Deleted 

Total  095113  Acoustical  Panel  Ceilings 


096100  Flooring  Treatment 

SC  -  Sealed  Concrete 

Total  096100  Flooring  Treatment 


096500  Resilient  Flooring 

VCT  -  Vinyl  Composition  Tile  -  Deleted 

Total  096500  Resilient  Flooring 


179  SOFT 


:4 


68  Lh 

on  I  K 


SOFT 


_ 

Cr 

3.50 


403  $QFT 
1,250  SQFT 


096513  Resilient  Base  and  Accessories 

RB  -  Rubber  Base  -  Deleted 
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Item  Description 

Quantity 

99A  HSMC  Allowances 


35  Nationals  Training  Complex 

L  Observation  Tower  (lea) 

Total  096513  Resilient  Base  and  Accessories 

099100  Painting 

EPNT  CMU  -  Epoxy  Painted  CMU 
PNT  CMU  -  Painted  CMU  Walls 

EPNT  MR  GYP  -  Epoxy  Painted  Moisture  Resistant  Gypsum  Board 
Ceilings 

Painted  Hollow  Metal  Door  Openings 

Textured  Acrylic  Coating  over  cementitious  waterproofing 

Total  099100  Painting 

099713  Steel  Coatings 
Painted  Steel  Stairs 
Total  099713  Steel  Coatings 


101400  Signage 
Signage  -  Allowance 
Total  101400  Signage 

102113  Toilet  Compartments 

Solid  Plastic  Toilet  Compartment  -  Floor  Mountei 

Total  102113  Toilet  Compartments 


102213  Wire  Mesh  Partitions 

Residential  Grade  Insect  Screen  and  screen. 

Total  102213  Wire  Mesh  Partitions 

102813  Toilet  Accessories 

36"  Grab  Bars 
42"  Grab  Bars 

Coat  Hooks  w /  Compartments 
Seat  Cover  Dispenser 
Sanitary  Napkin  Disposal 
Sanitary  Napkin  Dispenser 
Paper  Towel  Dispenser 
Waste  Receptacle 
Counter  Top  Soap  Dispenser 
Multi  Toilet  Paper  Dispenser 
Framed  Mirrors 

Framed  Mirrors  @  ADA  Corner  Stalls 
Hand  Dryers 

Total  102813  Toilet  Accessories 

104400  Fire  Protection  Specialties 

Fire  Extinguisher 
Fire  Extinguisher  Cabinet 

Total  104400  Fire  Protection  Specialties 


<v 

■r 

;reen  door 


768 

909 

287 

5 

705 


:4 


& 


\> 

84  LFRS 


:  “ 
sV 


877 


.75 

i.90 

1.50 


150.00 

3.50 


20.00 


1,344 

818 

431 

750 

2,468 


5,810 


1,680 


1,680 


LS 

3,000 

3,000 

3,000 

EA 

1,200 

2,400 

2,400 

SQFT 

11.50 

10,086 

10,086 

EA 

50.00 

100 

EA 

65.00 

130 

INCL 

EA 

85.00 

255 

EA 

150.00 

300 

EA 

425.00 

425 

EA 

215.00 

430 

EA 

275.00 

550 

EA 

50.00 

200 

EA 

95.00 

285 

EA 

275.00 

550 

EA 

155.00 

310 

EA 

575.00 

1,150 

4,685 

EA 

65.00 

195 

EA 

155.00 

465 

660 
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Description 


99A  HSMC  Allowances 

35  Nationals  Training  Complex 

L  Observation  Tower  (lea) 

107113  Exterior  Sun  Control  Devices 

Roof  Canopy  At  Observation  Tower  #1  -  Deleted 

Total  107113  Exterior  Sun  Control  Devices 

107500  Flagpoles 

Flag  Pole  -  25'  w/  Flags 

Total  107500  Flagpoles 

264100  Facility  Lightning  Protection 

Electrical  &  Low  Voltage 

Total  264100  Facility  Lightning  Protection 

265100  Interior  Lighting 

Big  Ass  Fan  @  Observation  Tower 

Total  265100  Interior  Lighting 

323113  Chain  Link  Fences  and  Gates 


Quantity 


Vinyl  Coated  -  12'H  Chain  Link  Fence 

Total  323113  Chain  Link  Fences  and  Ga : 

Plumbing 

Mechanical 


Total  L  Observation  Tower  (lea) 
Total  35  Nationals  Training  Complex 


10  Astros  Clubhouse 


id  Gates 

;nce 

ces  and  Gates 

cf 


033000  Cast-in-Place  Concrete 

MEP  Pads  &  Curbs 

Total  033000  Cast-in-Place  Concrete 


:4 


600  SF 


(V 

5,900 


201,306 

201,306 


083113  Access  Doors  and  Frames 

Access  Doors 

Total  083113  Access  Doors  and  Frames 


102813  Toilet  Accessories 

Misc  Shelving  &  Storage 

Total  102813  Toilet  Accessories 

Total  40  Astros  Clubhouse 


stros  Training  Complex 

L  Observation  Tower  (lea) 

019000  Estimate  Adjustments 

VE-  Create  design  to  budget  for  Observation  Towers 


(45,213.46) 
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Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 


Description 


99A  HSMC  Allowances 

46  Astros  Training  Complex 

L  Observation  Tower  (lea) 

Total  019000  Estimate  Adjustments 

033000  Cast-in-Place  Concrete 

Strip  Footing 
Slab  on  Grade 
Slab  on  Metal  Deck 
Concrete  Tie  Beam 
Metal  Pan  Stair  Fill 

Total  033000  Cast-in-Place  Concrete 

042000  Unit  Masonry 

8"  CMU  Block  Walls  At  Observation  Tower  #2 
Interior  8"  CMU  Block  Walls  At  Observation  Tower  #2 

Total  042000  Unit  Masonry 


Estimate  Date:  10/15/2015 
Print  Date:  10/15/2015 
Page  90  of  97 


7  cuyd 
528  sqft 
528  sqft 
1  cuyd 
100  sqft 


&■ 


- 


051200  Structural  Steel  Framing 

Structural  Steel  /  Joist  @  Roof 

Structural  Steel  @  Observation  Deck  ( 10#/sf ) 

Alum  Frame  @  Bug  Screen 

Total  051200  Structural  Steel  Framing 


053000  Metal  Decking 

Long  Span  Metal  Roof  Deck 
Metal  Floor  Deck 

Total  053000  Metal  Decking 


<V 


4 


100  sqft 

1,250  SQFT 
^770  SQFT 


c 


055000  Metal  Fabrications 

Metal  Stairs 

Toilet  Partition  Supports-  Deleted 
Top  CMU  Wall  Bracing 

Drink  Rail  support  with  perforated  alum  infill  panels 
42"  Picket  Alum,  Railing  w/  HR 
Wall  Mounted  Alum.  Railing 

Total  055000  Metal  Fabrications 

061000  Rough  Carpentry 

Rough  Carpentry 

Total  061000  Rough  Carpentry 

064023  Interior  Architectural  Woodwork 

Countertop  @  Observation  Deck 

Total  064023  Interior  Architectural  Woodwork 

071113  Bituminous  Dampproofing 

Damproofing  CMU  Block  FND  Wall  At  Observation  Tower  #2 

Total  071113  Bituminous  Dampproofing 


-45,213 


1 

LS 

13,500 

13,500 

3 

tons 

5,300 

15,900 

877 

SQFT 

5.00 

4,385 

33,785 

855 

sqft 

4.59 

3,925 

528 

sqft 

2.75 

1,452 

5,377 

84 

Ifrs 

205.00 

17,220 

3 

nic 

68 

Inft 

25,00 

1,700 

90 

Inft 

155.00 

13,950 

24 

Inft 

260.00 

6,240 

24 

Inft 

60.00 

1,440 

40,550 

403 

SQFT 

0.30 

121 

121 

72 

LF 

150.00 

10,800 

10,800 

179 

SQFT 

3.50 

627 
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Item 


Description 


Quantity 


Unit$ 


Total  $ 


99A  HSMC  Allowances 


45  Astros  Training  Complex 

L  Observation  Tower  (lea) 

099100  Painting 

PNTCMU- Painted  CMU  Walls  909 

EPNT  MR  GYP  -  Epoxy  Painted  Moisture  Resistant  Gypsum  Board  287 

Ceilings 

Painted  Hollow  Metal  Door  Openings  5 

Textured  Acrylic  Coating  over  cementitious  waterproofing  705 

Total  099100  Painting 


099713  Steel  Coatings 

Painted  Steel  Stairs 

Total  099713  Steel  Coatings 


101400  Signage 

Signage  -  Allowance 

Total  101400  Signage 

102113  Toilet  Compartments 

Solid  Plastic  Toilet  Compartment  -  Floor  Mounted 

Total  102113  Toilet  Compartments 

102213  Wire  Mesh  Partitions 

Residential  Grade  Insect  Screen  and  scr 

Total  102213  Wire  Mesh  Partitio 

102813  Toilet  Accessories 

36"  Grab  Bars 
42"  Grab  Bars 

Coat  Hooks  w /  Compartments 
Seat  Cover  Dispenser 
Sanitary  Napkin  Disposal 
Sanitary  Napkin  Dispenser 
Paper  Towel  Dispenser 
Waste  Receptacle 
Counter  Top  Soap  Dispenser 
Multi  Toilet  Paper  Dispenser 
Framed  Mirrors 

Framed  Mirrors  @  ADA  Corner  Stalls 
Hand  Dryers 

Total  102813  Toilet  Accessories 


84 


104400  Fire  Protection  Specialties 

Fire  Extinguisher  .  3 

Fire  Extinguisher  Cabinet  3 

Total  104400  Fire  Protection  Specialties 

107113  Exterior  Sun  Control  Devices 

Roof  Canopy  At  Observation  Tower  #1  -  Deleted  1 84 


LFRS  20.00  1,680 


1,680 

LS  3,000  3,000 

3,000 

EA  1,200  2,400 

2,400 


SQFT 

11.50 

10,086 

10,086 

EA 

50.00 

100 

EA 

65.00 

130 

INCL 

EA 

85.00 

255 

EA 

150.00 

300 

EA 

425.00 

425 

EA 

215.00 

430 

EA 

275.00 

550 

EA 

50.00 

200 

EA 

95.00 

285 

EA 

275.00 

550 

EA 

155.00 

310 

EA 

575.00 

1,150 

4,685 

EA 

65.00 

195 

EA 

155.00 

465 

660 


NIC 


WPB  GMP  101215. est 

Sort:  Bid  Package  .  Section  .  Subdivision  .  Masterformat 


Hunt  Construction  Group,  Inc. 


100%  DD  GMP  Estimate  -  Detail 


Nationals  /  Astros  Spring  Training  Facility 

West  Palm  Beach,  Florida 


Estimate  Date.  10/15/2015 
Print  Date:  10/15/2015 
Page  93  of  97 


WPBGMP  101215. est 

Sort:  Bid  Package  .  Section  .  Subdivision  .  Masterformat 


Hunt  Construction  Group,  Inc. 


100%  DD  GMP  Estimate  -  Detail 


WPB  GMP  101215. est 

Sort:  Bid  Package  .  Section  .  Subdivision  .  Masterformat 


Hunt  Construction  Group,  Inc. 


100%  DD  GMP  Estimate  -  Detail 


99B  Alternates 

40  Astros  Clubhouse 

095000  Ceilings 

Add  Astros  Kitchen  MEPF  and  Ceiling  (does  not  include  equipment, 
install,  etc) 

Total  095000  Ceilings 
Total  40  Astros  Clubhouse 
Total  99B  Alternates 


<v 

& 


:4 


c 


<< 

ov 
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Item  Description 

||  Unit$ 

1 

ESTIMATE  DETAIL  TOTAL 

$93,800,521 

1 
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2.  Assumptions  &  Clarifications 


HSMC 

Ballpark  of  the  Palm  Beaches 


GMP  Exhibit  K-2 
ASSUMPTIONS  CLARIFICATIONS 


Item 

Number 

H5MC  «»» 

Milt!  '  «<$#  mnt  #  aj$  im  :  ;  .  .  .  : 

1 

This  Assumptions  and  Clarifications  is  to  further  clarify  the  GMP. 

2 

Temporary  power  and  domestic  water  usage  fee  amounts  have  been  included  in  GMP.  It  is  assumed  and  agreed  that  temporary  water  may  be  utilized  from  the  existing  lake  for  irrigation  during  construction 
phase  of  landscaping  and  playing  fields.  It  is  assumed  water  can  be  utilized  from  existing  lake  for  dust  control  and  field  grow  in/irrigation.  Reclaimed  usage  fees  is  by  Developer 

3 

This  CMAR  Contingency  (and  overall  budget)  is  not  a  line  item  GMP  amount  and  shall  be  transferable  between  the  categories  as  required  by  the  CMAR  to  maintain  the  overall  GMP.  The  GMP  does  not 
include  Owner  Contingency  or  Design  Contingency.  VE  savings,  not  already  incorporated  into  the  GMP,  will  accrue  into  the  CMAR  Contingency. 

4 

The  GMP  does  not  include  an  amount  for  the  Master  Building  Permits  or  permits  for  other  Agencies  that  may  be  required  including  SFWMD,  Dewatering,  or  other  permits  that  are  being  secured  directly  by 
the  Owner  or  Design  Team. 

5 

The  Preconstruction  Cost  is  being  carried  in  the  Owners  Project  soft  costs,  as  requested,  and  is  not  included  in  the  GMP  Budget. 

91 

The  GMP  does  not  include  wildlife  management  provisions  other  than  reporting  as  required  by  C3.40.  Any/all  costs  for  relocation  of  wildlife  is  not  included. 

fl 

The  CMAR  shall  manage  the  Sales  tax  program  per  the  County  Sales  Tax  Program. 

The  GMP  does  not  include  amounts  for  threshold  inspections  or  other  3rd  party  testing  and  inspections  (By  Owner). 

9 

No  costs  or  scope  of  any  work  has  been  included  for  the  proposed  City  Park  on  the  south/west  side  of  the  property  other  than  clearing,  grubbing,  rough  grade  and  entry  and  jogging  trail  as  defined  with  the 
Allowances.  Please  note  this  work  is  required  to  complete  the  Ballpark  project  but  no  other  work  is  required  for  the  City  Parky^^k 

All  design  team  and  consultant  costs  are  by  Owner  and  are  not  included  in  this  GMP. 

ma 

Furnish  and  Installation  of  FF&E  items  are  defined  on  the  Equipment  Matrix  and  included  in  the  GMP.  Unloading,  storage  and  installation  of  Owner  furnished  items  are  not  included. 

n 

GMP  is  subject  to  the  following  subcontractors  executing  their  subcontract  agreements  and  Developer  approval:  Sitework  ■  Mancils,  Landscape  &  Irrigation  -  Florida  Exotic,  Hardscape  -  Valleycrest,  Concrete 
■  CCK  Construction,  Structural  Steel  -  TWS  Fabricators,  Mechanical  -  JJ  Kirlin,  Plumbing  -  JJ  Kirlin,  Fire  Protection  -  Metro  Fire  Sprinkler  Service,  Electrical  -  Davco  Electric 

wm 

DIVISION  1-GENERAL 

1 

This  GMP  does  not  include  any  costs  associated  with  identifying,  testing,  handling,  transporting,  or  disposing  of  existing  hazardous  materials. 

wm 

No  site  impact  fees  and  right-of-way  assessment  costs  are  included  in  this  GMP. 

D 

Future  VE  items;  Canopy  Sunshades  may  be  reduced  in  design/cost  with  future  value  engineering  development.  Mechanical  unit  sizes  have  been  reduced  and  may  realize  a  cost  reduction  for  future  value 
engineering.  Any  reductions  realized  from  these  two  specific  value  engineering  items  shall  be  issue  back  to  Owner  via  deductive  change  order. 

B 

The  Astros  have  a  $90,000  credit  in  place  with  Hydroworks  for  the  Hydroworks  300  tub.  To  the  extent  that  this  equipment  or  credit  can  be  applied  to  the  hydrotherapy  pools  at  the  Astros  Training  Complex 
this  will  be  credited  back  by  deduct  change  order  to  the  Astros. 

i 

-  >  -  -  -  n 

i 

Landfill  quantities  to  be  processed  have  been  specified  per  URS  Test  Pit  and  Trash  Screening  Trails  Report  dated  June  23, 2015.  Costs  for  landfill  processing  quantities  in  excess  or  less  than  the  5%  factor  will 
be  adjusted  by  change  order. 

2 

This  GMP  assumes  a  balanced  site  (no  suitable  import/export)  after  landfill  processing  based  on  documentation  provided  by  URS,  Ardaman,  HKS  and  Kimley  Horn. 

3 

This  GMP  assumes  concrete  (from  landfill  processing)  can  be  crushed  and  re-used  for  onsite  roads  and  parking  lots. 

4 

The  GMP  excludes  all  tipping  fees  for  disposal  of  the  landfill  waste  material.  GMP  includes  hauling  of  waste  materials  in  the  allowances, 

5 

It  is  assumed/understand  AT&T  will  be  providing  cable  to  the  MDF(s). 

6 

All  work  for  the  reclaimed  water  system  is  excluded. 

7 

All  utility  meters  for  municipal  water  or  sanitary  utilities  for  the  onsite  utilities  will  be  accomplished  by  the  County/Owner,  for  their  account. 

8 

Natural  gas  utility  is  not  included  (to  be  by  Gas  Provider). 

9 

Assumed  Batting  Tunnels  and  Pitching  areas  do  not  have  SOG  base  per  accepted  VE. 

10 

Foul  poles  at  practice  fields  are  assumed  to  be  30’  H, 
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ASSUMPTIONS  CLARIFICATIONS 


item 

Number 

HSMC 

11 

A  cost  has  been  included  to  sprig  (vs  sod)  the  12  practice  fields  and  the  soccer  fields.  Additional  costs  may  be  required  should  schedule/weather/conditions  required  practice  &  soccer  fields  to  be  completed 
with  sod.  Due  to  design  team  recommendation  removal  of  peat  credit  is  not  included  or  recommended  for  sprigging.  The  main  stadium  field  has  included  cost  for  sod  as  required  by  the  project  schedule  for 
stadium  completion, 

12 

All  Dlavfields  to  be  watered  and  maintained  until  November  1, 2016  by  CMAR.  Developer  to  take  over  maintenance  of  playfields  after  November  1, 2016. 

DIVISION  2 -DEWATERING  . 

1 

It  is  assumed  that  any  testing  of  the  dewatering  effluent  will  be  by  others.  No  time  or  consideration  is  included  for  any  testing,  additional  processing,  filtering  or  scrubbing  of  the  dewatering  effluent.  No 
removal,  handling  and/or  disposal  of  hazardous  materials  or  special  wastes  is  included. 

2 

This  GMP  assumes  the  dewatering  permit  will  be  secured  by  others.  . 

DIVISION  2 -SITEWORK  %  j 

SUPERSTRUCTURE  . -  ' 

1 

Steel  structure  for  bridges  is  included  in  lieu  of  prefab  bridges.  Span  and  finish  surface  are  included  as  shown  on  the  documei^;14**^^ 

2 

Front  entry/plaza  is  understood  to  be  flush,  no  planter/seat  walls  are  included  (as  discussed/confirmed  with  Design  Team),  Reduced  size  of  the  front  entry  stairs  has  been  included  as  VE  and  is  not  based  on 
8/28/15  drawings. 

DIVISION 

5 -MISCELLANEOUS  METALS  &  RAILINGS  . . . 

1 

Rails  at  the  stadium  pedestrian  bridges  have  not  been  included  and  vertical  decorative  shadow  screens/infill  panels  have  not  been  included  (both  by  Owner  AiPP  vendor  as  discussed  on  August  4, 2015).  No 
framing  for  AiPP  panels  is  included.  The  GMP  includes  electrical  service  to  J-box  to  facilitate  power  needs. 

DIVISION 

B- DOORS  &  HARDWARE  ^ 

1 

Panic  hardware  included  where  specified  /  required  and  at  egress  gates. 

2 

The  door  schedule  indicates  Aluminum  Frames  however  these  are  not  included  and  all  locations  have  been  assumed  as  Hollow  Metal  except  for  at  hydro  therapy  areas  where  they  are  aluminum, 

DIVISION  10 -ACCESSORIES  ...  .  . - 

1 

No  power/low-v  is  included/shown  for  concession  signage.  Sponsorship/graphic  signage  is  not  included  (assumed  by  Owner  and/or  sponsors). 

DIVISION 

12 -FURNISHINGS  A  y 

1 

Food  service  equipment  will  be  furnished  and  installed  as  per  Equipment  Matrix.  All  cords,  strapping,  cabling,  tie-downs,  anchors,  strainers,  valves  and  other  items  are  to  be  provided  by  the  Food  Service 
Equipment  Supplier  and  are  specifically  excluded  from  the  GMP.  Unloading,  staging,  storing,  placing  and  installation  of  Owner  provided  items  is  not  included  (rough  in  only), 

MECHANt 

CAL  . - 

1 

We  have  not  included  plumbing  services  for  portable  foodservice  cart  locations. 

2 

The  mechanical  systems  include  Daikin  units  (not  Trane  units  or  controls).  Per  Design  Team,  Daikin  meets  specification  requirements.  Advanced  Controls  included. 

ELECTRIC 

1 

2 

Transformers  and  pads  are  by  Owner/FPL.  GMP  includes  install  only  of  conduit/raceway  only  of  the  primary  side  of  transformer  conduit.  Primary  side  conduit  shall  be  supplied  by  FPL/Owner.  Owner/FPL 
shall  provide  all  cable  and  connections  complete  on  primary  side  only,  all  secondary  power  side  work  is  included  in  GMP. 

General  Clarification  -  CMAR  shall  connect  to  the  secondary  side  of  the  utility  transformer  and  furnish  and  install  all  power  to  the  buildings 

3 

Fire  Alarm  circuitry  shall  be  a  combination  of  M/C  style  Fire  Alarm  cable,  EMT  conduit  stub  ups  and  open  wiring  in  concealed  ceilings  shall  be  plenum  rated  wiring  in  concealed  spaces  and  cavity  spaces 
where  permitted  by  code.  _ _ _ _ — — - - — - 
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Item 

Number 

HSMC 

- - - - -  1 

DESCRIPTION 

'  :  ''  .  '  ■  V  '  ,  • 

4 

Conduit  rarpwavs  for  access  control  shall  stub  ud  above  nearest  accessible  ceiling. 

5 

MC  Cable  to  be  utilized  where  permitted  by  prevailing  codes  and  specifications. 

6 

Underground  conduit  &  cable  provided  in  lieu  of  UF  cable.  ..  - _ - 

7 

Innerduct  for  Service  provider  has  been  included  as  an  Developer  Allowance  in  the  amount  of  $54,600  for  Astros  and  $75,600  for  Nationals.  No  additional  Innerduct  is  otherwise  included  in  GMP. 

c5* 


Page  3  of  3 


10/15/2015 


3.  Added  Scope  Items 


HSMC 

Ballpark  of  the  Palm  Beaches 


GMP  Exhibit  K-3 
Added  Scope  (10/7  v  10/14/15  GMP) 

10/14/2015 (REV  1) 


10/7/15  GMP  $106,923,599 
10/14/15  GMP  $108,246,932 


Initial/AM  10/14  GMP  Estimate 


Difference  10/7  v  10/13  ($1,323,333) 
Alternates  Added  on  10/9  by  Teams  $980,000 
Owner  Trailer/On  Site  Requests  Added  $100,000 
Mancil/Sitework  Final  Meeting/Adds  $137,000 
Permit  Adds  $92,634 
($13,699) 


TOTAL  ADJUSTMENTS  FROM  10/7  TO  10/12  $659,869 


Mark  Up  Estimate  at  7.6%  $50,150 
Subtotal  Difference  10/14  (REVISED/PM)  DIFF  $710,019 

10/7/15  GMP  $106,923,599 

Revisions/Adds  Between  10/7/15  &  10/14/15  $710,019 


& 


10/14/15  Estimate/GMP  Plus  Additions  (REV);  10/7  GMP 

+ 10/14  DIFF  $107,633,618 


- 

07 


Revised  projected  10/14/15  GMP 


Alternates  Selected/ Approved  (Add  to  GMP) 

Amount 

Notes 

Estimate  Section 

Lift  station  WUD  standards 

$120,000 

Alternates 

om)  lesslf action  efevatorsf2'bnlyl ' 

1  aVNat|ftS^i 

h  mm 

Irrigation  &  bermuda  between  practice  fields 

$0 

Rejected  per  10/14/15  meeting 

Alternates 

Nationals  pool  20'x60' 

$162,400 

Alternates 

Aluminum  aisle  ijils 

$5,390 

Alternates 

Team  store  fit  out 

$135,335 

Alternates 

Resinous  flooring  in  public  restrooms 

$61,785 

Alternates 

Seating  bowl  &  entry  changes 

$5,200 

pi  lili 

-  4 

Water  coolers  w/bottie  fillers 

($10,800) 

Alternates 
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Ballpark  of  the  Palm  Beaches  Added  Scope  (10/7  v  10/14/15  GMP) 


Alternates  Selected/ Approved  (Add  to  GMP) 

Amount 

Notes 

Estimate  Section 

Subtotal/Net  Alternates  Added 

$565,161 

Direct/Trade  Cost  Only 

HSMC  Allowances  (See  Spreadsheet/Detail) 

Amount 

Notes 

Estimate  Section 

HSMC  Allowances  Total  10/13 

$2,174,112 

(Includes  Observation  Towers) 

HSMC  Allowances 

HSMC  Allowances  Total  10/7 

($1,280,000) 

Subcontract  10/7  Allowances 

HSMC  Allowances 

HSMC  Misc  Metal/Other  (Reallocated  to  Allow  from  10/7) 

($150,000) 

Not  Previously  in  Allowances  (no 
net  change  from  10/7) 

HSMC  Allowances 

HSMC  Observation  Towers  Total  10/7 

($404,038) 

Not  Previously  in  Allowances  (not 
net  change  from  10/7) 

HSMC  Allowances 

OwnerTrailer  Funds  in  GRs  10/7 

($99,000) 

Adjust  GR's  Down  (-$99k);  Added 
$265k  back  to  allowances,  net  add 
$!30k 

HSMC  Allowances 

y  y -yy  :V  ■ 

■  .  .  •  ^  .  . 

. 

ft!;;  \ 

■:  .  .  V  ■  ■  ~  .  '  L' 

Subtotal/Net  HSMC  Allowances  Added 

$73,074 

Tax  Savings  Remains  (-$1.5M) 

Includes  additional  $130k  for 
Owner  trailers/requests,  air 
curtains  $63k 

/ 

Owner  Allowances 

Amount 

Notes 

Estimate  Section 

Owner  Allowances  Total  10/13 

$851,200 

No  Change 

No  Change 

Owner  Allowances  Total  10/7 

($851,200) 

No  Change 

No  Change 

Subtotal/Net  Owner  Allowances  Added 

$0 

Other  Adjustments 

Amount 

Notes 

Estimate  Section 

Mancil  reclaim  line  credit  (-$315k)  not  (-$421k);  Correct 
delta 

$106,000 

Adjust  to  Site  Bid  Package 

Site  Bid  Package 

Add  to  Mancil  for  $10k  for  erosion  monitoring,  $27k  City 
Park  clear/grub  &  grade,  $100k  crane  road 

$137,000 

Adjust  to  Site  Bid  Package 

Site  Bid  Package 

Team  logos/clubhouses  (add  1  ea  team  at  $15k  ea) 

$30,000 

Adjust  to  HSMC  Estimate 

HSMC  Estimate 

Fire  Alarm  Permit 

$4,000 

Add  to  Electrical  Bid  Package 

Electrical  Bid  Package 

Fire  Sprinkler  Permit 

$15,400 

Add  to  FP  Bid  Package 

FP  Bid  Package 

Landscape/Irrigation  Permit 

$0 

Included  w/  Landscape  Bid 

No  change 

Site  Electrical  Lighting/Parking  Permit 

$16,234 

Add  to  Electrical  Bid  Package 

Electrical  Bid  Package 

Page:  2  of  3 


10/15/2015 


HSMC 

Ballpark  of  the  Palm  Beaches 


GMP  Exhibit  K-3 
Added  Scope  (10/7  v  10/14/15  GMP) 


Alternates  Selected/ Approved  (Add  to  GMP) 

Amount 

Notes 

Estimate  Section 

Lightning  Protection  Permit 

$3,000 

Add  to  Electrical  Bid  Package 

Electrical  Bid  Package 

Practice  Facilities  Lighting  Permit 

$24,000 

Add  to  Electrical  Bid  Package 

Electrical  Bid  Package 

Pools  Permit 

$10,000 

Add  to  HSMC  Estimate 

HSMC  Estimate 

Site  Signage  Permit 

$10,000 

Add  to  HSMC  Estimate 

HSMC  Estimate 

Sub/Trade  Permitting  (Other/TBD) 

$10,000 

Add  to  HSMC  Estimate 

HSMC  Estimate 

Subtotal/Other  Adjustments  from  10/7  to  10/14 

$365,634 

Value  Engineering  (See  Log  for  Detail) 

Amount 

Notes 

Estimate  Section 

Remove  make  up  air  units  at  public  restrooms 

($40,000) 

Adjust  to  Mech  Bid  Package 

Mech  Bid  Package 

Stadium  playing  field  90D  maintenance  not  required 

($13,000) 

Adjust  to  HSMC  Estimate 

HSMC  Estimate 

Alternate  light  fixture  package  design  to  target  VE 

($200,000) 

Adjust  to  Electrical  Bid  Package 

Electrical  Bid  Package 

Remove  FM  200  systems  in  3  rooms 

($48,000) 

Adjust  to  FP  Bid  Package 

FP  Bid  Package 

Split  slab  new  waterproofing  detail 

($26,000) 

Adjust  to  HSMC  Estimate 

HSMC  Estimate 

Reduce  louver  quantity  at  stadium 

($17,000)  a 

Adjust  HSMC  Estimate 

HSMC  Estimate 

Subtotal/VE 

($344,000) 

c 


2# 


\ 

cr 
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ADDED  SCOPE 

Allowances  Scope  to  remain  in  GMP  per  Direction  from  Teams 

$220,000 

Added  Scope  Items  to  remain  in  GMP  per  Direction  from  Teams 

$533,153 

Added  Scope  Items  to  remain  in  GMP  per  Direction  from  Teams  (M  Drye  Memo) 

$237,500 

Subtotal 

$990,653 

Allowances  Scope  to  Remain  in  GMP 

Storm  Pipe  Sizing  Changes  /  reconfiguration 

$50,000 

Grease  Trap  at  Stadium  Washdown  Areas 

$15,000 

Jogging  Trail  @  City  Park  along  Haverhill 

$35,000 

Final  (4th)  Mast  Arm  at  Military  Trail  traffic  light 

$120,000 

$220,000 

Added  Scope  Items  to  remain  in  GMP  per  Direction  from  Teams 


Site  concrete  walks 

Added  railings  at  Pedestrian  Berms  (near  bridges) 

Concourse  area  topping  slab 

Split  Slab  @  Concessions 

Big  Ass  Fans 

FM  200  System 

Preaction  System 

Added  ACCO  Drains  at  the  Main  Playing  Field 


KJ 


oridges) 


Added  Scope  Items  to  remain  in  GMP  per  Direction  from  Teams  (M  Drye  Memo) 


$49,738 

$61,775 

$37,000 

$74,140 

$100,000 

$48,000 

$24,500 

$138,000 

$533,153 


.  V7 

Back  on  dugout  benches  and  Ipe  wood  (In  GMP  estimate  as  described) 

$0 

Power  outlets  at  batting  tunnels  (both  teams) 

$15,000 

Hose  bib  connection  at  batting  tunnels  (both  teams) 

$7,000 

Wainscot  rubber  flooring  along  player  entry  tunnel 

$6,000 

Widen  sunscreen  canopy  at  main  stadium  (3  ft.)  for  additional  shade 

$150,000 

Added  Bollards  at  West  side  of  bridges  at  team  entry 

$15,000 

Upgrade  doorHocks  at  the  30  doors  receiving  raceway  for  future  security  system 

$4,500 

Heavier  Threshold  at  exterior  doors 

$15,000 

Switching  in  batting  tunnels  for  every  2  tunnels  (Included  in  GMP) 

$0 

Stadium  lavatories  to  be  manual-metered  faucets  (included  in  GMP) 

$0 

Change  E9  step  fixtures  to  rail  lighting  (Allowance  -  no  fixture  identified) 

$10,000 

Add  Lighting  Controls  for  Concourse  (Part  of  lighting  controls  Allowance  in  GMP) 

$0 

Add  access  panels  to  all  chase  locations  to  verify  if  there  are  water  leaks 

$15,000 

$237,500 
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Scope  Transferred  to  Developer  Costs  ($3,408,395) 


Scope  Transferred  to  Developer  Costs 
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Ballpark  of  the  Palm  Beaches 

I.  Design  Within  Budget  -  Scopes  of  Work  and  Budget  Limitations. 


GMP  Exhibit  K-4 
ALLOWANCES  Sections  I-IV 


1 .  The  Architect/Engineer  of  Record  will  collaborate  with  the  Developer  and  CMAR  to  design  the  following  scopes  of  Work  for  the  Project  so  that  construction  costs  will  not 
exceed  the  following  contractually  specified  budget  limits  within  the  GMP  (individually,  a  “Budget  Limitation”  and,  collectively,  the  “Budget  Limitations”). 


2.  The  CMAR  shall  provide  input  to  advise  the  Architect/Engineer  on  the  how  to  accomplish  the  design  within  the  budget  limitation  as  described  below.  If,  after  CMAR 
competitively  procures  a  Subcontractor  to  perform  one  or  more  of  the  foregoing  scope(s)  of  Work,  the  price  of  construction  proposed  by  the  CMAR  and  its  Subcontractor 
exceeds  the  corresponding  Budget  Limitation,  then  the  Developer  shall  require  the  Architect/Engineer  of  Record  to  redesign  that  particular  scope  of  Work,  Contract 
Documents  and  BIM  Model  so  that  the  proposed  price  of  construction  is  within  the  Budget  Limitation. 

3.  If,  after  the  Architect/Engineer  of  Record  redesigns  any  of  the  foregoing  scopes  of  Work,  the  price  of  construction  proposed  by  the  CMAR  and  its  Subcontractor  for  the 
particular  scope  of  Work  continues  to  exceed  the  applicable  Budget  Limitation,  then  the  Developer  shall  issue  a  Change  Order  to  the  CMAR,  in  accordance  with  the  Contract 
for  Construction,  increasing  the  GMP  to  reflect  a  revised  Budget  Limitation  for  the  particular  scope  of  Work  that  is  equal  to  the  price  of  construction  proposed  by  the  CMAR 
and  its  Subcontractor. 

4.  If,  however,  after  the  Architect/Engineer  of  Record  redesigns  any  of  the  foregoing  scopes  of  Work,  the  price  of  construction  proposed  by  the  CMAR  and  its  Subcontractor 
for  the  particular  scope  of  Work  is  less  than  the  Budget  Limitation,  then  Developer  shall  issue  a  Change  Order  to  the  CMAR,  in  accordance  with  Contract  for  Construction, 
decreasing  the  particular  Budget  Limitation  for  the  particular  scope  of  Work  (with  a  corresponding  reduction  to  the  GMP). 


Area  {Description 


Nationals  Observation  Tower  ISignage 


|  Quantity 


15 


jEA  j$200 

icy  :$5io" 


Nationals  Observation  Tower  iStrip  Footing 


jNationals  Observation  Tower 

Slab  on  Grade 

528 

HI 

$6 

m 

Nationals  Observation  Tower 
Nationals  Observation  Tower 


Nationals  Observation  Tower 


Nationals  Observation  Tower 


Nationals  Observation  Tower 


jSlabon  Metal  Deck 

f— — . — . 

IConcrete  Tie  Team 


(Metal  Pan  Stair  Fill 

i 


8"  CMU  Walls  Exterior 


ilnteriorS"  CMUWalls 


jSF  |$5  ___ 

icy  1$yso" 


iSF  i$13 


j$10,010 


Nationals  Observation  Tower 
Nationals  Observation  Tower 


Nationals  Observation  Tower 
Nationals  Observation  Tower 


Metal  Stairs 
Top  CMU  Waif  Bracing 


Drink  Rail  Support  (Alum  lr 
42"  Picket  Rail  Alum 


$17,220 

m" 


$13,950 

$6^240 
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Item  No. 

jArea 

[Description 

Quantity 

[Unit 

[Unit  Cost 

[Amount 

16 

iNationals  Observation  Tower 

iWall  Mounted  Alum  Railing 

24 

_ 

[lf 

.j. 

j$60 

!$i, 440 

_ i 

17 

_ _|_ _ _ _ 

iNationals  Observation  Tower 

[Rough  Carpentry 

403 

SF 

.4.— _ 

so 

.J.. _ .... _ 

!$m 

t 

18 

72 

|LF 

■ 

19 

mjmmmMm 

464 

|SF 

i$4 

i$l,624 

jTPO  Roofing 

671 

.!SF 

_ L 

j$15 

j  $10,065 

_ i 

21 

iNationals  Observation  Tower 

i  ..  .. 

[Metal  Roof  Coping 

LF 

.j _ 

l$12 

f 

22 

iNationals  Observation  Tower 

[Caulking 

iSF 

isi 

IS 

23 

[Nationals  Observation  Tower 

4 

|EA 

^  S$4,800 

24 

[Nationals  Observation  Tower 

IlSllHBB 

|SF 

11 

25 

.'Nationals  Observation  Tower 

.'Paint  Walls 

PT^QI 

.'SF 

..L _ 

py 

«. i 

26 

_ _ 

iNationals  Observation  Tower 

[steel  Coatings/Paint 

84 

[LFRS 

.  j_ _ .... 

T$20 

-J _ 

{$1,680 

1 

27 

[Nationals  Observation  Tower 

[Toilet  Accessories 

15 

[EA 

.5300 

j$4,500 

28 

[Nationals  Observation  Tower 

[Big  Ass  Fan 

1 

|ea 

j$9,000 

;$9,000 

29 

INationals  Observation  Tower 

j  _  . .  ..... .  ..._ . . . . 

[Electrical/LowV&LP  yA 

600 

[SF 

[$45 

j$27,000 

[Nationals  Observation  Tower 
_ 1 _ 

[Mechanical  (Fan) 

v  Mmr 

1 

_ 

IEA 

_ i _ 

{$2,000 

Mmm 

■ 

31 

[Nationals  Observation  Tower 

[Plumbing 

wm 

j"$25 

.J _ _ _ 

9 

32 

■Mum 

uH 

mm 

I22J 

|33 

[Astros  Observation  Tower 

[Signage 

5 

[EA 

.$200 

.$1,000 

[34 

[Astros  Observation  Tower 

[Strip  Footing 

7 

[CY 

j$510 

.$3,570 

135 

jAstros  Observation  Tower 

iSlab  on  Grade 

528 

i'sf 

i 

|$6 

|$3,036 

136 

[Astros  Observation  Tower 

[Slab  on  Metal  Deck-' 

L  .  _ .  _ 

528 

i 

ISF 

j. . 

J$5. _ 

I 

,37 

Bm Irln  ili  1 ^ 

1 

lev 

mm 

|plM 

•38 

[Astros  Observation  Tower 

[SF 

Hi 

IsB 

139 

[Astros  Observation  Tower 

[8"  CMU  Walls  Exterior 

|SF 

i$16 

.$19,375 

140 

iAstros  Observation  Tower 

j  .  . . .  ... 

'.Interior  8"  CMU  Walls 

770 

Tsf 

1 _ 

j$13 

i$io,oio 

...i 

141 

[Astros  Observation  Tower 

(Struct  Steel  Roof  Support 

3 

ITONS 

i . 

{$5,300 

|$15,900 

1 

■soya 

[Alum  Bug  Screen  Allowance 

877 

SF 

i$5 

.$4,385 

HU 

855 

[SF 

i$8 

144 

[Astros  Observation  Tower 

[Metal  Stairs 

84 

[LFRS 

i$205 

Mm 

45 

68 

ILF 

a. _ 

!$25 

(|§| 

;46 

[Astros  Observation  Tower 

[Drink  Rail  Support  (Alum  Infill) 

90 

jLF 

1$155 

J. . . 

Bisl 

\ 

mm  J> 

(47 

[Astros  Observation  Tower 

[42"  Picket  Rail  Alum 

24 

[LF 

■$260 

.$6,240 

|48 

[Astros  Observation  Tower 

[Wall  Mounted  Alum  Railing 

24 

[LF 

!$60 

i$l,440 

149 

iAstros  Observation  Tower 

i 

[Rough  Carpentry 

403 

L _ 

ISF 

[$0 

[$121 

-J 

mm 

mm 

IQgJPI 

IhP|B 

■ 

isi 

[Astros  Observation  Tower 

[Traffic  Coating  2nd  Level 

m 

\mm 

wmm 
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!ltem  No.  I  Area 


152  I  Astro: 


lAstros  Observation  Tower 


jAstros  Observation  Tower 


Astros  Observation  Tower 


lAstros  Observation  Tower 


■1 - 

.'Astros  Observation  Tower 


lAstros  Observation  Tower 


jAstros  Observation  Tower 

.j....... — ..... — ...... — . 

'Astros  Observation  Tower 


Paint  Walls 


jsteel  Coatings/Paint 


jToilet  Accessories 


jBig  Ass  Fan 


JElectrical/Low  V  &  LP 


jMechanical  (Fan) 


jPlumbing 

-L . . . . . 

jTotal  Observation  Tower  (ea) 


III.  Allowances  -  CMAR 


Subtotal  Design  To  Budget  ltemsj$402,612 


!The  "Allowances"  for  the  To-Be  Contracted  Work  shall  be  subject  to  adjustment  as  follows:  (i)  whenever  the  cost  of  any  particular  portion  of  To-Be- 
jContracted  Work  is  less  than  the  corresponding  Allowance,  the  savings  shall  accrue  to  the  Developers  Contingency  with  a  deduct  change  order  to  the  GMP; 
jand  (ii)  whenever  the  cost  of  any  particular  portion  of  To-Be-Contracted  Work  is  more  than  the  corresponding  Allowance,  the  GMP  shall  be  adjusted 
'accordingly  by  Change  Order. 


litem  No. 


!  Description 


1  Quantity  lUnit  1  Unit  Cost  ! Amount  i 

.L... _ ....J _ J.. _ _ ...i _ _ l 


iSitework 


[Owner  Trailer 
[Owner  Trailer 


jOwner  Trailer 


lOwner  Trailer 


jNationals  Clubhouse 

j . — . . 

jNationals  Clubhouse 


jNationals  Clubhouse 
lAstros  Clubhouse 


j  Irrigation  Not  Shown,  Branch  Lines,  Lake 


jAir  curtains  at  concessions  (w/  electrical] 
[Owner  Trailer  Rental  (3x) 
lOwner  Trailer  Furniture 


jOwner  Trailer  Set  Up/Tear  Down 


lOwner  Trailer  IT 


j$150,000 


j$2,500 

i$yooT 

!$io,io" 


j$10,000 


{•Mir 


jMisc  shelving  and  storage 
"iMEPPadsTcilrbs"" . 


[Access  Doors 
IMisc  shelving  and  storage 


•EA  |$10,000 

~%w 


LS  :$15,000 


[$150,000 


[$62,500 

i$4yoo"" 

!$ib"’ooo" 


$20,000 

i$ibiooT 


[$10,000 

|$6*000 


[$15,000 
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litem  No. 


118 


lAstros  Clubhouse 


{Description 


lAccess  Doors 


jQuantity  (Unit  jUnit  Cost  {Amount 


1  ILS  '$15,000 


III.  Allowances  -  Developer 

The  “Allowances”  for  the  To-Be  Contracted  Work  shall  be  subject  to  adjustment  as  follows:  (i)  whenever  the  cost  of  any  particular  portion  of  To-Be- 
Contracted  Work  is  less  than  the  corresponding  Allowance,  the  savings  shall  accrue  to  the  Developer's  Contingency  with  a  deduct  change  order  to  the  GMP; 
and  (ii)  whenever  the  cost  of  any  particular  portion  of  To-Be-Contracted  Work  is  more  than  the  corresponding  Allowance,  the  GMP  shall  be  adjusted 
accordingly  by  Change  Order. 


Item  No. 


Description 


IQuantity  iUnit  lUnit  Cost  [Amount 


Sitework 


Electrical  Innerduct  Allowance  for  Service  Provider  to ! 

i 

(Astros)  il300 


i  i 

i  i 

i  i 

i.n  I. 


{Allow  {$42 


{$54,600 


Sitework 


Sitework 

Sitework 


Sitework 


Storm  Pipe  Sizing  Changes/Reconfigure 


Grease  Trap  at  Stadium  Wash  down 
Jogging  Trail  at  City  Park  Along  Haverhill 


Add  Final  Mast  Arm  for  4  Total  (Base  Bid  3) 


{Bowl  Audio/AV  (Speakers,  Cluster,  Head  End) 


Subtotal  Owner/PM  Allowances  ($851,200 


IV.  Allowance  -  Sale  Tax  Saving 

The  GMP  contains  a  sales  tax  savings  Allowance  in  the  amount  of  ($1,500,000).  This  Allowance  shall  be  adjusted  based  on  the  actual  Sales  Tax  Savings 
obtained  and  documented  by  the  CMAR  and/or  its  Subcontractors  in  compliance  with, the  Palm  Beach  County  Sales  Tax  program.  If  the  .final  documented 
Sales  Tax  Savings  is  less  than  the  corresponding  Allowance,  then  the  GMP  shall  be  adjusted  with  an  additive  Change  Order  to  the  CMAR  Agreement.  If  the 
final  documented  Sales  Tax  Savings  is  more  than  the  Allowance,  the  GMP  shall  be  adjusted  with  a  deductive  change  order  to  the  CMAR  Agreement, 


{Quantity  {Unit  {Unit  Cost 


Item  No.  {Area 


{Description 

. . 

| Estimate/Project  Tax  Savings 


{Amount 


{Tax  Savings 


jl  ]L$  i($l, 500,000)  i-$l,500,000 


Subtotal  Sales  Tax  Savings  Allowance|-$1,50Q,000 
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C9.01  PAVING,  GRADING  &  DRAINAGE  DETAILS  NOTES 

C9.02  PAVING,  GRADING  &  DRAINAGE  DETAILS 

C9.03  PAVING,  GRADING  &  DRAINAGE  DETAILS 

C9.ll  WATER  DETAILS 

C9.12  WATER  DETAILS 

C9.13  WATER  DETAILS 

C9.21  SEWER  DETAILS 

C9.22  LIFT  STATION  DETAIL 

C10.01  CONDUIT  PLAN 

Cl 0.02  CONDUIT  PLAN 

Cl 0.03  CONDUIT  PLAN 

C  10.04  CONDUIT  PLAN 

C10.05  CONDUIT  PLAN 

Cl 0.06  CONDUI  T  PLAN 
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CO2.07  POLLUTION  PREVEN  TION  PLAN 

Tl  .01  SIGNAI JZATION  -  KEY  SHEET 
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T1.08  SIGNAL  DETAILS 

LANDSCAPE 

IX). 00  ILLUSTRATIVE  MASTER  PLAN 

LI. 01  TREE  DISPOSITION  PLAN 

LI  .02  'TREE  DISPOSI  TION  PLAN 

LI  .03  TREE  DISPOSITION  PLAN 

LI. 04  TREE  DISPOSITION  PLAN 

LI  .05  TREE  DISPOSITION  PLAN 

LI .06  TREE  DISPOSITION  PLAN 

LI. 07  TREE  DISPOSITION  LIST  AND  NOTES 

LI  .08  'TREE  DISPOSITION  LIST  AND  NOTES 

LI. 09  TREE  DISPOSITION  LIST  AND  NOTES 

1,2.00  OVERALL  LANDSCAPE  PLAN 

L2.01  LANDSCAPE  PLAN 

L2.02  LANDSCAPE  PLAN 

L2.03  LANDSCAPE  PLAN 

L2.04  LANDSCAPE  PLAN 

L2.05  LANDSCAPE  PLAN 
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1,2.09  PLANTING  DETAILS 

L2.10  PLANTING  DETAILS 

1,2.11  IANDSC  APE  BUFFER  SECTION  STUDY 

L2.12  LANDSCAPE  BUFFER  SECTION  STUDY 
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52.138 

52.139 
S2.142 

52.144 

52.145 
S2.421 
S  2.422 

52.423 

52.424 

52.511 

52.512 

52.611 

52.612 

52.613 

52.614 

54.11 

54.21 

54.31 

54.32 

55.11 

55.21 

56.11 

57.11 

57.12 

57.13 

57.14 

57.15 

57.16 

57.21 

57.31 

57.32 

57.33 

57.34 

MECHANICAL 
MO.  01 
MO.  02 
MO.  03 
MO.  04 


CLUBHOUSE  LVL  SECTOR  F 
CLUBHOUSE  LVL  SECTOR  H 
CLUBHOUSE  LVL  SECTOR  J 
CLUBHOUSE  LVL  SECTOR  K 
CONCOURSE  LVL  SECTOR  A 
CONCOURSE  LVL  SECTOR  B 
CONCOURSE  LVL  SECTOR  C 
CONCOURSE  LVL  SECTOR  D 
CONCOURSE  LVL  SECTOR  E 
CONCOURSE  LVL  SECTOR  F 
CONCOURSE  LVL  SECTOR  G 
CONCOURSE  LVL  SECTOR  H 
CONCOURSE  LVI .  SECTOR  J 
CONCOURSE  LVL  SECTOR  K 
SUITE  /  PRESS  LVL  SECTOR  B 
SUITE  /  PRESS  LVL  SECTOR  C 
SUITE  /  PRESS  LVL  SECTOR  E 
SUITE  /  PRESS  LVL  SECTOR  F 
SUITE  /  PRESS  LVL  SECTOR  G 
SUITE  /  PRESS  LVL  SECTOR  H 
SUITE  /  PRESS  LVL  SECTOR  J 
SUITE  /  PRESS  LVL  SECTOR  K 
ROOF  LVL  SECTOR  C 
ROOF  LVL  SECTOR  E 
ROOF  LVL  SECTOR  F 
BOWL  CONCOURSE  LVL  SECTOR  1 
BOWL  CONCOURSE  LVL  SECTOR  2 
BOWL  CONCOURSE  LVL  SECTOR  3 
BOWL  CONCOURSE  LVL  SECTOR  4 
BATTING  TUNNEL  AND  COVERED  PITCHING  PLANS 
BATTING  TUNNEL  AND  COVERED  PITCFIING  PLANS 
MiLB  OBSERVATION  TOWER  PLANS  AND  DETAILS 
DIRT  BINS  &  GAS  STORAGE  STRUCTURE 
HYDROTHERAPY  ENLARGED  PLANS 
HYDROTHERAPY  DETA 
SCHEDULES 
RETAINING  WALL  DET7 
BOWL  SECTIONS 
BOWL  SECTIONS 
FOUNDATION  DETAILS 
SLAB  ON  GRADE  DETAILS 
TYPICAL  MASONRY  DETAILS 
STEEL  DETAILS 
STEEL  DETAILS 
STEEL  DETAILS 
STEEL  DETAILS 
STEEL  DETAILS 
STEEL  DETAILS 
STEEL  CONNECTION  DETAILS 
ROOF  FRAMING  DETAILS 
ROOF  FRAMING  DETAILS 
ROOF  FRAMING  DETAILS 
ROOF  FRAMING  DETAILS 

MECHANICAL  LEGENDS  &  ABBREVIATIONS 
MECHANICAL  SCHEDULES 
MECHANICAL  SCHEDULES 
MECHANICAL  SCHEDULES 
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Document 

Number 


Description 


Date 


MO. 05 
M2. 110 
M2.111 
M2.112 
M2.113 
M2. 114 
M2.116 
M2.117 
M2.118 
M2. 119 
M2. 120 
M2.121 
M2. 122 
M2. 123 
M2. 124 
M2. 125 
M2. 126 
M2. 127 
M2. 128 
M2. 129 
M2. 131 
M2. 132 
M2. 134 
M2. 135 
M2. 136 
M2. 137 
M2. 138 
M2. 139 
M2. 145 
M2. 41 2 
M6.01 
M6.02 
M6.03 
M6.04 

ELECTRICAL 
E0.01 
E0.02 
E0.03 
El.  00 
El. 00.1 
El.00.2 
E  1.00.3 
El. 00.4 
E  1.00.5 
El. 00.6 
E  1.00.7 
El.00.8 
El. 00.9 
E1.00L.1 
E1.00L.2 
E1.00L.3 
E1.00L.4 
E1.00L.5 
E1.00L.6 
E1.00L.7 
E1.00L.8 
E1.00L.9 
E2.01 


MECHANICAL  SCHEDULES 

MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  A 
MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  B 
MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  C 
MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  D 
MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  E 
MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  F 
MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  H 
MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECl'ORJ 
MECHANICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  K 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  A 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  B 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  C 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  D 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  E 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  F 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  G 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  H 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  J 
MECHANICAL  STADIUM  CONCOURSE  LVL  SECTOR  K 
MECHANICAL  STADIUM  SUITE  LVL  SECTOR  B 
MECHANICAL  STADIUM  SUITE  LVL  SECTOR  C 
MECHANICAL  STADIUM  SUITE  LVL  SECTOR  E 
MECHANICAL  STADIUM  SUITE  LVL  SECTOR  F 
MECFIANICAL  STADIUM  SUITE  LVL  SECTOR  G 
MECHANICAL  STADIUM  SUITE  LVL  SECTOR  H 
MECFIANICAL  STADIUM  SUITE  LVL  SECTOR  J 
MECHANICAL  STADIUM  SUITE  LVL  SECTOR 
MECHANICAL  STADIUM  ROOF  LVL  SECTOR 
MECHANICAL  BOWL  CLUBHOUSE  LVE  SECTOR  2 
MECHANICAL  DETAILS 
MECHANICAL  DETAILS 
MECHANICAL  DETAILS 
MECHANICAL  DETAILS 


£ 
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* 


ELECTRICAL  LEGENDS  &  ABBREVIATIONS 
ELECTRICAL  SCHEDULES 
ELECTRICAL  SCHEDULES 
ELECTRICAL  SITE  PLAN 
ELECTRICAL  SITE  PLAN  -  SECTOR  1 
ELECTRICAL  SITE  PLAN  -  SECTOR  2 
ELECTRICAL  SITE  PLAN  -  SECTOR  3 
ELECTRICAL  SITE  PLAN 
LECTRTCA 


SECTOR  4 


ELECTRICAL  SITE  PLAN  -  SECTOR  5 
ELECTRICAL  SITE  PLAN  -  SECTOR  6 
ELECTRICAL  SITE  PLAN  -  SECTOR  7 
ELECTRICAL  SITE  PLAN  -  SECTOR  8 
ELECTRICAL  SITE  PLAN  -  SECTOR  9 
LIGHTING  SITE  PLAN  -  SECTOR  1 
LIGHTING  SITE  PLAN  -  SECTOR  2 
LIGHTING  SITE  PLAN  -  SECTOR  3 
LIGHTING  SITE  PLAN  -  SECTOR  4 
LIGHTING  SITE  PLAN  -  SECTOR  5 
LIGHTING  SHE  PLAN  -  SECTOR  6 
LIGHTING  SITE  PLAN  -  SECTOR  7 
LIGHTING  SITE  PLAN  -  SECTOR  8 
LIGHTING  SITE:  PLAN  -  SECTOR  9 
ELECTRICAL  CLUBHOUSE  LEVEL  OVERALL  PLAN 
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Document 

Number 


Description 


Date 


E2.02 

E2.03 

E2.04 

E2.110 

E2.111 

E2.112 

F.2.113 

E2.114 

E2.115 

E2.117 

E2.118 

E2.119 

E2.120 

E2.121 

E2.122 

E2.124 

E2.125 

E2.126 

E2.127 

E2.128 

E2.129 

E2.132 

E2.134 

E2.135 

E2.411 

E2.412 

E2.413 

E3.110 

E3.111 

E3.112 

E3.113 

E3.114 

E3.115 

E3.117 

E3.118 

E3.119 

E3.120 

E3.121 

E3.122 

E3.124 

E3.125 

E3.126 

E3.127 

E3.128 

E3.129 

E3.131 

E3.132 

E3.134 

E3.135 

E3.1.36 

E3.138 

E3.142 

E3.143 

E3.421 

E3.422 

E3.423 

E3.424 

E4.01 


ELECTRICAL,  CONCOURSE  LEVEL  OVERALL  PLAN 
ELECTRICAL,  SUITE  LEVEL  OVERALL  PLAN 
ELECTRICAL  ROOF  LEVEL  OVERALL  PLAN 
ELECTRICAL  STADIUM  CLUBHOUSE  LVI,  SECTOR  A 
ELECTRICAL  STADIUM  CLUBHOUSE  LVI,  SECTOR  B 
ELECTRICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  C 
ELECTRICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  D 
ELEC'FRICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  E 
ELECTRICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  F 
ELECTRICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  I  I 
ELECTRICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  J 
ELECTRICAL  STADIUM  CLUBHOUSE  LVL  SECTOR  K 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  A 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  B 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  C 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  E 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  F 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  G 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  H 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  J 
ELECTRICAL  STADIUM  CONCOURSE  LVL  SECTOR  K 
ELECTRICAL  STADIUM  SUITE  LVL  SECTOR  C, 
ELECTRICAL  STADIUM  SUITE  LVL  SECTOR  E 
ELECTRICAL  STADIUM  SUITE  LVL  SECTOR  F 
ELEC  BOWL  CLUBHOUSE  LVL  SECT  1 
ELEC  BOWL  CLUBHOUSE  LVL  SECT  2 
ELEC  BOWL  CLUBHOUSE  LVL  SECT  3 
LIGHTING  STADIUM  CLUBHOUSE  LVL  SECT 
LIGHTING  STADIUM  CLUBHOUSE  LVL  SECTOR 
LIGHTING  STADIUM  CLUBHOUSE  LVL  SECTOR  C 


LIGHTING  STADIUM  CLUBHOL'SEJUVL  SECTOR  D 
LIGHTING  STADIUM  CLUBHOUSE  LVL  SECTOR  E 
LIGHTING  STADIUM  CLUBHOUSE  LVL  SECT  OR  F 
LIGHTING  STADIUM  CLUBHOUSE  LVL  SECTOR  1 1 
LIGHTING  STADIUM  CLUBHOUSE  LVL  SECTOR  J 
LIGHTING  STADIUM  CLUBHOUSE  LVL  SECTOR  K 
LIGHTING  STADIUM  CONCOURSE  LVL  SECTOR  A 
LIGHTING  STADIUM  CONCOURSE  LVI,  SECTOR  B 
LIGHTING  STADIUM  CONCOURSE  LVL  SECTOR  C 
LIGHTING  STADIUM  CONCOURSE  LVL  SECTOR  E 
LIGHTING  STADIUM  CONCOURSE  LVL  SECTOR  F 
LIGHTING  STADIUM  CONCOURSE  LVL  SECTOR  G 
LIGHTING  STADIUM  CONCOURSE  LVL  SECTOR  H 
LIGHTING  STADIUM  CONCOURSE  LVL  SECTOR  J 
LIGHTING  STADIUM  CONCOURSE  LVL  SECTOR  K 
LIGHTING  STADIUM  SUITE  LVL  SECTOR  B 
LIGHTING  STADIUM  SUITE  LVL  SECTOR  C 
LIGHTING  STADIUM  SUITE  LVL  SECTOR  E 
LIGHTING  STADIUM  SUITE  LVL  SECTOR  F 
LIGHTING  STADIUM  SUITE  LVL  SECTOR  G 
LIGHTING  STADIUM  SUITE  LVL  SECTOR  II 
LIG1 ITING  STADIUM  ROOF  LVL  SECTOR  B 
LIGI  ITING  STADIUM  ROOF  LVL  SECTOR  C 
LIGHTING  BOWL  CONCOURSE  LVL  LIGHTING  SECTOR  1 
LIGHTING  BOWL  CONCOURSE  LVL  LIGHTING  SECTOR  2 
LIGHTING  BOWL  CONCOURSE  LVL  LIGHTING  SECTOR  3 
LIGHTING  BOWL  CONCOURSE  LVL  LIGHTING  SECTOR  4 
ELECTRICAL  ENLARGED  PLANS 
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Document 

Number 


Description 


Date 


E4.02 

E4.03 

E4.04 

E5.01 

E5.02 

E5.03 

E5.04 

FIRE  AT, ARM 

FA2.110 

FA2.111 

FA2.112 

FA2.113 

FA2.114 

FA2.115 

FA2.117 

FA2.118 

FA2.119 

FA2.120 

FA2.121 

FA  2. 122 

FA2.124 

FA  2. 125 

FA2.126 

FA  2. 127 

FA2.128 

FA2.129 

FA2.132 

FA2.133 

FA2.134 

PLUMBING 

P0.01 

P0.02 

P0.03 

P1.00 

P2.100 

P2.101 

P2.102 

P2.103 

P2.104 

P2.105 

P2.107 

P2.108 

P2.109 

P2.110 

P2.111 

P2.112 

P2.113 

P2.114 

P2.115 

P2.117 

P2.118 

P2.119 

P2.122 

P2.124 

P2.125 

P2.126 

P2.127 

P2.128 


ELECTRICAL  ENLARGED  PLANS 
ELECTRICAL  ENLARGED  PLANS 
ELECTRICAL  ENLARGED  PLANS 
ELECTRICAL  STADIUM  RISERS 
ELECTRICAL  CLUBHOUSE  RISERS 
ELECTRICAL  SHE  RISERS 
FIRE  ALARM  RISER 

FIRE  ALARM  STADIUM  CLUBHOUSE  LVL  SECTOR  A 
FIRE  ALARM  STADIUM  CLUBHOUSE  LVL  SECTOR  B 
FIRE  ALARM  STADIUM  CLUBHOUSE  LVL  SECTOR  C 
FIRE  ALARM  STADIUM  CLUBHOUSE  LVL  SECTOR  D 
FIRE  ALARM  STADIUM  CLUBHOUSE  LVL  SECTOR  E 
FIRE  ALARM  STADIUM  CLUBHOUSE  LVL  SECTOR  F 
FIRE  ALARM  STADIUM  CLUBHOUSE  LVL  SECTOR  H 
FIRp;  ALARM  STADIUM  CLUB!  IOUSE  LVL  SECTOR  J 
FIRE  ALARM  STADIUM  CLUBHOUSE  LVL  SECTOR  K 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTOR  A 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTOR  B 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTOR  C 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTOR  E 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTOR  F 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTOR  G 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTOR  H 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTOR  J 
FIRE  ALARM  STADIUM  CONCOURSE  LVL  SECTO 
FIRE  ALARM  STADIUM  SUITE  LVL  SECTOR  C 
FIRE  ALARM  STADIUM  SUITE  LVL  SECTOR  E 
FIRE  ALARM  STADIUM  SUITE  LVL  SECTO 


STQMk 


CTORJ 

CTORJ^^^k 


PLUMBING  COVER  SHEET 
PLUMBING  SCHEDULES 
PLUMBING  SCHEDULES 
PLUMBING  SITE  PLAN 
PLBG  STADIUM  UNDERSLAB  LVL  SECTOR  A 
PLBG  STADIUM  UNDERSLAB  LVL  SECTOR  B 
PLBG  STADIUM  UNDERSLAB  LVL  SECTOR  C 
PLBG  STADIUM  UNDERSLAB  LVL  SECTOR  D 
PLBG  STADIUM  UNDERSLAB  LVL  SECTOR  E 
PLBD  STADIUM  UNDERSLAB  LVL  SECTOR  F 
PLBD  STADIUM  UNDERSLAB  LVL  SECTOR  H 
PLBD  STADIUM  UNDERSLAB  LVL  SECTOR  J 
PLBD  STADIUM  UNDERSLAB  LVL  SECTOR  K 
PLBG  STADIUM  CLUBHOUSE  LVL  SECTOR  A 
PLUMBING  STADIUM  CLUBHOUSE  LVL  SECTOR  A 
PLUMBING  STADIUM  CLUBHOUSE  LVL  SECTOR  B 
PLUMBING  STADIUM  CLUBHOUSE  LVL  SECTOR  C 
^PLUMBING  STADIUM  CLUBHOUSE  LVL  SECTOR  D 
PLUMBING  STADIUM  CLUBHOUSE  LVL  SECTOR  F 
PLUMBING  STADIUM  CLUBHOUSE  LVL  SECTOR  G 
PLBG  STADIUM  CLUBHOUSE  LVL  SECT  J 
PLBG  STADIUM  CLUBHOUSE  LVL  SECT  K 
PLUMBING  STADIUM  CONCOURSE  LVL  SECTOR  B 
PLUMBING  STADIUM  CONCOURSE  LVL  SECTOR  D 
PLUMBING  STADIUM  CONCOURSE  LVL  SECTOR  E 
PLUMBING  STADIUM  CONCOURSE  LVL  SECTOR  F 
PLUMBING  STADIUM  CONCOURSE  LVL  SECTOR  G 
PLBG  STADIUM  CONCOURSE  LVL  SECTJ 
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Document 

Number 


Description 


Date 


P2.129 

P2.132 

P2.134 

P2.135 

P4.01 

P5.01 

P5.02 

P6.01 

P6.02 


PLBG  STADIUM  CONCOURSE  LVL  SECT  K 
PLUMBING  STADIUM  SUITE  LVL  SECTOR  B 
PLUMBING  STADIUM  SUITE  LVL  SECTOR  E 
PLUMBING  STADIUM  SUITE  LVL  SECTOR  F 
PLU  MBING  ENLARGED  PLANS 
PLUMBING  RISERS 
PLUMBING  RISERS 
PLUMBING  DETAILS 
PLUMBING  DETAILS 


FIRE:  PROTECTION 


FP0.01 

FP1.00 

FP2.I10 

FP2.111 

FP2.11 2 

FP2.113 

FP2.114 

FP2.115 

FP2.I1 7 

FP2.118 

FP  2.119 

FP2.120 

FP2.121 

FP2.122 

FP2.124 

FP2.125 

FP2.126 

FP2.127 

FP2.128 

FP2.129 

FP2.132 

FP2.134 

FP2.135 

FP5.01 

FP5.02 

FP6.01 

AUDIO-VISUAL 

AVO.OO 

A  VO.  01 

A  VI. 00 

AVI. 02 

AVI. 08 

AVI. 10 

AV2.01 

AV2.02 

AV2.03 

AV2.110 

AV2.111 

AV2.112 

AV2.11 3 

AV2.114 

AV2.11 5 

AV2.117 

AV2.118 

AV2.120 

AV2.121 

AV2.122 

AV2.124 


FIRE  PROT  LEGENDS  &  ABBREVIATIONS 
FP  SITE;  PLANS 

FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  A 
FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  B 
FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  C 
FlkE  PROT  S7ADIUM  CLUBHOUSE  LVL  SECT  D 
FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  E 
FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  F 
FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  H 
FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  J 
FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  K 
FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  A 
FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  B 
FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  C 
FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  E 
FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  F 
FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT 
FIRE  PROT  STADIUM  CONCOURSE  LVL  SEC 
FIRE  PROT  STADIUM  CONCOURSE  LVL  SE' 

FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  K 
FIRE  PROT  STADIUM  SUITE  LVL  SECT. C 
FIRE  PROT  STADIUM  SUITE  LVL  SECT  E 
FIRE  PROT  STADIUM  SUITE  O^'sECT  F 
FIRE  PROTECTION  RISER  -  NATIONALS 
FIRE  PROTECTION  RISER 
FIRE  PROT  DETAILS 

GENERAL  NOTES  AND  LEGENDS 
AV  CONNECTOR  DETAILS 
FIELD  LEVEL  SITE  PiXn 
FIELD  LEVEL  SITE  AREA  2 
FIELD  LEVEL  SlfE  AREA  8 
AV  SITE  UNDERGROUND  CONDUIT 
CLUBHOUSE  LEVEL  KEY  PLAN 

Concourse  level  key  plan 

SUITE  LEVEL  KEY  PLAN 
CLUBHOUSE  LEVEL  SECTOR  A 
CLUBHOUSE  LEVEL  SECTOR  B 
CLUBHOUSE  LEVEL  SECTOR  C 
CLUBHOUSE  LEVEL  SECTOR  D 
CLUBI IOUSE  LEVEL  SECTOR  E 
CLUBHOUSE  LEVEL  SECTOR  F 
CLUBHOUSE  LEVEL  SECIOR  H 
CLUBHOUSE  LEVEL  SECTOR  J 
CONCOURSE  LEVEL  SECTOR  A 
CONCOURSE  LEVEL  SECTOR  B 
CONCOURSE  LEVEL  SECTOR  C 
CONCOURSE  LEVEL  SECTOR  E 


I 


oc<l 


:4 


& 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 
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Document 

Number 

AV2.125 

AV2.126 

AV2.127 

AV2.132 

AV2.134 

AV2.135 

AV2.224 

AV  2.221 

AV2.228 

AV2.501 

AV 2.502 

AV2.503 

AV3.01 

AV3.02 

AV3.03 

A  V  3.04 

AV3.05 

AV3.06 

AV4.11 2 

AV4.113 

AV4.116 

AV4.11 8 

AV4.11 9 

AV4.122 

AV4.123 

AV4.132 

AV4.134 

A  V  4.135 

AV4.224 

AV4.228 

AV4.501 

A  V  4.502 

AV5.00 

AV6.01 

AV6.02 

AV7.50 

DATA 

DO. 00 

D1.00 

D1.02 

D1.03 

D1.05 

D1.06 

D1.08 

D1.09 

D1.10 

D2.01 

D2.02 

D2.03 

D2.110 

D2.111 

D2.112 

D2.113 

D2.114 

D2.115 

D2.117 

D2.118 

D2.119 


Description 


Date 


CONCOURSE  LEVEL  SECTOR  F 
CONCOURSE  LEVEL  SECTOR  G 
CONCOURSE  LEVEL  SECTOR  H 
SUITE  LEVEL  SECTOR  C 
SUITE  LEVEL  SECTOR  E 
SUITE  LEVEL  SECTOR  F 
NATIONALS  ADMIN  LEVEL  SECTOR  E 
ASTROS  CONCOURSE  LEVEL  SECTOR  H 
ASTROS  ADMIN  LEVEL  SECTOR  J 
NATIONALS  MLB  PRACTICE  FIELD  #1  DETAILS 
ASTROS  MLB  PRACTICE  FIELD  #1  DETAILS 
AUDIO  VIDEO  PLAN  DETAILS 
AV  ELEVATION  DETAILS 
AV  ELEVATION  DETAILS 
NATIONALS  CLUBHOUSE  SECTION  DETAILS 
ASTROS  CLUBHOUSE  SECTION  DETAIL 
TYPICAL  SPEAKER  CLUSTER  DETAILS 
AV  SECTION  DETAILS 
CLUBHOUSE  LEVEL  RCP  SECTOR  C 
CLUBHOUSE  LEVEL  RCP  SECTOR  D 
CLUBHOUSE  LEVEL  RCP  SECTOR  G 
CLUBHOUSE  LEVEL  RCP  SECTOR  J 
CLUBHOUSE  LEVEL  RCP  SECTOR  K 
CONCOURSE  LEVEL  RCP  SECTOR  C 
CONCOURSE  LEVEL  RCP  SECTOR  E 
SUITE  LEVEL  RCP  SECTOR  C 
SUITE  LEVEL  RCP  SECTOR  E 
SUITE  LEVEL  RCP  SECTOR  F 
NATIONALS  ADMIN  LEVEL  RCP  SECTOR 
ASTROS  ADMIN  LEVEL  RCP  SECTOR  J 
CLUBHOUSE  RCP  DETAILS 
PRESS  LEVEL  RCP  DETAILS 
AV  PANEL  DETAILS 
AUDIO  JUNCTION  BOX  SCHEDULE 
VIDEO  JUNCTION  BOX  SCHEDULE 
BCAST  CONDUIT  SCHEDUE 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

A \ 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 


DATA  NOTES  &  LEGENDS 
FIELD  LEVEL  SITE  PLAN 
FIELD  LEVEL  SITE  AREA  2 
FIELD  LEVEL  SITE  AREA  3 
FIELD  LEVEL  SI'PE  AREA  5 
FIELD  LEVEL  SITE  AREA  6 
FIELD  LEVEL  SITE  AREA  8 
FIELD  LEVEL  SITE  AREA  9 
DATA  SITE  UNDERGROUND  CONDUITS 
CLUBHOUSE  LEVEL  KEY  PLAN 
CONCOURSE  LEVEL  KEY  PLAN 
SUITE  LEVEL  KEY  PLAN 
CLUBHOUSE  LEVEL  SECTOR  A 
CLUBHOUSE  LEVEL  SECTOR  B 
CLUB]  IOUSE  LEVEL  SECTOR  C 
CLUBHOUSE  LEVEL  SECTOR  D 
CLUBHOUSE  LEVEL  SECTOR  E 
CLUBHOUSE  LEVEL  SECTOR  F 
CLUBHOUSE  LEVEL  SECTOR  H 
CLUBHOUSE  LEVEL  SECTOR  J 
CLUBHOUSE  LEVEL  SECTOR  K 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 
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Date 


D2.120  CONCOURSE  LEVEL  SECTOR  A 

D2.121  CONCOURSE  LEVEL  SECTOR  B 

D2.122  CONCOURSE  LEVEL  SECTOR  C 

D2.123  CONCOURSE  LEVEL  SECTOR  D 

D2.124  CONCOURSE  LEVEL  SECTOR  E 

D2.125  CONCOURSE  LEVEL  SECTOR  F 

D2.126  CONCOURSE  LEVEL  SECTOR  G 

D2.127  CONCOURSE  LEVEL  SECTOR  H 

D2.128  CONCOURSE  LEVEL  SECTOR  J 

D2.129  CONCOURSE  LEVEL  SECTOR  K 

D2.132  SUITE  LEVEL  SECTOR  B 

D2. 1 34  SUIITS  LEVEL  SECTOR  E 

Dll 35  SUITE  LEVEL  SECTOR  F 

D2.144  ROOF  LEVEL  SECTOR  E 

D2.224  NATIONALS  ADMIN  LEVEL  SECTOR  E 

D2.227  ASTROS  ADMIN  LEVEL  SECTOR  I  I 

D2.228  ASTROS  ADMIN  LEVEL  SECTOR  J 

D2.501  TELECOM  CLOSET  DETAILS 

D2.502  TELECOM  CLOSET  DETAILS 

D2.503  COACHING  VIDEO  PLAN  DETAILS 

D7.00  DATA  RISER  -  STADIUM 

D7.01  DATA  RISER  -  CLUBHOUSE  &  TRAINING 

D7.02  DATA  RISER  -  FIBER/COPPER  CAB!  ,ING 

SECURITY 

SC2.01  Cl  .UBHOUSE  LEVEL  KEY  PLAN 

SC2.02  CONCOURSE  LEVEL  KEY  PLAN 

SC2.03  SUITE  LEVEL  KEY  PLAN 

SC2.51  SECURITY  ENLARGED  VIEWS 

SC2.52  SECURITY  CONDUIT  ACCOMODATIONS 

SC2.112  CLUBHOUSE  LEVEL  SECTOR  C 

SC2. 113  CLUBHOUSE  LEVEL  SECTOR 

SC2.114  CLUBHOUSE  LEVEL  SECTOR 

SC2.118  CLUBHOUSE  LEVEL  SECTOR  J 

SC2.119  CLUBHOUSE  LEVEL  SECTOR 

SC2.1 25  CONCOURSE  LEVEL  SECTOR  F 

SC2.126  CONCOURSE  LEVEL  SECTOR  G 

SC2. 132  SU  IT.E  LEVEL  RCP  SECTOR  C 

SC2.134  SUITE  LEVEL  SECTOR  E 

SC2.224  NATIONALS  ADMIN  LEVEL  SECTOR  E 

SC2.227  ASTROS  ADM  IN  LEVSf,  SECTOR  II 

SC2.228  ASTROS  ADM  IN  LEVEL  SECTOR  J 

SC3.01  SECURITY7  ELEVATIONS 

SC4.1 12  CLUBHOUSE  LEVEL  RCP  SECTOR  C 

SC4. 113  CLUBHOUSE  LEVEL  RCP  SECTOR  D 

SC4. 1 14  CLUBHOUSE  LEVEL  RCP  SECTOR  E 

SC4.117  CLUBHOUSE  LEVEL  RCP  SECTOR  I  I 

SC4.118  CLUBHOUSE  LEVEL  RCP  SECTOR  J 

SC4. 1 19  CLUBHOUSE  LEVEL  RCP  SECTOR  K 

SC4.125  CONCOURSE  LEVEL  RCP  SECTOR  F 

SC4.126  CONCOURSE  LEVEL  RCP  SECTOR  G 

SC4.132  SUITE  LEVEL  RCP  SECTOR  C 

SC4.134  SUITE  LEVEL  RCP  SECTOR  E 

SC4.224  NATIONALS  ADMIN  LEVEL  RCP  SECTOR  E 

SC4.227  ASTROS  ADMIN  LEVEL  RCP  SECTOR  H 

SC4.228  ASTROS  ADMIN  LEVEL  RCP  SECTOR  J 

FOODSERVICE 

K2.01  ST  ADIUM  CLUB1 IOUSE  LEVEL  KEY  PLAN 

K2.02  STADIUM  CONCOURSE  LEVEL  KEY  PLAN 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 


14  of  19 


10/15/2015 


HSMC 

BALLPARK  OF  Tl  IE  PALM  BEACHES 


GMP  Exhibit  K-5 
LISTS  OF  DOCUMENTS/DRAWINGS 


LISTED  BELOW  IS  THE  UPDATED  DESIGN  PACKAGE  #1  DOCUMENT  LOG 


Document 
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Description 


Date 


K2.03  STADIUM  SUITE  LEVEL  KEY  PLAN 

K2. 1 1 1  STADIUM  CLUBHO  USE  LEVEL  SECTOR  C 

K2.111.I  UTILITY  SCHEDULE 

K2.1 14  STADIUM  CLUBHOUSE  LEVEL  SECTOR  K 

K2.114.1  UTILITY  SCHEDULE 

K2.115  STADIUM  CONCOURSE  LEVEL  SECTOR  C 

K2. 1 1 5. 1  UTILITY  SCHEDULE 

K2.1 16  STADIUM  CONCOURSE  LEVEL  SECTOR  C 

K2.116.1  UTILITY  SCHEDULE 

K2.117  STADIUM  CONCOURSE  LEVEL  SECTOR  E 

K2.U7.1  UTILITY  SCHEDULE 

K2.1 18  STADIUM  CONCOURSE  LEVEL  SECTOR  E 

K2.118.1  UTILITY  SCHEDULE 

K2.119  STADIUM  CONCOURSE  LEVEL  SECTOR  F 

K2. 119.1  UTIUTY  SCHED  ULE 

K2.120  STADIUM  CONCOURSE  LEVEL  SECTOR  G 

K2.120.1  UTTLEIY  SCHEDULE 

K2.121  STADIUM  CONCOURSE  LEVEL  SECTOR  K 

K2.121.1  UTILITY  SCHEDULE 

K2.122  STADIUM  SUITE  LEVEL  SECTOR  E 

K2.122.1  UTILITY  SCHEDULE 

IC2.211  STADIUM  CLUBHOUSE  LEVEL  MISC  -  EQUIPMENT 

K2.212  STADIUM  CONCOURSE  /  SUITE  LEVEL  MISC  -  EQUIP 


id  and  Requirements 


■: 


SPECIFICATIONS 

DIVISION  no  -  PROCUREMENT  AND  CONTRACTING  REQUIREMENTS 
NO  SECTIONS 

DIVISION  01  -  GENERAL  REQUIREMENTS 
01  0510  Exterior  Design  Selections 

01  0520  Interior  Design  Selections 

01  2300  Alternates 

01  9301  Sports  Field  Maintenance  Period  and  Requirem 

DIVISION  02  -  EXISTING  CONDITIONS 
NO  SECTIONS 
DIVISION  03  -  CONCRETE 
03  1000  Concrete  Formwork 

03  1515  Bearing  Pads 

03  2000  Concrete  Reinforceme 

03  3000  Cast-In-Place  Concrete 

03  3500  Concrete  Finishing 

03  3543  Polished  Concrete 

DIVISION  04  -  MASONRY 
04  2000  Concrete  Unit  Masonry 

04  2001  Unit  Masonry 

04  2200  Reinforced  Masonry 

04  7200  Cast  Stone  Masonry 

DIVISION  O.sNmRTALS 
05  1200  Structural  Steel 

05  2100  Steel  Joists 

05  3100  Steel  Deck 

05  4100  Cold-Formed  Steel  Framing 

05  4300  Slotted  Channel  Framing 

05  5000  Metal  Fabrications 

05  5100  Metal  Stairs 

05  521 3  Pipe  and  Tube  Railings 

05  5300  Metal  Gratings 

05  7300  Ornamental  Handrails  and  Railings 

DIVISION  06  -  WOOD.  PLASTICS,  and  composites 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 


7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 
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06  1053  Miscellaneous  Rough  Carpentry 

06  1643  Extcnor  Gypsum  Sheathing 

06  2013  Wood  Decking 

06  4023  Interior  Architectural  Woodwork 


06  4223 

06  6400 

06  6413 

06  6000 

06  6813 

DIVISION  07 

Slatwall  Paneling 

Plastic  (FRP)  Paneling 

Translucent  Resin  Panel  Fabrications 

Decorative  High-Pressure  Compact  Laminates 

Plastic  Gratings 

-  THERMAL  AND  MOISTURE  PROTECTION 

07  1352 

Modified  Bituminous  Sheet  Waterproofing 

07  1413 

Plot  Fluid-Applied  Rubberized  Asphalt  Waterproofing 

07  1800 

Traffic  Coatings 

07  2100 

Thermal  Insulation 

07  2500 

Air  and  Water  Barriers 

07  2617 

Below  Slab  Vapor  Retarders 

07  4114 

Metal  Roof  Panels 

07  5013 

Single-Ply  Membrane  Roofing 

07  6200 

Sheet  Metal  Flashing  and  Trim 

07  7200 

Roof  Accessories 

07  7600 

Roof  Pavers  and  Pedestal  Assemblies 

07  8116 

Cementitious  Fireproofing 

07  8413 

Penetration  Firestopping 

07  8446 

Fire-Resistive  Joint  Firestopping 

07  9200 

Joint  Sealants 

07  9500 

Expansion  Control 

08  1113 

Hollow  Metal  Doors  and  Frames 

08  1416 

Pre finished  Flush  Wood  Doors 

08  3113 

Access  Doors  and  Frames 

08  3313 

Coiling  Counter  Doors 

08  3323 

Overhead  Coiling  Doors 

08  3800 

Special  Doors 

08  4110 

Interior  Storefront 

08  4216 

Interior  Aluminum  Entrance  Doors 

08  4333 

Sliding/Folding  Doors 

08  4400 

Glazed  Aluminum  Framing  Systems 

08  4500 

Translucent  Wall  and  Roof  Assemblies 

08  5820 

Security  Windows 

08  7100 

Door  Hardware 

08  8000 

Glazing 

08  8300 

Unframed  Mirrored  Glazing 

08  9100 

Wall  Louvers 

DIVISION  09  - 

■  FINISHES 

09  2400 

Portland  Cement  Plastering 

09  2600 

Veneer  Plastering 

09  2900 

Gypsum  Board  Assemblies 

09  3000 

Tiling 

09  5113 

Acoustical  Panel  Ceilings 

09  5135 

Snap-In  Metal  Pan  Ceilings 

09  6500 

Resilient  Flooring 

09  6513 

Resilient  Base  and  Accessories 

09  6520 

Interlocking  Rubber  1'ile  Flooring 

09  6723 

Resinous  Flooring 

09  6800 

Carpeting 

09  9100 

Painting 

09  9600 

High-Performance  Coatings 

09  9663 

Textured  Acrylic  Coating 

7/30/2015 
7/30/2015 
8/28/2015 
7/30/2015 
8/28/2015 
7/30/2015 
7/30/2015 
/ 28/2015 
30/2015 


A 


0° 


o/  {.O! 

7/30/ 

7/30/ 


30/2015 
7/30/2015 
7/30/2015 
7/30/2015 
7/30/2015 
7/30/2015 
7/30/2015 
7/30/2015 
8/28/2015 
7/30/2015 
7/30/2015 
7/30/2015 
7/30/2015 
7/30/2015 
7/30/2015 
7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

8/28/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 
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DIVISION  10  - 

SPECIALTIES 

10  2113 

Toilet  Compartments 

10  2238 

Operable  Panel  Partition 

10  2400 

Architectural  Screens 

10  2813 

Toilet  Accessories 

10  4116 

Emergency  Key  Cabinets 

10  4400 

Fire  Protection  Specialties 

10  5113 

Metal  Lockers 

10  5116 

Wood  Lockers 

10  5626 

Mobile  Storage  Shelving 

10  7113 

Exterior  Sun  Control  Devices 

10  7500 

Flagpoles 

DIVISION  11  - 

EOIJTPMENT 

1 1  4000 

Foodservice  Equipment 

11  5213 

Projection  Screen 

11  6800 

Playing  Field  Equipment  and  S 

DIVISION  12- 

FURNISHINGS 

12  2413 

Roller  Window  Shades 

12  3640 

Stone  Countertops 

12  4816 

Flntrance  Floor  Grilles 

12  4843 

Entrance  Floor  Mats 

12  6300 

Stadium  Seating 

12  6650 

Fixed  Bleachers  and  Benches 

12  9313 

Bicycle  Racks 

DIVISION  13  - 

SPECIAL  CONSTRUCTION 

13  0380 

Saunas 

13  0540 

Steam  Rooms 

13  2817 

Ballpark  Netting  and  Supports 

DIVISION  14  - 

CONVEYING  EOUIPMENT 

14  2400 

Hydraulic  Elevators 

14  4200 

Wheelchair  Lifts 

DIVISIONS  15 

^2(] 

NO  SECTIONS 

DIVISION  21  - 

-  FIRE  SUPPRESSION 

Date 


,4 


tion 


21  0501  Fire  Protection  General  Provisit! 

21  0513  Electric  Motors  for  Fire  Protection 

21  0529  Hangers  and  Supports  for  Fire-Suppression  Piping  and  Equipment 

21  0548  Vibration  and  Seismic  Controls  for  Fire-Suppression  Piping  and  Equipment 

21  0553  Systems  Identification  for  Fire  Protection 

21  1319  Fire  Protection  Systems  ' 

21  1320  Clean  Agent  Fire  Suppression  Systems 

DIVISION  22  -  PI  AJMBING 


0° 


7/30/2015 
7/30/2015 
7/30/2015 
8/28/2015 
7/30/2015 
7/30/2015 
^  1^/30/2015 

7/30/2015 
8/28/2015 
7/30/2015 
7/30/2015 


7/30/2015 

8/28/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

7/30/2015 

7/30/2015 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 


22  0501 

Plumbing  General  Provisions 

8/28/2015 

22  0513 

Electric  Motors  for  Plumbing 

8/28/2015 

22  0516 

Expansion  Compensation  for  Plumbing 

8/28/2015 

22  0519 

Meters,  Gauges  and  Thermometers  for  Plumbing 

8/28/2015 

22  0529 

Hangers  and  Supports  for  Plumbing  Piping  and  Equipment 

8/28/2015 

22  0548 

Vibration  Isolation 

8/28/2015 

22  0553 

Systems  Identification  for  Plumbing 

8/28/2015 

22  0719 

Insulation  for  Plumbing 

8/28/2015 

22  1100 

Domestic  Water  Systems 

8/28/2015 

22  1123 

Plumbing  Pumps 

8/28/2015 

22  1300 

Drainage  Systems 

8/28/2015 

22  1313 

Fuel  Oil  Systems 

8/28/2015 

22  2101 

Hydronic  Systems  Specialties  for  Plumbing 

8/28/2015 

22  3300 

Domestic  Water  I  leafing  Systems 

8/28/2015 

22  4000 

Plumbing  Fixtures 

8/28/2015 

22  6313 

Natural  Gas  Systems 

8/28/2015 
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HSMC  GMP  Exhibit  K-5 

BALLPARK  OF  THE  PALM  BEACT IES  .  LISTS  OF  DOCUMENTS/DRAWINGS 

LISTED  BELOW  IS  THE  UPDATED  DESIGN  PACKAGE  #1  DOCUMENT  LOG 


Document 

Number 


Description 


DIVISION  23  -  HEATING.  VENTILATING.  AND  ATR-CONDITIONING  fljVAQ 


23  0501 

HVAC  General  Provisions 

23  0513 

Electric  Motors  for  HVAC  Equipment 

23  0514 

Variable  Frequency  Drives  for  HVAC 

23  0548 

Vibration  Controls  for  HVAC 

23  0550 

Access  Doors  in  General  Construction  for  HVAC 

23  0553 

Systems  Identification  for  HVAC 

23  0593 

Testing,  Adjusting  and  Balancing  for  HV  AC 

23  0700 

Insulation  for  HVAC 

23  0923 

Direct  Digital  Control  System  for  I IV AC 

23  3100 

HVAC  Ducts  and  Casings 

23  3313 

Dampers 

23  3319 

Acoustics 

23  3400 

HVAC  Fans 

23  3600 

Air  Terminal  Units 

23  7433 

Packaged  Outdoor  Heating  and  Cooling  Air  Conditioner! 

23  8200 

Air  Cooled  Variable  Refrigerant  Systems 

DIVISION  26 

-  ELECTRICAL 

26  0501 

Electrical  General  Provisions 

26  0502 

Equipment  Connections  and  Coordination 

26  0519 

600V  Wire  and  Cable 

26  0526 

Grounding  System 

26  0533 

Raceway  and  Boxes 

26  0543 

Electrical  Ductbank 

26  0548 

Vibration  Isolation 

26  2213  Dry-Type  Transformers 

26  02413  Switchboards 

26  2416  Panelboards 

26  2726  Wiring  Devices 

26  281 3  600V  Fuses 

26  2816  Disconnect  Switches  and  Individual  Mot' 

26  3213  Engine  Generator  Systems 

26  4100  Lightning  Protection  System 

26  4313  Transient  Voltage  Surge  Supression 

26  5100  Architectural  Lighting 

26  5200  Field  Luminaires  and  Accessories 

DIVISION  27  -  COMMUNIC  ATIONS 

27  0106  Communications  Systems  Fireproofing 

27  0526  Grounding  and  Bonding  for  Communications 

27  0526  Pathways  for  Communications  Systems 

27  0529  Pathway^for  AV  Systems 

27  1300  Communication  Systems  Backbone  Cabling 

27  1500  Communication  Systems  Horizontal  Cabling 

27  4130  Video  Production  Systems 

27  4132  Broadcast  Cabling 

27  4133  Display  Systems 

27  4134  Ancillary  AV  Systems 

27  4136  Sound  Reinforcement  System 

DIVISION  28  -  ELECTRONIC  SAFETY  AND  SECURITY 

28  0529  Conduits  and  Back  Boxes  for  Security'  Systems 

28  3000  Fire  Management  System 

DIVISION  31  -  EARTHWORK 


,4 


Motor  Con trollers 

•y 


31  2200.1  Grading  (Playing  Fields) 

31  3116  Termite  Control 

DIVISION  32-  EXTERIOR  IMPROVEMENTS 

32  1313  Concrete  Paving-Site 

32  1316  Decorative  Concrete  Paving  Finishes-Site 


Date 


o0<l 


8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 
^/ 28/20 15 
8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 
8/28/2015 


8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 

8/28/2015 


7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 

7/30/2015 


7/30/2015 

8/28/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 
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HSMC 

BALLPARK  OF  THE  PALM  BEACHES 


GMP  Exhibit  K-5 
LISTS  OF  DOCUMENTS/DRAWINGS 


LISTED  BELOW  IS  THE  UPDATED  DESIGN  PACKAGE  #1  DOCUMENT  LOG 


Document 

Number 


Description 


Date 


32  1540 

Crushed  Stone  Paving 

32  1813 

Synthetic  Grass  Surfacing 

32  1814 

Synthetic  Turf  Base 

32  1823.13 

Baseball  Field  Surfacing 

32  3113 

Chain  Link  Fencing 

32  8350 

Fence  Wall  Padding 

32  8400 

Irrigation  System 

32  8400.1 

Irrigation  (Playing  Fields) 

329113 

Soil  Preparation  (Playing  Fields) 

32  9119 

Fine  Grading 

32  9200 

Turf  and  Grasses 

32  9201 

Growing  and  Supplying  Sod 

32  9300 

Exterior  Plants 

32  9643 

Tree  Relocation  and  Protection 

DIVISION  33  ■ 

-  UTILITIES 

33  4600.1 

Sub-Drainage  (Playing  Fields) 

3.3  4613 

Foundation  Drainage  System 

FOOD  SERVICE  CUT  SHEETS 


0° 


SUPPLEMENTAL  INFORMATION 

Program  Manger  GMP  Coordination  with  HSMC 
HKS  Scope  Clarifications 
J  IKS  Sketches  noted  below: 

15805_wall_type_study.pdf 
FP2-111-F1RE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  B.pdf 
FP2-120  -  FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  A.pdf 
FP2-126  -  FRIRE  PROT  STADIUM  CONCOURSE  LVL  SECT G.pdf 
18964.000-BTPB-25percentCD-Memo.pdf  pages  1-3 
15917_wall_typc_details.pdf  pages  1-3 
3363_001.pdf  pages  1-3 

2015  0925  Preliminary  Controls  Drawings.pdf  pages  1-3 

A 1-45  -  OBSERVATION  TOWERS.pdf 

RPT002-BTPB_HVAC  Option  5-2015-09-25.pdf  pages  1-6 

RP i'002-BTPB_HV AC  Option  5-201^09-25  Appendix  A.pdf  pages  1-3 

M0-02  -  MECH  SCHEDULES.pdf 

M0-03  -  MECH  SCHEDULES.pdf 

M0-04  -  MECTI  SCHEDULES.pdf 

M0-05  -  MECH  SCHEDULES.pdf 

M0-06  -  MECH  SCHEDULES.pdf 

response-mikc-re_astros  locker  room.pdf 

2015002_Steam  Room.pdf 

9.17.15  Sabal  Palm  Relocation.pdf  pages  1-2 

201 5-0921  BullpenCover-  A  stros.pd  f 

2015-0921_BullpenCovcr-Nats.pdf 

BULLPEN.pdf 

Entry  Plaza.pdf 

A 9-01  -  SEATING  PLAN.pdf 

1 5-0828_SeatCount.pd  f 

15-0929_SeatCount.pdf 

EQT05.pdf 

151007_dropped_slab_waterproofmg.pdf  pages  1-2 

THE  BALL  PARK  OF  THE  PALM  BEACHES  -  WEST  PALM  BEACH,  FLORIDA  07-29-2015.pdf 
Astros_Agility.pdf 
N  ationals_Agili  ty .  pdf 


7/30/2015 

8/28/2015 

8/28/2015 

8/28/2015 

7/30/2015 

7/30/2015 

7/30/2015 

8/28/2015 

8/28/2015 

7/30/2015 

7/30/2015 

8/28/2015 

7/30/2015 

7/30/2015 

8/28/2015 

7/30/2015 

8/28/2015 


10/14/2015 

10/14/2015 

10/14/2015 
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PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  STADIUM 


System 


Condition 


Show  n/De  tailed 


Contact 


Action 


BALLPARK  OF  THE  PALM  BEACHES 


PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  STADIUM 


BALLPARK  OF  THE  PALM  BEACHES 


PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  STADIUM 


System 

Condition 

Shown/Detailed 

Contact 

Action 

Notes 

HSMC  Has  Included  or  Allowed 
for  In  GMP  Y/N 

HK3  TO  PROVIDE  FURTHER 
DETAILS. 

El 

No  dwell  lor  Suite  rooms  13203,  13204.  13206,  1 3505, 

13506.  13507  A4-132  and  135,  Can  you  darlfy  ceiling  types  in 

suites?  Finish  schedules  note  suite  ceilings  as  painl,  are  these 

nor  open  to  structure? 

ss 

■ 

NO  COMMENT  REQUIRED.  HUNT 

BB5B 

^21 

H 

^9 

V*:,.  r:  UNFi^-n-iltiS  PROVED  K-RO?A 

BALLPARK  OF  THE  PALM  BEACHES 


PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  ASTROS 


HSMC  Has  Included  or  HKS  TO  PROVIDE 
Allowed  lor  in  GMP  YIN  FURTHER  DETAILS. 


BALLPARK  OF  THE  PALM  BEACHES 


PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  ASTROS 


Shown/Detailed 


HSMC  Has  Included  or 
Allowed  for  In  GMP  Y/N 


HKSTO  PROVIDE 
FURTHER  DETAILS. 


1 


BALLPARK  OF  THE  PALM  BEACHES 


PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  NATIONALS 


System  1 

Condition 

Shawn/Detall 

ed 

Contact 

Action 

Notes 

HSMC  Has  Included  or 
Allowed  for  In  GMP  Y/N 

HKS  TO  PROVIDE  FURTHER 
DETAILS. 

BALLPARK  OF  THE  PALM  BEACHES 


PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  NATIONALS 


Condition 

Shown/De  tall 
ed 

Contact 

Action 

Notes 

HSMC  Has  Included  or 
Allowed  for  In  GMP  Y/N 

HKS  TO  PROVIDE  FURTHER 
DETAILS. 

1 

Locker  schedule  A3. 24  is  incomplete,  heigh?  of  MLS  RW  type  lockers  scales 

:o  B'  H  on  plan  sheets,  RW  type  lockers  scale  to  6'  H  on  A3. 24  Interior 

coaches  or  MiLB  locker  rooms. 

Brian  PerriuH 

HKS  to  clarify, 

nctude  as  noted 

This  item  included  in  9-25  email  lo  Mike  Drye,  as  a  millwork  item  that  needed 

clarification.  Clarification  received  on  some  items  Hhown  in  red  Chris  Bauer 

and  Richard  Petty  copied  Per  Hun L  this  item  reviewed  in  subcontractor  scope 

S'  •  COMMENT  RfCUiKED  HUNT  HAS 

CONFIRMED  TH-S  >  INCLUDED  IN 
CA1P  PEP  HK>  Athu-r-ng  ft  spec  dree 
•cl  indicate  *12*  Mi.B  <s  po'erg  ‘•ujurn 

pijn  end  we  w;if  e:auoT;le  on  He 
e-iSVCilie  'S  urtrl  M  nor  lu-aQU-0 

player  tenches  ‘u  un 

Air  and  Vapor  Barrier 

Verification 
between  HKS, 

Hunt  and  MTi 

Th  s  ite-n  s  exc-uded  in  Hurl  u-a  s  (Ede-itx  Enclosure  tern  2)  but  -s  sl>l- 

ncudec  in  ihe  GMP  for  Stadium  Nat's  and  Astro's  Chris  Bauer  indicated  this 

has  been  vE  out  of  pro^ct  C  anficaLori  between  HKSrHurrt/MTl  s  reeded  lo 

MlSC 

Steam  and  Sauna  rooms 

Shown  but  no 

Hurt  has  included  ar  al  owance  ter  mien  or  finishes  in  Ine  Sleam  and  Sauna 
rooms  Steam  ard  Sauna  equipment  is  not  included  in  current  GMP  and  this  is 

GMP 

hi  t-  r  T6  VC* ITT TH*fil? .'At  M iC 

$**!» 

Openings 

Door  hardware 

Chris  Bauer 

Hurt  me  udes  Doors.‘F'ame8.‘He'Cware  ^  lump  sum  n  the  GMP  Cannot  ten 
what  portion  o*  lump  sum  .a  included  for  harcwae  Doo-  ha-cware  schedules' 
are  ncluded  in  9oece  Discussed  door  hardware  ccsts  lor  all  doors  be  'evtewed 
especial y  for  exterior  dcore 

'•  V-r  V"  1 

CONFIRMED  “  tjS^  ll«Ci  yO«?C  IN  GMP 

D,y”a" 

Is  any  metal  furring  or  substrate  required  for  the  steam  room  11321  and  sauna 
room  11322  @A2 -31 3.  not  shown 

B 

Mika  Drye 

B 

This  iietr  included  in  10  2  email  tc  Mi*e  Drye  for  clarification  copied  Chr  9 

Ba<<er  and  R>ck  Potty  No  clarification  received  as  of  10-S 

“riift  IS  tAClVO'D  IN  <>M>* 

Drywall 

Nat's  MLB  coaches  conference  room  11417,  E  CMU  wall  has  no  wall  type 
shown  and  no  drywall  furring  is  shown  Would  anticipate  furring  at  this 

locallon.  confirm 

B 

iWiiW 

Some  partition  types  are  not  flagged  @  MLB  Training  11304  A2-313 

B 

This  item  included  in  10-2  email  to  Mike  Drye  for  clarification  copied  Chris 

Bauer  and  Rick  Petty.  No  clarification  received  as  of  10-5. 

NO  WWF'i"  *tEOUIR6D  iUNT  --AL. 

rc.-Nnr-iMso  t-.*s  ig  int-l^EO  in  cmp 

Partition  type  P3  is  flagged  but  not  lislsd  in  wall  types,  @  Nats  Admin  A2-324 

I 

Mike  Drye 

HKS  10  Clarify 

This  item  included  in  10-2  email  to  Mike  Drye  for  clarification,  copied  Chris 

Bauer  and  Rick  Petty.  No  clarification  received  as  of  10-5. 

Ceilings 

— 

Soffit  detail  far  custom  logo  ceiling  (§>  Nats  MLB  Locker  11324  Flagged  for 
page  A4 .81/14  but  lhat  page  doesn't  exist  in  plan  sheets,  please  clarify. 

Not  shown 

HKS  to  Clarity 

This  item  included  in  10-2  email  to  Mike  Drye  for  clarification,  copied  Chris 

Bauer  and  Rick  Petty  No  clarification  received  as  of  10-5. 

NO  C.OMMF.rr  “tfi.Cr.SRT-.B.  ’-tijjvf  ~  TO 

VE S.IFV  -Hlo  COVeMBi  IN  GW* 

B 

Administration  area  corridor  12412.  plans  and  finish  schedule  show  rrela!  pan 

ceiling,  is  the  perimeter  area  shown  on  the  plan  sheel  A4-324  open  to 

structure? 

Not  shown 

Mike  Drye 

HKS  to  Clarify 

This  >1em  included  in  10-2  email  (0  Mike  Drye  for  clarification  copied  Chris 

Bauer  and  Rich  Petty.  No  clarification  received  as  of  10-5 

CONI' )»'«MSD  •  rltS  IS  INC  LUOfcD  IN  CM<* 

sssi 

Remove  from 

GMP 
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PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  LOW  VOLTAGE  CONDUITS 
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PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  LOW  VOLTAGE  CONDUITS 
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PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  LOW  VOLTAGE  CONDUITS 
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PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  LOW  VOLTAGE  CONDUITS 
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PROGRAM  MANAGER  GMP  COORDINATION  WITH  HSMC  -  MISC.  GENERAL 


The  Ballpark  of  The  Palm  Beaches  -  Scope  Clarifications 

HKS  Project  No  18964.000 


Note:  The  information  below  clarifies  the  Design  Development  (7/30/2015)  and  25%  Construction  Documents  (8/28/2015)  issued  to  HSMC.  Unless  noted  otherwise,  the  documents  issued  to  HSMC  on  7/30  and  8/28  shall  govern  the 
scope  required.  All  items  noted  herein  have  been  conveyed  to  HSMC  via  the  communication  method  noted  and  are  to  be  included  in  the  GMP. 


Item  No.  Area  Clarification  Method  of  Communication  Date  Sent  Applicable  Attachment/Sketch  Sent 

— . — - - — - — - — - 1  i  i 


1 

All 

Typical  exterior  walls  are  to  be  CMU  with  2-coat  stucco  on  exterior  side  and  2 1/2" 
drywall  partition  with  batt  insulation  on  the  interior  side. 

Email 

08/07/15 

150805  wall  type  study.pdf 

2 

All 

Civil  CAD  files  provided 

Email 

08/18/15 

2015.08.17.BTPB  -  BP1  CAD  Files  -  2010.zip 

3 

All 

Phase  1  Environmental  Site  Assessment,  Limited  Site  Assessment  Report  and  Limited 
Site  Assessment  Report  -  Addendum  #1  will  be  available  to  HSMC  and  subcontractors, 
but  will  not  be  included  in  the  Project  Manual 

■  4 

Email 

1^08/20/15 

KJ 

none 

4 

All 

<< 

(3)  Fire  Protection  Drawings  to  be  slipped  into  8/28  documents 

4s 

V 

08/28/15 

FP2-111  -  FIRE  PROT  STADIUM  CLUBHOUSE  LVL  SECT  B.pdf 

FP2-120  -  FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  A.pdf 

FP2-126  -  FIRE  PROT  STADIUM  CONCOURSE  LVL  SECT  G.pdf 

5 

All 

o#l 

Lightning  protection  is  to  be  provided  using  air  terminals,  not  masts. 

Email 

08/28/15 

18964.000-BTPB-25percentCD-Memo.pdf 

6 

All 

Essence  12'  fan  in  white  finish  to  be  provided  for  VIP,  Astros  and  Nationals  lobbies. 

Suite  and  Party  Deck  fans  to  be  84"  Haiku  in  bamboo  and  white. 

Email 

09/10/15 

none 

7 

All 

V 

1/2"  conduit  may  be  provided  if  sized  per  code  requirements 

Email 

_ 09/11/15 

none 
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The  Ballpark  of  The  Palm  Beaches  •  Scope  Clarifications 

HKS  Project  No.  16964.000 


8 

All 

Walls  will  not  be  required  to  have  CMU  cores  filled  with  insulation 

Email 

09/14/15 

150917_wall_type_details.pdf 

9 

All 

Innerducts  are  to  be  provided  per  D7.00  and  project  specifications 

Email 

09/17/15 

none 

10 

All 

Structural  Clay  Tile  is  to  be  replaced  with  ground  face  CMU  equal  to  Trendstone  Plus 
by  Trenwyth.  Single-wythe  walls  will  require  water  repellant  additive.  Ground  face 

CMU  at  cavity  walls  will  not  require  water  repellant. 

Email 

09/18/15 

none 

11 

All 

Sports  light  poles  are  to  be  designed  for  180  mph  where  attached  to  the  stadium 
structure.  Light  poles  elsewhere  on  the  site  can  be  designed  to  Category  II,  which  is 

170  mph. 

Email 

V 

r 

09/23/15 

none 

12 

All 

<< 

Miscellaneous  steel  detail  provided  to  support  countertops  at  CMU  walls 

Email 

09/23/15 

3363.001.pdf 

13 

All 

Plumbing  will  be  run  inside  CMU  walls  for  sinks  and  showers 

Email 

09/24/15 

none 

14 

All 

Concrete  locker  base  shown  on  A3.24  is  not  required.  GMP  to  assume  that  all  lockers 
will  have  a  metal  base  as  shown  on  A3  24. 

Email 

09/24/15 

none 

15 

All 

Preliminary  Controls  Drawings  provided 

Email 

09/25/15 

2015  0925  Preliminary  Controls  Drawings.pdf 
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16 

All 

Observation  towers  simplified  to  combine  guard  rail  and  countertop  detail,  use  Epic 
deckinq  in  lieu  of  bar  joists,  added  Big  Ass  Fan  in  ceiling, 

Email 

09/25/15 

A1.45  -  OBSERVATIONS  TOWERS.pdf 

17 

All 

Exit  signs  are  to  be  LEO  with  red  lettering  and  provided  as  follows: 

Clear  Acrylic  with  red  lettering:  Cooper  Industries  model  no.  APXEL 

Back  of  house:  Acuity  Brands  Lighting  model  no.  EXR/EXR  EL 

Outdoor:  Acuity  Brands  Liqhting  model  no.  WLTE 

Email 

09/25/15 

none 

18 

All 

Air-Cooled  Chiller  narrative  and  diagram  provided  for  pricing  and  inclusion  in  the  VM 
log 

Email 

09/25/15 

RPT002-BTPB-HVAC  Option  5-2015.09-25.pdf 

RPT002-BTPB-HVAC  Option  5-2015-09-25  Appendix  A.pdf 

19 

All 

Calculations  used  to  size  the  hot  water  plants  for  the  Stadium,  Astros,  and  Nationals 
facilities  were  provided  to  Kirlin  to  determine  if  there  are  VE  opportunities 

J 

f 

09/25/15 

BTPB  Plumbing  Calcs  2  •  Astros  Clubhouse.xlsx 

BTPB  Plumbing  Calcs  2  •  Stadium,  Visitors,  &  Maintenance 
Building.xlsx 

BTPB  Plumbing  Calcs  2  •  Nationals  Clubhouse.xlsx 

Nationals  Training  Facility  A.pdf 

Nationals  Training  Facility  B.pdf 

20 

All 

Accepted  VE  for  #36  knotted  nylon  netting  is  for  ballpark  safety  netting  in  the  outfield 
of  the  practice  fields  only.  Backstop  netting  at  the  practice  fields  and  stadium  are  to 
be  provided  as  specified. 

Email 

09/28/15 

none 

21 

All 

Xs 

In-qround  electrical  boxes  are  to  be  filled  with  gel  to  prevent  corrosion  of  wiring 

Email 

09/30/15 

none 

22 

All 

County  design  standards  were  provided  to  HSMC  for  their  consideration.  The 
standards  have  been  incorporated  into  the  current  design  documents  except  where  a 
specific  deviation  has  been  requested  from  the  County.  After  the  documents  are 
permitted,  if  HSMC  requests  additional  deviations,  HSMC  will  be  required  to  discuss 
and  document  the  proposed  deviations  from  the  County  design  standards  with  HW, 
HKS,  and  Marc  Taylor,  HSMC  will  assist  HW  with  their  request  for  a  deviation  to  the 
County. 

Email 

10/01/2015, 

10/15/2015 

Pages  from  Pol  &  Proc  Manual  for  DPs  revised  10-2013  •  Division 
15.pdf 

SECTION  15000  ■  GENERAL  PROVISIONS.summary_word.doc 
Section  15840  ■  AIR  TERMINAL  UNITS.summary.doc 

SECTION  15900  HVAC  INSTRUMENTATION  &  CONTROLS 
rev08_word.doc 

SECTION  15055  -  MOTORS.summary.doc 

23 

All 

Millwork  materials  are  identified  on  specification  section  010520.  Countertops  with 
the  designation  "LI"  refer  to  typical  details  noted  on  A3.23. 

Email 

10/02/15 

none 
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24 

All 

Thirty  (30)  exterior  doors  to  have  Medeco  security  level.  Locations  to  be  the  same  as 
those  showing  prewiring  on  the  Data  plans 

Meeting  Report 

10/05/15 

none 

25 

All 

Provide  slim  line  door  closer  hardware  for  alum  storefront  locations 

Meeting  Report 

10/05/15 

A 

none 

26 

All 

High-speed  hand  dryers  shall  be  Xlerator  in  the  stadium  only.  Clubhouses  will  have 
hard-wired  paper  towel  dispersers 

Meeting  Report 

10/05/15 

C°* 

none 

27 

All 

All  door  hardware  to  be  brushed  chrome  or  brushed  stainless  steel  finish,  Assa  Abloy 
Centro  Series  "MD". 

A 

Meeting  Report 

f 

10/05/15 

none 

28 

All 

Use  heavier  1715  threshold  at  all  exterior  doors 

V 

Meeting  Report 

10/05/15 

none 

29 

All 

Provide  continuous  hinges  on  all  aluminum  storefront  doors 

Meeting  Report 

10/05/15 

none 

30 

All 

Provide  locks  on  gates.  Same  keying  system  as  rest  of  complex.  All  gates  identified  in 
the  life  safety  plans  as  being  a  required  exit  will  require  panic  hardware 

Meeting  Report 

10/05/15 

none 

31 

All 

All  electronic  plumbing  fixtures  are  to  be  hard-wired 

Meeting  Report 

10/05/15 

none 
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32 

All 

Shower  diverters  to  confirm  that  all  parts  are  American-made 

Meeting  Report 

10/05/15 

none 

33 

All 

Mechanical  screens  to  be  Centria  MR3  perforated,  corrugated  metal  panels. 

Meeting  Report 

10/05/15 

34 

All 

Provide  access  panels  at  all  chase  walls  so  the  floor  drains  in  the  chases  can  be 
checked 

Meeting  Report 

10/05/15 

none 

35 

All 

50%  CD  Progress  Set  has  been  provided  and  HVAC  Equipment  has  been  finalized  and 
reduced  by  63,500  cfm.  Two  AHUs  have  been  added. 

10/09/15 

M0.02  *  MECH  SCHEDULES.pdf 

M0.03-MECHSCHEUDlES.pdf 

M0.04  -  MECH  SCHEDULES.pdf 

M0.05  -  MECH  SCHEDULES.pdf 

36 

Astros 

Provide  bottle  filler  water  coolers  at  Nationals  Clubhouse  -  Elkay  Bottle  Filling  Station 
model  no.  LZSTL8WSLK 

7 

V 

Email 

09/25/15 

none 

37 

Astros 

Cr 

Astros  reception  desk  will  be  stone  type  ST103  (Blue  Eyes  Granite  from  Stone  Source, 
polished  with  clear  sealant),  wood  type  WD02. 

Email 

10/02/15 

none 

38 

Astros 

- - 

Astros  wood  bench  is  to  be  provided  as  shown  on  sheet  A2.217  and  A3.81 

Email 

10/02/15 

none 

39 

Astros 

Movable  workstations  in  MLB  Coaches  Conference  11705  should  be  PLAM  countertop 
with  open  knee  space  below. 

Email 

10/02/15 

none 
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MLB  locker  11718  to  have  floating  granite  counters  with  4"  apron  and  no  backsplash 
with  FF&E  below  at  feature  walls.  Feature  walls  are  to  be  wood  panels,  running 
40  Astros  horizontally  on  all  sides  _ _ _ Email 


10/02/15  response-mike-re.astros  locker  room.pdf 


ADA  benches  and  open  space  will  be  required  at  MiLB  and  player/coach  locker  rooms 
They  are  shown  (but  not  noted)  next  to  lockers  identified  with  an  "H".  They  are  not 
required  in  MLB  player  locker  rooms.  _ _ Era! 


10/02/15  none 


O 


O 


Cabinets  should  have  a  drywall  soffit  over  them,  not  a  casework  fascia  panel _ Email 


02/15 1  none 


Lockers  in  MiLB  player  and  coaches  are  to  be  30"x30"x6'-8"  high  wood  locker  on  a  4" 

metal  base  with  sloped  tops _ Email _ ' 


10/02/15  none 


<v 


MLB  Player  Locker  rooms  are  custom  30"x30"x96"  lockers  Email 


10/02/15  none 


Provide  stone  type  ST101  counter  with  PLAM  base  cabinets  in  Astros  Dining  11829  for 
smoothies  and  snacks. _ _ _ i _  Email 


£ 


cv 


Reception  desk  in  Astros  Concourse  Level  lobby  to  match  finishes  of  the  main  desk  on 
the  Clubhouse  Level  lobby.  Desk  will  be  open  below  with  out  any  storage. _ Email 
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48 

Astros 

Countertops  identified  in  Astros  corridor  12812  will  be  changed  to  owner-provided 
lateral  files  (FF&E) 

Email 

10/02/15 

none 

49 

Astros 

Countertop  in  GM  office  will  be  changed  to  a  credenza  (FF&E) 

Email 

10/02/15 

none 

50 

Astros 

Countertop  in  corner  of  Conference  Room  12811  will  be  changed  to  credenza  (FF&E) 

Email 

10/02/15 

G°* 

none 

51 

Astros 

Towel  storage  similar  to  detail  05/A3.92  should  be  provided  in  MLB  and  MiLB  Players 
and  Coaches  wet  areas 

10/02/15 

r 

none 

52 

Astros 

A 

Upper  cabinets  should  be  provided  where  indicated  by  a  dashed  line  on  the  plans. 

Not  all  conditions  are  elevated. 

V 

Email 

10/02/15 

none 

53 

Astros 

Astros  would  like  acoustical  tile  ceilings  in  MiLB  Coaches  and  Player  locker  rooms 

Meeting  Report 

10/05/15 

none 

54 

Astros 

Batting  tunnels  to  be  sloped  infield  mix  at  the  pitching  mounds  and  synthetic  turf 
through  the  middle  and  batting  area.  Space  between  batting  tunnels  will  be  four  feet 
(not  eight  feet  as  shown  on  documents),  which  will  result  in  reducing  the  building  24 
feet  in  length. 

Meeting  Report 

10/05/15 

none 

55 

Astros 

Add  (1)  hose  bibb  for  each  (2)  batting  tunnels  along  batter's  side 

Meeting  Report 

10/05/15 

none 
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56 

O 

cr 

§ 

Interior  Design  presentations,  selections,  and  finish  systems  provided  to  HSMC  for 
inclusion  in  the  GMP.  These  were  subsequently  included  in  the  7/30  and  8/28 
documents 

Email 

07/21/15 

010520-  INTERIOR  DESIGN  SELECTIONS_BTPB.PDF 
20150515_NatsDesignFINAL-1.pdf 
20150720_AstrosClubhouse_Presentation_Approved.pdf 
BTPB_Finish_Systems.pdf 

57 

Nationals 

Nationals  Pool  size  is  confirmed  at  20x40  for  Alternate  13 

Email 

09/09/15 

none 

58 

Nationals 

Provide  bottle  filler  water  coolers  at  Nationals  Clubhouse  -  Elkay  Bottle  Filling  Station 
model  no.  LZSTL8WSLK 

Email 

09/25/15 

59 

Nationals 

Steam  and  Sauna  Rooms  are  to  be  included  per  drawings  and  specifications 

Additional  detail  of  finishes  provided.  Solid  bench  will  be  provided.  Steam  generator 
will  be  located  under  bench  with  an  access  panel  from  the  adjacent  weight  room. 

Vapor  barrier  will  be  required.  Sauna  floor  will  be  floating  wood  floor  over  epoxy 
flooring.  Steam  ceiling  will  be  sloped  and  tile 

Emaii 

? 

10/02/15 

f  “ 

20151002_Steam  Room.pdf 

60 

Nationals 

■Ol. 

Lockers  in  MiLB  player  and  coaches  are  to  be  30"x30"x92”  high  wood  locker  or  a  4" 
metal  base  with  flat  tops.  Lockers  in  MLB  Player  Locker  will  be  30"x30"x96"  custom 
wood  lockers,  not  type  RW. 

Email 

10/02/15 

none 

61 

Nationals 

Catchers  counters  in  MLB  Player  Locker  Room  should  be  granite  countertops  with 
open  space  below 

Email 

10/02/15 

none 

62 

Nationals 

ADA  benches  and  open  space  will  be  required  at  MiLB  and  player/coach  locker  rooms, 
They  are  shown  (but  not  noted)  next  to  lockers  identified  with  an  "H".  They  are  not 
required  in  MLB  player  locker  rooms. 

Email 

10/02/15 

none 

63 

Nationals 

Vestibule  at  MiLB  Coaches  Conference  11417  to  have  serving  counters,  stone  type 
ST101,  over  base  cabinets. 

Email 

10/02/15 

none 
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64 

Nationals 

MiLB  Trainer  Office  11428,  south  side  of  office,  provide  a  countertop  workstation  with 
open  knee  space  below  from  wall  to  wall 

Email 

10/02/15 

none 

65 

Nationals 

MLB  coaches  conference  11301,  a  credenza  (FF&E)  will  be  provided,  not  millwork 

Email 

10/02/15 

A, 

none 

66 

Nationals 

Reception  desk  should  be  provided  as  drawn.  Materials  should  be  DGL02  and  ST102 
as  indicated  in  specification  section  010520. 

Email 

10/02/15 

none 

67 

Nationals 

Countertop  surface  at  typical  towel  shelving  to  be  ST101  with  hole  in  it  for  laundry. 

The  shelving  above  should  be  an  adjustable  wire  shelf  with  a  solid  metal  band  so  the 
wire  is  not  visible  on  the  face  of  the  shelf.  Towel  shelving  should  be  provided  at  all 

MLB  and  MiLB  Player  and  Coach  wet  areas. 

y 

10/02/15 

none 

68 

Nationals 

<< 

Upper  cabinets  should  be  provided  where  indicated  by  a  dashed  line  on  the  plans  and 
as  elevated.  Not  all  conditions  are  elevated. 

Email 

10/02/15 

none 

69 

Nationals 

Cr 

Cabinets  should  have  a  drywall  soffit  over  them,  not  a  casework  fascia  panel 

Email 

10/02/15 

none 

70 

Nationals 

Restrooms  to  be  provided  with  hard-wired  paper  towel  dispensers  in  lieu  of  high¬ 
speed  hand  dryers 

Meeting  Report 

10/05/15 

none 

71 

Nationals 

Provide  power  behind  each  mound  in  the  batting  tunnels 

Meeting  Report 

10/05/15 

none 
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72 

Nationals 

Add  (1)  hose  bibb  for  each  (2)  batting  tunnels  for  an  atomizing-type  Big  Ass  Fan  (FF&E). 

Meeting  Report 

10/05/15 

none 

73 

Nationals 

Add  (1)  hose  bibb  and  power  on  exterior  of  building  at  agilities  field  for  an  atomizing- 
type  Big  Ass  Fan  (FF&E) 

Meeting  Report 

10/05/15 

none 

74 

Nationals 

Batting  tunnels  to  be  sloped  infield  mix  at  the  pitching  mounds  and  synthetic  turf 
through  the  middle  and  batting  area.  Space  between  batting  tunnels  will  be  four  feet 
(not  eight  feet  as  shown  on  documents),  which  will  result  in  reducing  the  building  24 
feet  in  length. 

Meeting  Report 

10/05/15 

75 

Nationals 

Provide  wainscot  of  rubber  flooring  at  the  access  tunnel  going  to  the  dugout  and  door 
protection  at  the  inside  of  doors  going  to  fields  and  at  bat  swing  Provide  Schluter 
stiip  at  terminations.  Rubber  'kick  plate"  at  doors  where  there  is  significant  player 
traffic 

10/05/15 

none 

76 

Site 

<< 

Provide  (20)  Standard  Bike  Racks  @  $250  and  (34)  Capital  Bike  Rack ffi  $450  at  Central 
Plaza 

Email 

08/05/15 

none 

77 

Site 

Irrigation  for  Alternate  10  is  to  be  added  at  areas  shown  on  12.00  A  to  be  provided 
with  Bermuda  grass 

Email 

09/10/15 

none 

78 

Site 

City  of  West  Palm  Beach  requires  re-use  of  existing  Sabal  Palms,  which  will  require  an 
area  on-site  to  store  them  and  keep  them  alive  during  construction. 

Email 

09/23/15 

9.1715  Sabal  Palm  Relocation.pdf 

79 

Stadium 

Thermal  barrier  is  required  to  be  provided  over  spray-applied  foam  insulation  under 
suites 

Email 

08/28/15 

18964.000-BTPB-25percentCD-Memo.pdf 
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80 

Stadium 

Stadium  Seat  Detail  develooed  by  Nationals  provided  to  HSMC  for  pricing  as  an 
alternate. 

Email 

09/18/15 

Stadium  Seat  Concrete  and  Base  Detail  docx 

81 

Stadium 

Bullpen  covers  are  to  be  provided  at  both  stadium  bullpens,  They  should  be  tensile 
fabric  structures  with  an  aluminum  frame,  approximately  10'-8"  x  52'-0"  and  lO'-O" 
high,  The  restroom  and  electrical  room  require  a  hard  roof  ■  type  03  with  gutter  and 
downspout  under  the  shade  structure. 

Email 

09/22/15 

2015-0921_BullpenCover-Nats.  pdf 

BULlPEN.pdf 

82 

Stadium 

Seating  bowl  and  fixed  seating  increased  to  include  a  minimum  of  6,400  seats. 

Length  of  dugout  increased  by  8  feet.  Entry  Plaza  reduced  in  size.  5,017  sf  of 
concrete  has  been  removed  at  entry  plaza.  3,830  sf  of  concrete  has  been  added  at 
the  seating  bowl. 

Email 

09/24/15 

0° 

Entry  Plaza.pdf,  A9.01  •  SEATING  PLAN.PDF 

83 

Stadium 

Camera  platform  behind  batter's  eye  to  be  detailed  similar  to  detail  35/A3.11 

J 

Email 

V 

09/25/15 

r 

A3.11-  METAL  FABRICATIONS  02.pdf 

84 

Stadium 

<< 

Seat  Counts  have  been  updated  from  5,438  fixed  seats  to  6,017  fixed  seats  Seats 
provided  are  to  be  20' 

Email 

09/29/15 

15-0829.SeatCount.pdf 

1 5-0929_SeatCou  nt.  pdf 

85 

Stadium 

Suite  walls  to  have  corrugated  metal  decking  over  studs  in  lieu  of  plywood 

Email 

09/30/15 

none 

86 

Stadium 

Suite  seating  is  to  be  included  with  owner-provided  FF&E  There  is  only  one  seat  type 
to  be  provided. 

Email 

09/30/15 

none 

87 

Stadium 

Canopies  at  concessions  are  to  be  provided  as  designed.  Alternate  may  be  provided 
for  steel  design  provided  by  steel  subcontractor  if  desired 

Email 

09/30/15 

none 
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88 

Stadium 

Suite  walls  to  have  corrugated  metal  decking  over  studs  in  lieu  of  plywood  ■  sketch 
provided 

Email 

10/01/15 

EWT05.pdf 

89 

Stadium 

Air  curtains  are  provided  to  meet  code  requirement  for  "vermin  control” 

Email 

10/02/15 

none 

90 

Stadium 

All  drink  rails  in  the  suites  are  to  be  stone  type  ST101  All  cabinets  in  suites  are  to  be 
large  formate  tile  veneer. 

Email 

10/02/15 

o° 

none 

91 

Stadium 

Cabinets  should  have  a  drywall  soffit  over  them,  not  a  casework  fascia  panel 

10/02/15 

none 

92 

Stadium 

<< 

Every  cabinet  countertop  should  be  stone  type  ST101.  Cabinets  should  be  PLAM. 
Countertop  workstations  should  be  PLAM  throuahout.v 

Email 

10/02/15 

none 

93 

Stadium 

Upper  cabinets  should  be  provided  where  indicated  by  a  dashed  line  on  the  plans. 

Not  all  conditions  are  elevated.  There  is  some  cabinetry  shown  on  the  food  service 
drawings  that  will  be  added  to  the  architectural  casework  drawings. 

Email 

10/02/15 

none 

94 

Stadium 

^  , 
provide  slatted  wood  backs  to  dugout  benches  that  are  up  against  railing,  similar  to 

main  dugout  bench.  Bench  wood  should  be  Ipe,  not  Fir. 

Meeting  Report 

10/05/15 

none 

95 

Stadium 

Add  4'-0”  to  upper  canopy  cantilever  to  increase  shading  to  total  of  12'  cantilever.  The 
extension  should  be  an  increase  in  the  louvered  portion  of  the  canopy.  Detail  w /  Laz 
and  provide  a  cost  for  the  increase. 

Meeting  Report 

10/05/15 

none 
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96 

Stadium 

Fixed  seating  to  be  American  Standard  model  507  slat  back  seating  or  similar 

Meeting  Report 

10/05/15 

none 

97 

Stadium 

Provide  stainless  steel  bollards  on  the  west  side  of  pedestrian  bridges  at  each 
Clubhouse  main  entrance 

Meeting  Report 

10/05/15 

none 

98 

Stadium 

Replace  E9  step  lights  with  LED  alum  handrail  lights 

Meeting  Report 

CD 

S 

cn 

C# 

none 

99 

Stadium 

Stadium  lavatories  should  be  manual-metered  faucets 

y 

10/05/15 

r 

none 

100 

Stadium 

<< 

A 

Floor  surface  in  dugouts  should  be  resinous  flooring  (Rhino  Liner  or  similar),  not 

Resilient  Athletic  Flooring 

y 

Meeting  Report 

10/05/15 

none 

101 

Stadium 

Sports  lighting  to  be  provided  with  relay  lighting,  zones  able  to  turn  on  and  off  subsets 
on  stadium  lighting  (night  lighting  mode  vs  cleaning  mode  vs  game  mode).  Whole 
system  on  time  clock  with  preprogramed  subset  light  levels.  Musco  computer  display 
stadium  lighting  controls.  MLB  practice  field  lighting  controlled  from  each  Clubhouse 
Manager's  offices.  Stadium  Lighting  controls  located  in  General  Manager  Office 
(Stadium  Ops).  Stadium  Lighting  should  be  capable  of  being  controlled  remotely 
from  an  iPad  or  similar  device. 

Meeting  Report 

10/05/15 

none 

102 

Stadium 

_o 

Backstop  netting  is  required  to  extend  from  foul  pole  to  foul  pole  is  needs  to  be 
capable  of  being  lowered  during  concerts  or  other  non-baseball  events. 

Meeting  Report 

10/05/15 

none 

103 

Stadium 

Clerestory  over  Lanai  operable  suite  glazing  to  be  provided  as  indicated  in  the 
documents. 

Email 

10/06/15 

2015-1006.SuiteGlazingOptions.Clerestory.pdf 
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104 

Stadium 

Visiting  Team  Batting  Cage  is  required 

Email 

10/08/15 

none 

105 

Stadium 

Alternate  detail  to  split  slabs  provided  for  VE  consideration  At  areas  indicated  as  split 
slabs,  remove  drainage  mat  and  hot  fluid-applied  waterproofing  and  add  sheet 
waterproofing.  Topping  slab  remains. 

Email 

10/08/15 

151007  dropped  slab  waterproofing.pdf 

106 

Training 

Complexes 

Practice  field  bullpens  should  be  natural  turf,  not  synthetic  turf 

Email 

08/19/15 

c° 

none 

107 

Training 

Complexes 

Synthetic  Turf  in  batting  cages  is  to  be  short-pile  turf,  not  infill  turf 

Email 

08/28/15 

r 

18964.000-BTPB-25percentCD-Memo.pdf 

108 

Training 

Complexes 

Design  Requirements  for  extendable  poles  provided 

Email 

09/16/15 

THE  BALL  PARK  OF  THE  PALM  BEACHES  -  WEST  PALM  BEACH, 
FLORIDA  07-29-2015.xlsx 

109 

Training 

Complexes 

Synthetic  turf  scope  at  Agilities  Fields  clarified  (note,  the  batting  tunnels  were  further 
clarified  at  a  later  date) 

Email 

09/25/15 

Astros_Agility.pdf,  Nationals_Agility.pdf 

110 

Training 

Complexes 

Meeting  Report 

10/05/15 

none 

111 

Training 

Complexes 

Provide  switching  for  every  2  bays  at  batting  tunnels 

Meeting  Report 

10/05/15 

none 
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Memorandum 

DATE:  August  28,  2015 

TO:  Chris  Bauer,  HSMC  Ballpark  Partners 

FROM:  Mike  Drye,  HKS  Architects,  inc. 

SUBJECT:  25%  Construction  Documents  Progress  Print  Clarifications 

As  HKS  prepared  the  25%  Construction  Documents  Progress  Prints,  there  are 
to  point  out  to  you  in  reference  to  the  direction  we  received  during  our  review 
Estimate  in  Indianapolis  August  3-6.  The  following  items  differ  from  what  we  discussed  at  that  time. 
Note  that  we  have  discussed  some  of  these  extensively  since  our  meetings  in  Indianapolis,  but  this  list 
attempts  to  capture  all  the  deviations  from  the  approved  direction  at  the  time  the  final  Interim  DD 
Estimate  was  delivered  by  HSMC  on  August  6. 

1.  Alternate  #1  has  been  voided.  After  discussion  with  HSMC  and  MTI,  it  was  determined  that 
the  possibility  of  retaining  trash  on-site  was  not  a  substantial  cost  savings. 

2.  At  this  time,  the  traffic  lights  provided  on  Military  Trail  have  not  been  presented  to  the  City  of 
West  Palm  Beach  or  FDOT  to  determine  if  the  number  of  mast  arms  can  be  reduced.  Kimley- 
Horn  will  have  a  meeting  with  the  City  Wednesday,  9/2.  We  expect  to  have  a  response  to  this 
question  soon  after  their  meeting. 

3.  The  Artist's  scope  of  work  related  to  Art  in  Public  Places  (AiPP)  has  been  more  clearly  defined. 
It  will  likely  include  the  horizontal  and  vertical  shade  canopies  and  the  guard  rails  on  the  two 
(2)  teak  wood  modular  bridges  as  noted  in  the  25%  CD  Progress  Set.  It  may  include  the  main 
entry  gates,  however  this  could  notjbe  confirmed  in  time  for  the  progress  printing  and  will 
therefore  remain  in  the  HSMC  scope  until  it  can  be  confirmed. 

4.  Kawneer  501 IR  remains  our  basis  of  design  glazed  aluminum  wall  system  as  we  have  not  yet 
found  another  system  in  the  target  $75/sf  range  that  has  an  NOA  for  the  regional  wind 
speeds.  We  are  researching  this  diligently  and  hope  to  have  a  possible  lower-cost  solution  by 
next  week. 

5.  We  have  specified  HDPE  toilet  compartments  and  urinal  screens  as  requested  by  Palm  Beach 
County  in  lieu  of  the  phenolic  resin  material  we  discussed  during  the  Interim  DD  Estimate 
review. 

6.  At  the  teams'  request,  we  reevaluated  our  design  in  three  areas: 

a.  The  Visiting  Team  clubhouse  and  Umpire  Locker  Rooms  have  been  redesigned  to 
address  comments  we  received  on  the  Design  Development  drawings.  A  Shared 
Weight  Room  has  been  added  to  the  Visiting  Team  Clubhouse,  two  means  of  egress 
have  been  provided  (as  required  by  code),  and  the  benches  and  lockers  required  to 
meet  accessibility  standards  have  been  provided.  The  Hydrotherapy  and  Training 
areas  have  been  reconfigured  to  add  the  desired  equipment  and  casework.  The  locker 
count  in  the  MiLB  Umpires  Locker  Room  was  increased  from  14  to  16,  the  Female  MiLB 
Umpires  Locker  Room  was  changed  to  a  MLB  Umpires  Locker  Room,  and  a  separate 
locker  room  with  one  (1)  locker  was  added  for  Female  MiLB  Umpires.  In  addition,  a 
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restroom  has  been  added  to  the  Nationals  Family  Room.  These  changes  were 
accomplished  without  adding  additional  enclosed  building  area. 

b.  The  Nationals  ticketing  staff  requested  the  Main  Box  Office  be  relocated  from  the 
Clubhouse  Level  to  the  Concourse  Level  to  better  support  the  main  ticket  booths.  In 
further  discussing  this  area,  it  was  discovered  that  the  DD  drawings  did  not  provide 
counting  room,  offices,  or  vault  for  the  concessionaire.  A  portion  of  the  relocated 
Main  Box  Office  was  converted  to  offices  for  the  concessionaire. 

c.  The  Stadium  Operations  offices  on  the  Clubhouse  Level  were  reduced  in  conjunction 
with  the  relocated  Main  Box  Office.  This  should  represent  a  savings  to  the  project  as  it 
reduces  insulated  split  slab  and  concrete  retaining  walls,  which  were  identified  during 
the  Interim  DD  Estimate  review  as  being  costly.  Though  we  have  not  had  the 
opportunity  to  review  this  in  great  detail,  we  do  not  believe  the  combination  of  this 
change  and  the  relocation  of  the  Main  Box  Office  resulted  in  additional  enclosed 
building  area. 

7.  We  had  the  opportunity  to  research  modular  pedestrian  bridges  and  feel  this  will  be  a  more 
cost-effective  solution  that  should  be  able  to  be  installed  quicker  as  it  is  prefabricated.  We 
have  provided  three  (3)  bridges  in  the  same  three  (3)  locations  indicated  in  the  DD 
documents.  Two  (2)  of  these  modular  bridges  are  provided  with  teak  wood  decking.  One  (1) 
of  these  modular  bridges  is  provided  with  a  stamped  concrete  surface  that  replicates  wood 
decking. 

8.  We  discussed  providing  painted  foil-faced  rigid  insulation,  attached  with  stick-pins  to  the 
underside  of  the  conditioned  portions  of  the  Suites  and  Press  level.  We  researched  this  with 
our  code  consultant  and  structural  engineer.  The  insulation  would  need  to  be  covered  with  a 
thermal  barrier  as  all  rigid  insulation  is  combustible.  Typically  a  thermal  barrier  is  one  layer  of 
type  X  gypsum  board,  which  was  quite  expensive  in  the  initial  Interim  DD  Estimate.  Other 
types  of  board  insulations  would  not  withstand  the  wind  pressures  that  could  be  up  to  136  psf 
according  to  our  structural  engineer's  current  wind  pressure  diagrams.  With  these  two 
factors  in  mind,  we  have  elected  to  provide  painted  spray-applied  thermal  insulation  with  a 
vapor  barrier. 

9.  Though  we  are  open  to  researching  a  $45/sf  mechanical  screen  walls,  we  have  not  yet  found 
anything  in  this  price  range,  so  the  C/S  Group  Vert-i-Cade  system  remains  our  basis  of  design. 
We  will  continue  looking  for  opportunities  to  reduce  the  cost  of  these  screens  as  we  move 
forward. 

10.  We  continued  to  research  lower  cost  options  for  the  shade  canopies.  The  Interim  DD  Estimate 
carried  $60/sf  for  the  bar  grates  we  designed  in  our  DD  drawings.  We  researched  alternative 
infill  materials  and  felt  that  composite  wood  planks  would  represent  a  significant  reduction  in 
unit  cost  for  the  infill  of  these  frames  and  will  allow  us  to  reduce  the  tonnage  of  the  steel  that 
supports  the  canopies.  We  feel  this  also  offers  a  more  cost-effective  means  to  provide  cover 
at  select  locations  to  satisfy  the  teams'  request  for  solid  cover  at  the  concession  stands 
behind  home  plate. 

11.  We  are  looking  into  an  elevator  that  is  front-  and  side-opening  due  to  its  dual  function  as  a 
passenger  and  service  elevator.  This  will  help  us  keep  the  patron  and  service  functions 
separate. 
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12.  We  continue  to  prefer  an  air-terminal  solution  to  lightning  protection  due  to  the  unsightly 
nature  of  lighting  protection  masts.  Given  more  time  to  review  potential  locations  of  the 
mast(s)  with  HSMC  and  the  selected  electrical  subcontractor,  the  teams  and  HKS  may  be 
willing  to  accept  this  as  a  potential  cost  reduction. 

13.  The  synthetic  turf  in  the  covered  batting  cages  has  been  shown  as  an  infill  turf  system.  We're 
confirming  with  our  field  designer  why  this  has  been  shown  as  an  infill  turf  system  and  if  it  is  in 
fact  required  or  desired. 

14.  We  have  not  added  the  requested  ceiling  fan  to  the  Minor  League  Observation  Towers.  This 


will  be  added  as  the  project  design  progresses. 


We  look  forward  to  the  opportunity  to  continue  developing  the  design  with  Astros,  Nationals,  MTI  and 
HSMC  as  the  remaining  design  phases  are  complete. 


End  of  Memorandum 


Giles  Kibbe,  Houston  Astros 
Art  Fuccillo,  Washington  Nationals 
Marc  Taylor,  Marc  Taylor,  Inc. 

Doug  Utt,  HSMC  Ballpark  Partners 
Rick  Petty,  HSMC  Ballpark  Partners 
Mo  Stein,  HKS  Architects,  Inc. 

Fred  Ortiz,  HKS  Architects,  Inc. 
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STRUCTURAL  ENGINEERING 


Project:  Tff*  IM  ^UTTo^’T 

Job  No.: 


Date:  ^'27 ~\0 
Page: 


HKS 

STRUCTURAL  ENGINEERING 

Project:  7YP,  IfrJ  CedAi-rtfe.  SUfFofcr  Date:  4-^7 ~\o 

Job  No.: -  Page: 

Designed  by: 


et.e.vrATto/0 
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SHEET  NOB 


K  CONTROL  PAffiS  SOWN  ON  HOUR  PUNS  AM)  SOfMtyC  CONTROL  WUWGS  ARE  FOR  ELECTRICAL  COORSNATBN  PURPOSES  0N.Y. 
EUCT  QUWTTTT  AM  LOCATION  OF  CONTROL  PANELSTOHE  DETERMMD  AM)  ENGINEERED  BY  SELECTED  RMS  CONTRACTOR.  F*W. 
APPROVAL  OF  CONTROL  AUDTECTURE  AM)  LOCATION  Of  CONTRa  PANELS  AMOVED  BY  0*1®  AND  EMMER  DL»<  SUMTTAL 
PROCESS, 

R  PROWE  5UFFUENT  WIRELESS  ACCESS  TFMMWT  ENURE  BJlOKG  TO  ENSURE  FACHJTV  OPERATORS  HAVE  CQNTHJOUS  MO01E 
ACCESS  AM)  CONTROL  OF  All  SYSTBC  MANAGED  BT  THE  BUS 


NUMBERED  NOTES 


(y>  PROWOE  A BUS WORKSTATION  QATAN®  SERW  AM)  COWAJNCAllON  TO WNINTBOET MAP  ADDRESS. COORDINATE  f  ADDRESS 
V  REQJfiEAtNTS  ffTH  OWNER.  TO  BE  CCLOR  tfAPMC  WTHAil  fflAMCS  TO  BE  APPROX  BY  OMER. 

A  PROVIDE  NETWORR  COWTPOU.SA  FOR  HOflR  IM  ItTWCM  COWtNCAl»«WnH  WAC  EQUPKNT  CMROlif RS  AfC  VAV  TERMNAL 

cwtcixiers, 

PROMOE  MASTER  OUTSIDE  *  TEWERAME,  HLM&TY  AfC  CARBON  OOWE  SENSORS  MTH  SUNSHE10  AM)  WEATHERPROOF  ENCLOSURE 


0UT30EAJRD6  OUTSDEAR  OUTSIDE  AP 
TElfERATlPE  FLMLITY  C02  CONCENTRATION 


TOAffCHAfiCAL  EQUIPMENT 


MEN  WDWSTATW 


BUILDING  MANAGEMENT  SYSTEM  (BMSI  ■  SYSTEM  ARCHITECTURE 


SMircaMfflfKE 


\k  UMESS  OTHERWISE  NOTED  AIL  CONTROLS  SHALL  BE  BfiECT  OKJTal  TYPE  (DOC) 


i  AS  A  MNMJt  (X  DIRECT  DIGITAL  CONTRa  HELD  PANEL  (DDCFP|  SANi  BE  PROMOB  FOR  EACH  AIR 
HAICUNOUMT. 

C.  ALL  SfTPMS  POCATEDIN  THE  SEQUENCES  SHALL  BE  MUitfAfiE  AT  THE  BUS  COUNTER 
WORlSTAWN  A/C  VIA  A  LAPTOP  COMVTEft  COWECTED  TO  ANY  DOCfP. 


D  MBUlM  CONTROL  SYSTEMS  CONTRa  PANELS.  WORKSTATION.  HOST  COM’UTER,  ETC.)  SHU 
BE  COMfCTB)  TO  ElfRGEftY  POWER 

E  SOFTWARE  C0MAUMCA1KN  STALifiE  REQUFED  BETWEEN  THE  BK  AM)  EOUMINT MAMjf  AIMERS 
PACKAGED  CONTRa  SYSBfi  REFER  TO  ffEaflCATTON  SEdlON  2JOSJ3. 

F.  REFER  TO  APCKTECTLR AL  ELfVATWS  FOR  THE  LOCATIONS  OF  Ail  SPACE  MOWED  SftSORS  AM) 
WNSMTTERilNSTAli  THERMOSTATS  CARBON  MOWDE  SENSORS,  HJ^STATS  AM)  WESSURE 
SWSORS  AT  LOCATIONS  SHOW  ON  IfCHAttCAL  PUNS.  MM  TTfiWSTATS,  CARBON  DIO-DE 
SENSORS  AM)  TUCKTATS  AT  W  AFF  LMf  SS  NOTED  OTHERWISE  MOW  PRESSURE  SENSORS  ABOL'E 
DOORS  LM.ESS  NOTED  OTHERWISE. 

G  All  COMM  Xtf  MAT10N(CUT30E  Af  TEWERATURES,  ETC,]  SAMI  BE  MASLPED  AM) 
COMUMCATED  HAT  LEAST )  LOCATIONS, 

H  All  SEOU0ICES  SHALL  BE  PERFORAfl) BY  THE  DDCFP  AM)  MOMToRED  BY  THE  CENTRAL  BJLlilG 
CONTRa  SYSTEM 

I.  EACH  SEQLSNCE  WITH  A  DEFWD  KQilEO PERIOD  SHILL  HAVE  THE  PERIOO  ADJJSTHILE  GL08AU.Y 
|S01HLTALiCANBECH'IHESAA€TMlMt)ANDM)MElJALLT(S0MTAfWaiE0PERAlKWCAN 
HAVE  A  OFERBAT  OCClPED  PERIOD) 

J.  SMOKE  DETECTS  ML  BE  RJNS®  and  WIRED  TO  THE  ARE  ALARM  SYSTEMBY  THE  ELECTRICAL 
CCKTRACTOR.  THE  m  CONTRACTOR  Ml  MONT  THE  DETECTORS  N  DflllQM  WW  E  REOURTD 
BY  CODE  BUS  CONTRACTOR  SWL  WHE  M  DETECTORS  TOM  BIAS  SYSTEM  AM)  FAN  STARTERS  FOR 

mm 

K  All  CONTROL  Wtf[  v{)  COMXJT  Mi  COAPIY  MTH  NEC.  AM)  DMSDN  26ft 19  SPECIFICATIONS 

L  SAFETY  DEVICES  WU  BE  (WOWPEWlLOCKED  WITH  WIT  AfC  -AUTCUAT  POSTONS  M  SWES 
WITH  MOTOR  CONTROLLER  HOUWG  CJRQ/T 

M  SM*E  CONTROL  ARE  ANJlJE  SAFETY  SEQUENCES  SHALL  OVgM)£  OTHER  AVJTQMITO  CONTROL 
SEQUENCES  NIUDMSHARDWIIED  SAFETY  DEVICES. 

k  RESET SWDXES  AM) SETPOINTS  SHOWNHSEOUHilCfS  ARE  FOR  IM1TAIFI10SRAAMM3  AM! 
STARTUP. DUPW5  SYSTBJCOMJS9CM®,  THE  RESET  SCHffiUES  AM)  SfTPOWTS  MLBE 
fRt-TUNfl)  TO  OBTaRj  DESFED  THERMAL  CWfORT,  ENERGY  AM)  v9RlLAnONSYST0A  RESULTS 

a  MNIFNTOFMRESETSCfflMESINDCATEDISlHATTHERANGEOflHEOLfTT’l/TBEUliTED 
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L  WHENEVER  AlMT  IS  SHUTDOWN  BECAUSE  Of  ONE  OFfTS  SAFETIES,  WBKSWa  RETAW  IN  WWJRY 
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BUS  NETWORK  WALAPU  SWil  BE  OEWRATD  Br  M  BUS  NJCAnNG  THE  LOCATION  OF  THE  FAULT. 
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EXECUTIVE  SUMMARY 


Based  on  the  Value  Engineering  meeting  on  September  18,  2015,  it  is  the  desire  of  the  Ballpark 
of  the  Palm  Beaches  design  and  construction  teams  to  provide  an  alternate  mechanical  option  for 
pricing  purposes.  This  memo  shall  be  used  in  tandem  with  the  Mechanical  Design  Narrative 
issued  on  4/29/15,  6/30/15  and  7/30/15  as  well  as  the  25%  CD  set  issued  in  August  2015 

Below  is  a  description  of  central  plant  system  utilizing  air  cooled  chillers  to  provide  chilled  water  to 
the  air  handling  units  throughout  the  building.  It  is  the  intent  to  convert  the  currently  designed  DX 
AHU’s  to  chilled  water  units. 

II.  OPTION  5  -  AIR  COOLED  CHILLER 

A.  GENERAL  CRITERIA  FOR  CHILLER  PLANT 

1 .  Each  chiller  plant  shall  house  two  centrifugal  frictionless  air  cooled  water  chilling 
units.  Each  unit  shall  be  furnished  complete  with  compressor,  condenser, 
evaporator,  refrigerant  monitor,  purge  unit  with  low  pressure  relief  vent  for  HCFC- 
123  machines,  reseatable  relief  valves  and  vent  piping  for  HFC-134A  machines, 
motor  controller,  microprocessor  based  control  panel  and  vibration  isolators.  The 
evaporators  and  the  condensers  shall  have  flanged,  welded,  or  cut  grooved  pipe 
connections.  All  coils  shall  be  factory  coated. 

2.  All  centrifugal  water  chilling  units  shall  be  factory  tested  at  full  load  (100%), 
seventy-five  percent  (75%),  fifty  percent  (50%),  and  twenty-five  percent  (25%) 
load  to  ensure  that  the  water  chilling  units  are  in  compliance  with  ARI  Standard 
550/590-2003  for  capacity  and  efficiency  performance.  Factory  test  shall  be 
witnessed  by  the  Owner  and  Engineer. 

3.  All  chiller  motors  shall  be  provided  with  motor  protection  options  including  high 
winding  temperature,  over-voltage  and  under-voltage  protection,  current  overload 
protection,  electrical  distribution  faults  including:  phase  loss,  phase  unbalance, 
and  phase  reversal. 

4.  Chillers  shall  be  provided  with  water  flow  switch  and  direct  digital  controls 
provided  by  the  chiller  manufacturer.  The  building  BMS  shall  communicate  with 
the  chiller  controls  via  a  communications  gateway. 
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B.  CHILLER  PLANT 

1 .  There  shall  be  2  chiller  plants  located  in  a  mechanical  yard  at  grade  to  generate 
chilled  water  to  serve  the  buildings  cooling  loads.  See  Appendix  A  for  tonnage 
breakage  down  and  zoning.  The  North  Plant  shall  serve  the  Astros  spaces, 
Concession  areas  in  close  proximity  to  the  Astros  area,  Team  Store  and  Office 
Services.  The  South  Plant  shall  serve  the  National’s  spaces,  Concession  areas 
in  close  proximity  to  the  National’  area,  Ticketing  offices,  Suite  Level, 
Maintenance  Building  and  Visitor  Lockers  Building. 

2.  North  Plant:  Two  (2)  140  ton  variable  flow,  high  efficiency  electric  centrifugal 
chillers  with  integral  unit  mounted  variable  frequency  drives  will  be  provided  to 
serve  the  building.  The  chiller  plant  shall  provide  a  total  chilled  water  capacity  of 
480  GPM. 

3.  South  Plant:  Two  (2)  260  ton  variable  flow,  high  efficiency  electric  centrifugal 
chillers  with  integral  unit  mounted  variable  frequency  drives  will  be  provided  to 
serve  the  building.  The  chiller  plant  shall  provide  a  total  chilled  water  capacity  of 
900  GPM. 

4.  Both  chiller  plants  shall  generate  40°F  supply  water,  with  a  54°F  maximum  return 
water  temperature,  to  serve  the  various  rooftop  mechanical  equipment. 

5.  Each  chiller  shall  have  a  maximum  NPLV  of  0.42  with  a  performance  not 
exceeding  0.58  kW/ton  at  full  load^^^ 

6.  Acceptable  Manufacture:  Trane  Series  R  -  RTAC  or  similar 

C.  CHILLED  WATER  DISTRIBUTION 

1.  Three  variable  volume  primary  chilled  water  circulating  pumps  shall  be  provided 
in  the  mechanical  yard.  Pumps  shall  be  installed  on  pump  skids,  piped  in 
parallel,  and  provided  with  variable  frequency  drives.  Each  pump  shall  be  sized 
for  50%  of  the  total  chilled  water  flow  rate  for  the  plant.  The  run  time  of  the 
pumps  shall  be  equalized  via  the  BMS.  North  Plant  shall  have  (3)  240  GPM 
pumps.  South  Plant  shall  have  (3)  300  GPM  pumps 

2.  Chilled  water  from  the  North  plant  will  be  distributed  to  the  building  via  one  set 
of  6-in.  chilled  water  mains  located  in  ceiling  plenum  of  the  building  from  the 
mechanical  yard  to  each  piece  of  equipment.  Pipe  will  reduce  in  size  based  on. 
pipe  sizing  design  criteria  located  below. 

Chilled  water  from  the  South  plant  will  be  distributed  to  the  building  via  one  set 
of  6-in.  chilled  water  mains  located  in  ceiling  plenum  of  the  building  from  the 
mechanical  yard  to  each  piece  of  equipment.  Pipe  will  reduce  in  size  based  on. 
pipe  sizing  design  criteria  located  below. 

4.  Chilled  water  piping  will  be  extended  from  the  chilled  water  main  to  serve  each 
air  handling  unit  in  the  building. 

5.  Pressure  independent  characterized  two-way  automatic  control  valves,  similar  to 
Belimo  PICCV  isolation  valves  and  a  strainer  shall  be  provided  at  each  chilled 
water  coil. 
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6.  The  primary  chilled  water  loop  will  be  provided  with  a  differential  pressure 
transducer  installed  across  the  supply  and  return  piping.  The  primary  chilled 
water  pump  variable  frequency  drives  shall  modulate  pump  speed  to  maintain  the 
system  differential  pressure  set  point.  The  minimum  water  velocity  through  the 
chiller  evaporator  tubes  shall  be  3  feet/second.  The  rate  of  change  of  chilled 
water  flow  shall  not  exceed  50%  of  full  flow  within  a  15  minute  time  period. 

7.  BTU  Meters  shall  be  provided  for  ail  air  handling 
information  for  billing  purposes. 


D.  PIPING  SYSTEMS 

1.  Piping  Design  Criteria 

(a)  The  following  pipe  sizing  criteria  and  pressure  losses  will 
be  used  as  the  basis  of  design  for  all  piping  distribution 
systems: 


Basis  Of  Design  Narrative 
Option  5 


7.3 

Volume  7  -Mechanical  Systems 


The  Ballpark  of  The  Palm  Beaches 

West  Palm  Beach,  Florida 


HKS  Architects,  Inc.  #AA  F000119 
Project#  18964.000 


2.  Pipe  Material: 

(a)  HVAC  Wet  Systems:  Either  Schedule  40  black  steel 
(welded,  screwed  or  grooved),  Type  “L"  copper. 

(b)  Di-Electric  Unions:  Must  be  provided  for  connections  of 
different  materials. 

(c)  Solder  for  Copper:  95/5  tin  silver  solder. 

(d)  Refrigerant  Piping:  Type  “L”  copper,  45%  silver  solder. 

3.  Pipe  Supports:  Clevis  or  Uni-strut  trapeze  hangers  with  spacing  for  steel  or 
copper  piping  system  supports  based  on  pipe  diameter,  plus  provide  supports  on 
both  sides  of  changes  in  direction  and  at  both  sides  of  valves  and  fittings. 

(a)  Provide  copper  coated,  steel  riser  clamps  for  use  with 
copper  pipe  at  floor  penetrations. 

(b)  Hanger  shields  -  Provide  at  each  hanger  for  insulated 
piping. 

(c)  Spring  Isolation  -  All  piping  in  the  penthouse  and  on  the 
roof  of  the  building  shall  be  spring  isolated. 

4.  Pipe  Insulation: 


Service 

Pipe  Size 

llhsulation  Thickness 

(Inches) 

(Inches) 

Chilled  water 

72-2 

1 

Chilled  water 

o 

l 

CM 

172 

Chilled  water 

12-24 

2 

5.  Valves:  The  piping  distribution  system  will  have  shut  off  valves  located  to  permit 
repairs  without  shutting  down  more  than  one  piping  riser  at  a  time. 

(a)  Shut-Off  Valves:  Shut-off  valves  will  be  provided  for 
each  piece  of  piped  equipment  to  permit  replacement, 
accessible  service  and  repair  without  disturbing  other 
equipment  that  is  not  dependent  on  operation  of  the 
equipment  to  be  serviced.  Full-port  ball  valves  or 
butterfly  valves  will  be  provided  for  the  following 
applications: 

1 )  In  chilled  water  and  condenser  water  piping  to 
all  equipment 

2)  On  both  sides  of  control  valves  in  chilled  water 
and  condenser  water  systems 

3)  At  the  base  of  all  risers  in  chilled  water  and 
condenser  water  supply  and  return  piping. 

4)  At  major  branch  take-offs  for  isolation  of 
systems 
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6.  Automatic/Pressure  Independent  Balancing  {Flow  Control)  Valves: 

(a)  Type:  With  memory  stop  and  measuring  ports  to 
calibrate  pressure  drop  and  water  flow 

(b)  Location:  At  return  pipe  and  riser  of  each  piece  of 
equipment  and  at  other  locations  as  shown  on  the  plans. 


Control  Valves:  Provide  types  in  the  following  locations: 

(a)  2-way  control  valves  on  coils  in  chilled  water  supply,  on 
heat  pump  units  in  condenser  water,  and  heating  hot 
water  supply 

(b)  Size  2-way  control  valves  to  handle  system  differential 
pressure 


Strainers:  Strainers  with  drain  valve  will  be  provided  at  each  pump,  control  valve 
and  at  the  base  of  condenser  water  risers  and  at  each  heat  pump  unit  coil  for 
drain  down. 


Basis  Of  Design  Narrative 
Option  5 
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The  Ballpark  of  The  Palm  Beaches 

West  Palm  Beach,  Florida 


HKS  Architects,  Inc.  #AA  F000119 
Project#  18964.000 


E.  APPENDIX  A:  ZONING  FOR  CHILLER  PLANTS 
1 .  See  attached  below 


Basis  Of  Design  Narrative 
Option  5 
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Gentile  Glas 
Holloway  RE: 

O'Mahoney  DATE: 

&  Associates,  Inc. 

Landscape  Architects 

TO  I 

Erv/trormiarsta  l  Consultants 


1301  Cc'i-s'cs  Lane 
Suite  'C 

Jup?ter  =  C'ioa  334SS 
Sifc’  -S"5-3S51 
Sfel'S^S- 52SC  PAX 


FROM: 


MEMO 


The  Ballpark  of  the  Palm  Beaches 


Sabal  Palm  Staging  and  Relocation 


Thursday,  September  17,  2015 

Mike  Drye,  HKS 
Julie  Crowe,  HKS 


Emily  O’Mahoney,  2GHO 
Dylan  Roden,  2GHO 


C 


& 


& 


Due  to  the  long  time  frame  for  the  need  to  store  Sabal  Palms  in  a  Temporary 
Field  Storage  area,  the  Palms  will  need  to  be  harvested  and  treated  as  regenerated 
Sabal  Palms.  This  will  ensure  the  best  survivability  of  the  palms  for  the  two 
transplants  and  staging  time.  Regenerated  Sabal  Palms  in  their  final  location  will 
have  a  greater  survival  rate,  shorter  establishment  time,  lower  water  requirements 
for  establishment,  and  a  reduction  in  potential  pest  problems. 

The  Temporary  Field  Storage  area  is  to  be  located  by  the  General 
Contractor  and  Landscape  Architect.  The  irrigation  water  source  will  also  dictate 
the  chosen  location.  The  Staging  area  is  to  be  located  in  close  proximity  to  the 
Temporary  Field  Storage  area. 

The  relocated  palms  shall  be  protected  during  transport  through  suitable 
wind  protection  methods  and  adequate  watering  prior  to  final  placement. 
Contractor  is  responsible  for  a  minimum  of  75%  survivability  rate. 


Site  Clearing 

1.  Clearing  of  Existing  vegetation  is  to  occur.  All  Sabal  Palms  are  to  remain. 

2.  Landscape  Architect  to  flag  Sabal  Palms  to  be  saved  and  moved  to  staging 


Sabal  Palm  Relocation 

3.  All  Sabal  Palms  with  8  feet  of  clear  trunk  and  above  shall  be  harvested  and 
moved  to  the  temporary  storage  area.  The  Palms  shall  be  harvested  with 
standard  nursery  best  management  practices. 

Gentile  Glas  Holloway  O'Mahoney  &  Associates,  Inc. 

1907  Commerce  Lane,  Suite  101 
Jupiter,  FL  33458 
561-575-9557-  561-575-5260  fax 
LC-00001 77 


4.  Once  at  the  staging  area  the  sandy  root  balls  are  to  be  kept  cylindrical  (flat 
bottom)  and  wrapped  a  minimum  of  3  times  with  black  plastic  wrap. 

5.  Once  wrapped  the  leaf  bases  or  boots  are  to  be  removed  from  the  trunk  of 
the  palm.  Leaf  bases  held  firmly  by  palms  are  to  be  kept  in  place  (mostly  at 
top  of  palm),  to  prevent  damage  to  the  trunk. 


6.  A  minimum  of  5  fronds  are  to  be  kept.  Fronds  are  to  be  tied  using 
biodegradable  twine.  The  tips  of  the  fronds  can  be  trimmed  but  not 
hurricane  cut. 


Staging  for  Temporary  Field  Storage 

7.  Palms  to  be  stacked  at  an  angle  on  a  tree  rack,  or  a  berm  and  ditch  a 
constructed  from  the  existing  site  conditions. 

8.  Once  Palms  are  on  tree  racks,  they  are  to  be  irrigated  a  minimum  of  twice 

rloilif  urifh  Anrlnl^lar  i  ■*■■!**« 


daily  with  sprinkler  irrigation. 

9.  Palms  are  to  remain  on  tree  racks  for  6-8  week 


Temporary  Field  Storage 


10.  After  the  staging  period,  palms  are  to  be  moved  to  the  Temporary  Field 
Storage  Area.  Palms  are  to  remain  wrapped  and  placed  in  the  ground  so 
that  the  top  of  the  wrap  is  flush  with  existing  grade. 

11.  A  3”  earth  ring  for  water  retention  is  to  be  formed  on  the  extents  of  the 
wrap. 


12.  Palms  are  to  be  placed  in  rows  spaced  a  minimum  of  6’  on  center.  The  rows 
must  be  spaced  large  eifough  for  the  landscape  contractor  equipment  to 
maneuver  between  the  rows. 


13.  Palms  are  to  remain  irrigated  to  prevent  dehydration. 

14.  Palms  are  not  required  to  be  staked  unless  the  height,  character  of  palm  or 
site  conditions  require  staking. 


Planting  Palms  in  Desired  Location 

15.  Landscape  Architect  is  to  locate  the  final  locations  of  the  palms  based  on 
height,  character,  and  project  requirements. 


1907  Commerce  Lane,  Suite  101,  Jupiter,  FI  33458 
561-575-9557 
Fax  561-575-5260 
www.2GHO.com 
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STADIUM  SEAT  COUNTS 


SEATING  SECTION 

101 

102 

103 

104 

105 

106 

107 

108 

109 

110 
111 
112 

113 

114 

115 

116 

117 

118 

119 

120 
121 

122 _ 

BOWL  SUBTOTAL 


20"  GA 

328 

240 
288 
168 
216 
180 
216 
180 
216 
196 
332 
363 
332 
196 
216 
180 
216 
180 
276 

241 
368 
220 

5,348 


COMP 


SEATS 

DUGOUT  SEATINGV^  52 

(25)  6-SEAT  PICNIC  TABLES  1 50 

BERM  01  (4,167  SF  @  1:1 2)  347 

BERM  02  (2,422  SF  @  1:12)  201 

BERM  03  (6,377  SF  @1:12)  531 

BERM  04  (6,188  SF  @  1:12) _ 515 

OTHER  SEATING  SUBTOTAL  1 ,796 


0 


: 


0  y* 
0  ^ 

n 


COMP 

4 

0 

0 

4 

10 


[CONCOURSE  SUB  TOTAL 


7,144 


SUITE  LEVEL 

SUITE  01 
SUITE  02 
SUITE  03 
SUITE  04 
SUITE  05 
SUITE  06 
PARTY  DECK  01 
PARTY  DECK  02 

SUITE  LEVEL  SUB  TOTAL 


I  STADIUM  CAPACITY 


7,522 


STADIUM  SEAT  COUNTS 


CONCOURSE  LEVEL 

SEATING  SECTION 

20”  GA 

W.C. 

101 

131 

0 

102 

317 

0 

103 

227 

0 

104 

166 

0 

105 

214 

0 

106 

240 

5 

107 

236 

0 

108 

333 

6 

109 

240 

0 

110 

288 

0 

111 

240 

4 

112 

233 

0 

113 

255 

0 

114 

207 

4 

115 

231 

0 

116 

207 

4 

117 

255 

£ 

118 

233 

o 

119 

240 

120 

288 

o 

121 

240 

122 

352 

6 

123 

288 

0 

124 

320 

3 

DUGOUT  SEATING 

60 

4 

I  BOWL  SUBTOTAL 


6,041 


BERM  SEATING 

BERM  01  (2,422  SF 
BERM  02  (6,377  SF@1:12) 
BERM  03  (6,188  SF  @  1:12) 


SEATS 

201 

531 

515 


W.C.  COMP 
4  4 

10  10 

0  0 


| BERM  SUBTOTAL 


1,247 


14 


14 


ICONCOURSE  SUB  TOTAL 

7,438 

SUITE  LEVEL 

SUITE  01 

33 

SUITE  02 

33 

SUITE  03 

33 

SUITE  04 

33 

SUITE  05 

33 

SUITE  06 

33 

PARTY  DECK  01 

90 

PARTY  DECK  02 

90 

ISUITE  LEVEL  SUB  TOTAL 

378 

ISTADIUM  CAPACITY* 

7,666 

*  picnic  area  not  ticketed/included 

PICNIC  SEATING 

(25)  6-SEAT  PICNIC  TABLES 

SEATS  W.C.  COMP 

150  0  0 

| PICNIC  SUBTOTAL 

150  0  0 

8"  BASE 
CONC  CURB 
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THE  BALL  PARK  OF  PALM  BEACHES  •  WEST  PALM  BEACH,  FLORIDA 


HEIGHT 

70'  AGL 

80'  AGL 

100' AGL 

100' AGL 

100' AGL 

100' AGL 

100' AGL 


EXTENDABLE  POLE  BASE/EMBEDMENT  SECTION 

NO  24"  DIAMETER  POLE 

NO  24"  DIAMETER  POLE 

NO  24"  DIAMETER  POLE 

TO  110' AGL  30"  DIAMETER  POLE 

TO  120' AGL  30"  DIAMETER  POLE 

TO  130' AGL  42"  DIAMETER  POLE 

TO  140' AGL  42"  DIAMETER  POLE 


2ND  STAGE  SECTION  THIRD  STAGE  SECTION 

24"  DIAMETER  16"  DIAMETER 

24"  DIAMETER  16"  DIAMETER 

24"  DIAMETER  16"  DIAMETER 

24"  DIAMETER  16"  DIAMETER 

24"  DIAMETER  16"  DIAMETER 

24"  DIAMETER  16"  DIAMETER 

24"  DIAMETER  16"  DIAMETER 


FOUNDATION  CONSTRAINT  COLLAR 


36"  DIAMETER  8'X8'X1’ 


48"  DIAMETER  10' X 10' XT 


48"  DIAMETER  10' X 10' XI1 

60"  DIAMETER  12'  X 12'  XI' 

60"  DIAMETER  12' X 12' XI' 


COASTAL  NETTING  SYSTEMS 
800726-3354 


Kjones@coastalnetting.com 


iLB  COVERE 
BA  TING  TUN Nf 

CONdRfTE  WALKWAY  |  [  I 

SURROUND,  TYP  I  [ 


6.  Schedule 


H5MC 


HUNT  I  STRATICON  I  MESSAM  I  COOPER  BALLPARK  PARTNERS 


Ballpark  of  the  Palm  Beaches  (Astros  and  Nationals) 

’  ''  -  ’  ,  . J/ 


'“r— f,'-  73 


Subtartial  CoTipteton 
Closeoil 

First  Spring  Trading  Season  (No  Work) 
Final  Complelbn 


MaWenaree  Turnover 
Astros  Practice  Field  Turnover 
Nation*  Practice  Field  Turnover 
Astros  CLbhouse  Turnover 
Natlenala  CIiMhih  Turnover 
StadumTumover 


0  0  IWan.17 

106  106  16-Jan-17  IWm-17 

43  43  Ol-Feb-17*  31-Mar-17 


Bid  Package/Design  Release  1 GMP  Set 


Ell-113 

Buyoui/Subcontract  Bidders 

20 

10  01-Sep-15A 

12-Oct-15  m 

Est-115 

Reconcle  GMP  with  Astros  &  Nationals 

12 

9  14-Sep-15A 

09-Oct-15  ■ 

Est-111 

Hunt  Issue  Short  Lilted  Bidders 

5 

5  29-Sep-15 

05-OCI-15 

Eit-112 

Descope  Bidders  /  Reconcfc  InterrmTUpdate  Set  W  Bidden 

10 

10  2&-Sep-15 

12-Oct-IS 

Eil-116 

Reconcle  GMP  with  County 

3 

3  12-Oct-15 

14-Oct-15 

^  GMP 

T  Bid  Package/De  sign  Release  1  GMP  Set  : 

]  Byyo  ut/Subc  onto  »d  Bidders  . 

Recondie  GMP  vithAslros  &  Nationals 
Hurt!  Issue  Short  listed  Bidders: 

|  Descop«:  Bidder ,  /  Reconcfe  Intenm/Update.Set  w/  Bidders 
D  Reconete  GMP  with  County  : 


Balpark  of  the  Palm  3eaches  (Astros  and  H 

♦  Substantial  Completbn 

Closeout 

f  .  J  Rret  Spring  Trainrg  Season  (No  Work) 

♦  Final  Comptetor* 


:  Turnovers 

:  ♦  Maintenance  Turnover 

♦  ^trosPractof  Field  Turnover 

♦  Nationals  Prae  <e  Field  Tirnover 


♦  Astros  CliAhouse  Turnover 

♦  Nationals  CLbhouse  Turnover 

♦  Stadium  turnover 


1  20-OC1-15  20Oct-15 


W  .  .  ;  -  ;  i  I ;  -I 

Design  Development  Documents  (Bid  Package  #1)  _ 


ill 


Fr*l  Selection  Art  n  Pubic  Spaces 


I  50%  Ccnslniction  Documents  (Bid  Package  42) 


1  ;27*JuM5A  29-Sep-lS 


J  Design  : 

'  Design  Devebpmet  it  Documerts  (Bid  Package  11 
Fhal  Selection  Art  i  Pubic:  Spaces 


CMS 

Prepare  50%  Construction  Document!  (Retesse  to  Cly)  -  Bid  F’aekage  #2  -  Fdrs/SteeKMiionry/Elev/UG/MEP 
Eduomert  .  .  . 

39 

16  31-Juk15A  20-00-15 

■  j 

DD-23 

tore  NTP  Construction  Doc  urnents 

. o . 

0  21-Oct-15 

CMS 

HKS  tfTPto  Fnal  100%  CD  Docs 

1 

1  22-Oct-15  22-CM-15 

fed 

^  50%  Constriction  Documerfs  (Bid  Package  12) 

■  Prepare  50%  (tons  true  ton  Documents  (Release  to  City) 
♦  Issue  NTP  Co  T6tructbn  Documents 
I  MKS  NTPte  Final  100% 


[100%  Construction  Documents  (Bid  Package  M[ 


100*4  Constructor  Document!  •  Bio  Pockogi  13  (Everything  Eke! 


Stormwater  Management  Permit  (ERP) 

LanOtiCtosiire  Modifralnn  Pmk 

Water  Uw  Permit  -  Irrgatlon 

Domeatic  Water  DstriOufon  Permit 

Wastewater  Cofectbn  System  Permit 

Reclaim  Water  Construction  Perml 

Engheermg  Setvicee  Review-  Reclamed  Water  Main 

P8C  Land  DeuelopmeiT  Uttty  Permit 

PBC  Lard  Oevekspnsent  RgN-oFWay  Perml 

FOOT  Access  Perml 

FOOT  Drainage  Perml 

Water  Uee  Perml- Dewslemg 


CV 


Site  Planning  (Planning  l  Zoning) 


Cty  Commission  Applcanls  Notice  Dea^ne  -  9/9/15  5d3y  display  ad 
Cly  Commas  bn  Transmittal  / 1  st  Reading  •  7/2015 
Cty  Commssiofiin  Adoption  /  2nd  Readrg  ■  9/14/15 


53  53  210cM5  07-Jarv16 

120  0  15-MaylSA  2Kep-15 

30  30  2Wep-15*  09-NOV-15 

60  6029^15  23-Det-15 

60  60  2Mep-l5'  23-Oee-15 

60  60  29-Sep-15*  23-Dec-15 

60  60  29-Sep-15  23-Dec-15 

15  45  29-Sep-15*  02-Dec-15 

60  60  2Mep15  23-Dee-15 

90  90  29-Sep-15  OS-Feb-16 

SO  90  2&-Sep-15  05-Feb-H 

SO  90  29-Sep-15  05-Feb-16 

JO  30  02-NOV-15-  15-De>15 


1  29-Sep-15  29-Sep-15 

1  30-Sep-15  X-Sep-15 

1  01 -Oct-15*  Ot-Ocl-15 


100%  Construction  Documents  (Bid  #3)  ' 

100%  Construction  Documents  -  Bid  Package  *3  (Everything  Else) 


Bid  Package  12  -  Fdns/Steel/MaBonry/EJevAJG/MEP  Equpment 


100%  Construction  Documents  -  Bid  Package  #3  (ft 
Perrhits 

Stormwater  ktenagi  ment  Perm*  (tRP) 

LandfU  Gli  «jre  Modification  Perm#  • 

Water  Use  Pdrmt-llrigatoh 
t.  ■  '  Domestic  Water  Datributon  Permit: 

Wastewater  Colection  System  Pern* 

-~T)  Reclaim Watqr Constructor) Permit, 

■■--g--  f  Engl  leering; Services  Review-  Reclamed  Water  Main; 

PBC  land  Development  Uttty  Perm! 

i  PBC  Land  Development  Right-of-Way  Perm! 
k-  ^  ‘  i  FOOT Accc&s  Penni  . 

■  '  i  FD0T Drainage  . 

pBp3  VaterUtt  Perml -Dewatering 

/  Site  Planning  (Ptam  iisg/Zoning) : 
r  FutLff^  Land  Usft  A 

City  Comnwsion  Af  plcants  Notice  Deadtoe  •  9/3/15  toy  display  ad 
City  Commissbn  Ti  insmttal/  1st: Reading  -  7/2015 
Cly  tommipsionr  ldoptop/2nd:Readrig -9/1(1/15  ; 


Actual  Work  ♦  ♦  Milestone 

Remaining  Work  Summary 

■■  Critical  Remaining  Work 


Hunt  Construction  Group 

Ballpark  of  the  Palm  Beaches  (Astros  and  Nationals) 

Current  Data  Date:  29-Sep-15 


i  Fdns/Structure/UG/Efev/MEP  Equip  •  City  Frst  Review  (Permitted  Set) 
Fdn$/$tnjcture/UG/Elev/MEP  Equip  -  HKS  Responds  to  Second  Reviews 
Fdrw/Structure/UG/Etev/MEP  Equip  ■  City  Second  Review  (Permitted  Set) 
;  Fdne/Structure/UG/Elev/MEP  Equip  -  HKS  Responds  to  Second  Review 
Fdne/Structure/UG/Elev/MEP  Equip  ■  City  Fral  Review  S  Receive  Permit 


Permit-Strijct-Ol  Struclual  /  Underground  MEP  Perm!  (BP#2) 


Permit  Process  ■  Final  Building  Permits  (BP#3) 

County  Review -Final Building  Peitnu 


Bidding  Permit  -  HW  /  County  Review  i  Issue  Comments 


City  Review -Final  Building  Permit 


CO-21 

CD-22 

CD-23 

Bidding  Permit -Ciy  First  Review 

Biddmg  Permit  ■  HKS  Reepcnds  to  Frit  City  Review 

Biddrng  Perm!  -  Cty  Second  Review 

22 

5 

. 241 

22  08-Jarv16 

5  09-Feb-l6 

24 16-Fa  thlfi 

OS-Feb-16  ^ 

15-'eH6 

'S- Mar-16 

CD-24 

Bidding  Permit  -  HKS  Responds  to  Second  City  Review 

5 

5  21 -Mar-1 6 

25-Mar-16 

CD-26 

Bidding  Permit  ■  Cty  Fiial  Review  i  Recerve  Permit 

S:2Mhr-1$ 

01-Apr-16 

Permi-BUg-02 

FidBiddngPerndlBPM) 

O' 

01-Apr-16 

StibooitastBtfifWt  f  I 

Bid  Package HI (BidrRetttW/Award) 


Bid  /  Revew  ■  Remedatbn  Subs 

BB  /  Review-  Site  Clear  /  Grub  /  Grade  Sub» 

Bid /Review  -  Site  UKieiSubt 

Bid/  Review  -Hardscape 

Sid  /  Review  -  Landscape 

Bid /Review- Site  Concrete 

Bid/  Review  -  Structural  Steel 

Bid  /  Review  -  Fke  Protection  ^  I 

Bid  /  Review  -  Flirting  (Design  Asssl) 

Bid  /  Review-  Mechanical  (DesignAssit) 
Bd/ Review -Electrical  (Desgn  Asset) 


111!®  iisiISIiii  ills  ill  ii 


Mechanical  (DesignAssM) 
Electrical  (Desgn Assist) 


Bid  Package  #2  (BidIRevMAward) 


■■  Actual  Work  4 

1  Remaining  Work  tP 

■Hi  Critical  Remaining  Work 


5  01-Sep-15A 
30  5  01-Sep-ISA 

30  5  01-Sep*15A 

30  Id  03-Sep-15A 

30:  14  03-Sep-15A 

30  14  03-Sep-15A 

30  14  03-Sep-15  A 

30  14  03-Sep-15A 

30  14  03-Sep-15A 

30  14  03-Sep-15A 

30  14  03-Sep-ISA 


40  40  14-Oct-15  'O-Dec-15 


Hunt  Construction  Group 

Ballpark  of  the  Palm  Beaches  (Astros  and  Nationals) 

Current  Data  Date:  29-Sep-15 


Remaining  Work  Summary 

Critical  Remaining  Work 


Hunt  Construction  Group 

Ballpark  of  the  Palm  Beaches  (Astros  and  Nationals) 

Current  Data  Date:  29-Sep-15 


Page  3  of  6 


H5MC 
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Iproject:  Ballpark  of  the  Palm  Beaches  (Astros  and  Nationals) 


Concession  ■  Structure 
Stadum-SOG/SOD 

Stadium  ■  Underground  Rough-in  lor  Field  Lighting 
Stadium -Grown  Field  Turf 
Stadium -Root  Structure 
i  Stadium  ■  Interior  Rough-ins 
Concession  -  SOG  /  SOD 
Stadium  •  Foundations  /  Set  Light  Poles 
Concession- Enclosure 
Stadium -Roofing 
Stadium -Interer  Finishes 
Concession  *  Interior  Rough-ins 
Stadium  -  Set  Score  /  Video  Board 
Concession-  Internr  Finshes 
Stadium -Seating 
;  Stadium  •  Field  Finishes 
Stadium- Preparation  lor  Berm 
Concession  -  Food  Service  Equipment  Instal 
Teeing /FFE 


:  Club  House  -  Foundations 
Chub  House  -  Underground  UtHies 
Club  House  -Struclue 
Batting  Tunnels -Foundations 
Batting  Tunnek  -  Underground  Uttfn 
Club  House -SOG /SOD 
Batting  Tunnels -Structure 
Club  House  -  Enclosure 
Bailing  Tunnels  -  SOG 
;  Batting  Tunnek  -Encbsure 
Instal  Hardscape 
Club  House  ■  Interior  Rough-hs 
Club  House -Interior  Finishes 
Batting  Tunnels  -  Interior  Rough-hs 
Bating  Tunnek-  Interior  Fhishes 
Bating  Tunnek-  Testing  /  FFE 
Instal  Agliy  Feld 
Instal  Halt  Fields /Bunting  Fields 
Cbb  House  .Testing /FFE 


Fields  -  Preparation  tor  Grass  tor  Field  Turf  /  Hardscape 
Fields  -  Ptelwig  Mounds  /  Batting  Cages 
Fields  -  Hard  Grass  for  Field  Turf  and  Grow  In 
Observation  Tovar -Foundations 
Observation  Tower  -  Underground  Utiftiet 
Felds  -  Hardscape  V 

Obseiviton  T»wr -Structure 


~X. 


Hardscape 

. 


75  75  29-Mar-16 

60  60  05-Apr-16 

35  35  1  9-Apr-IS 

90  90  23-May-16 

30  30  24-Moy-16 

90  90  31-May-16 

40  40  08-Jurv1€ 

40  40  OSOun-16 

55  55  22-Jurv16 

25  25  29-JUVI6 

95  S5  2W*« 

60  30  21-2*16 

50  50  04-Aufl-16 

50  50  09-Sep-36 

50  50  22-Sep-16 

45  45  2!-Sep-16 

30  30  29-Sip-16 

30  30  07-Oct-te 

30  30  2S-NOV-16 


40  "fl-Feb-16 

13-Apr-16 

40  25-Feb-16 

20-Apr-16 

60  24-M»r-16 

16-Jun-16 

20  05-Msy-16 

02-JWH6 

10  IO-Miy-16 

02-JUO-16 

30  2b-Way-1 

08-JUM6 

20  26-Miy-16 

2WUH-16 

55 17-Jun.lfi 

02-Sep-16 

5  24-Jun-16 

30-Jurv16 

20  oi  -Mis 

29-JUH6 

50  OI-Jii-16 

;  12-Sep-16 

55 1W*16 

26-Sep-16 

90  25-JU-16 

30- Nov-16 

'  15  25-JJ-16 

lMug-16 

20  (K-Aug-16 

02-Sep-16 

10  06-Sep-IS 

IS-Sep-16 

45  13-$ep-16 

14-Nov-16 

50  20-Sep-16 

30-NOV-16 

50  50  23-Mar-16  OI-Jun-16 

15  15  02-JUC-16  22-Jurv16 

95  95  02-JuivJ6  IWet-16 

10  10  03-Jun-ie  16-Jun-IS 

10:  10  IO-Jun-16  23-Jurvie 

15  15  23-Jurv16  14-JuH6 

15  15  24-Jun-IS  15-JuH6 


Actual  Work  4 

m  Remaining  Work  ^ 

^■1  Critical  Remaining  Work 
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Ballpark  of  the  Palm  Beaches  (Astros  and  Nationals) 

Current  Data  Date:  29-Sep-15 


Corceeson  -  Structure 
ZD  Stadwm-SOG/SOD 
]  Stadia -Underground  Roughs  for  FeklLgHt^g 

J  Stadtrn.  Glow  r  Field  Tuff 
■■  Stadium  -  Roof  Structure 

Stadiun  •  Inter®' fccuglm 

i  . i  Confession  ■  SOG  /  SOD 

r7=-~-~  i  Stadum  -  Foundations  /  Set  Light  Potes 
i~.  .  »•  H  Concessidn- Enclosure 

■■  Stadium-  Roofing : 


MBl  Stad  urn  •  Irierior  Finkhes 
p  Concession  -  Interor 
pi  Sladum  -  Set  S<  ore  /Video  Board 

Conc» lion- interior FhkheS 
Stad  urn- Seating ; 

■■■■  Stad u  i  -  Field  Frkhes 
t  if  - Stadium-  Reparation  tor  Berm 
:  form  lion  ■  Food  Service  Equipmert  Instal 

^■1  Testing  /FFE  • 
f  Nationals  Ctob  House 


Cl®  house  •  Founoatcns 
3  Cbb  House  •  Underground  Utiibes 
'1  Cl®  house  •  Structure 
I"  \  Balir^  Tunnek -Foi/iaatjons 
Q  Battmg  Tunnek -Underground  Unifies 
I1  CU>  Hoise  -  SOG  / SOD 
IIU  |  Batting  Tunnels  -Structure  j 
.  iraa:::==?=:::::=:=:'sa  CLl>  House  -  Encbsure 
D  Batthg  Tunnek -SOG  : 
rZD  Batting  Tunnek  -Enplosirt 
t  ,  ' ' ' J  Instal  Hardscape 
:  lipZiill  I  Club  House  -  Irier®  Rough-ire 

Club  House  -  Interior  Frkhes 
□  Battrg  Tunnek  •  Interior  Rougl  -ns  : 


E3  Balling  Tunneb  -  Interior 

rushes 

;S  Batting  tunnek -Tes 

19/ FFE  ■  ' 

1  1  Instal  Ai 

kyFtU 

r--:L'.  '  -  -d  irsra 

hat  ■'  Bortr^  FieUi 

1  .  ~i  CLb  House  -Testing /FFE 

^ Nationals  P-ac  ice  Fiebs 
ip  Fiekfe  -  Prep^ratbri  for  Graaa  for-Rdd  / 

I  I  Felds  •  Pitctag  Mounds  /  Bating  Cages 
l  I  Fields -PbntGiws  tor  Field  Turf  and  Growln 

□  Observaton  Tower  -Foundatons 
□  Observaton  Tower- Underground  Utlhes 
CD  Febs-  Hardscape 
CD  Observaton  Tower-  Sfructire 


Project:  Ballpark  of  the  Palm  Beaches  (Astros  and  Nationals) 


Remaining  Work 


Fields- Fencing 
Observation  Toner -Enclosure 
Observaten  Tower  •  Interor  Ror^Mrs 
Observation  Tower  ■  Interior  Finishes 
Felds -Sie  Funisnstgs/Sijnage 

Martenance  Eufavg  - ;  rMvntr.ri 

. V  ' 

Maintenance  Bolding  -  Underground  Utiles 

Maintenance  Buiding  -  Structure 
MaWenance  BuMing  -  Enclosure 
Maintenance  Buldng  -  Interior  Rough.™ 
Mantenance  Buiding  -  Hardscape 


% 


Nat-Prac-4 

Fields  -  Shalow  Utities 

15 

15  24-Jun.16 

15-JuM6 

Nal-Prac-12 

Fields  -  Fencing 

15: 

15 15UuF16 

04.Auj.16 

Nal-Prac-7 

Observation  Tcw*Enclosue 

15 

15 1B-JUH6 

05-AUJ-16 

Nat*Prac-8 

Observation  Tower  -  Interior  Rough-ms 

15 1 

15 15-Aug-16 

02-Sep-16 

Nat-Prec-10 

Observation  Tower  •  Interior  Finishes 

15 

15 13-Sep-16 

03-OCM6 

Nat-Prac*13 

Fields  -  Site  Fir nishings  /  Signage 

10) 

10  06*1-16 

19-Oct-16 

Astros  Club  House 

Ast-Club-1 

Club  House -Foundations 

40 

40  IS-Feb-16 

13-Apr-16 

Ast-CLM 

Club  House  -  Underground  Utities 

40 

40  25-Feb-16 

20-Apr-16 

Atl-Club-3 

Club  House  •  Structure 

60 

60  24-Mar-16 

16-Jurv16 

Ast-CluW 

Bating  Tunnel  ■  Foundations 

20 

20  05-May.l6 

02-Jurv16 

AsI-Club-5 

Batting  Tunnel  -  Underground  Utiies 

10) 

10  I^May-16 

02-Jun-16 

ASI-CluW 

Club  Home- SOG /SOD 

30 

30  26-May-16 

08-JuF6 

Asl-Cbb-7 

Batting  Tunnels  -  Structure 

20 

20  26*y-16 

23-Jurv16 

Ast-CI^-3 

Ma|  Hardscape 

50 

50  03-Jurv16 

12-AUJ-16 

Aat-CLb-9 

Club  Home- Enclosure 

55 

55 17-Jun-IS 

02-Sep-16 

Ast-Club-IO 

Batting  Tunnels  -  SOG 

5' 

5  24-Jun-16 

30.Jun-16 

Ast-CluMI 

Balling  Tunnels- Enclosure 

20 

20  01.Ji4.16 

29-JUH6 

Act-Club-12 

Club  Houte  -  Imetior  Rough-ii* 

55 

55:11-Jli-16 

26Sep-16 

Asl-Club-14 

Club  House  -  Interior  Finishes 

90 

90  25-J14-16 

30.Nov.16 

Ast-CLb-13 

Batting  Tunnels  -  Interior  Rougtvrs 

15 

15  25014-16 

12-AUJ-16 

Ast-CLb-15 

Batting  Tunneb  -  Irterior  Finishes 

20 

20  08-Aug*16 

02-Sep-16 

Ast-Club-1 6 

MitgTimrak.Teslinj/FFE 

10 

10  06-Sep-16 

19-Scp-T6 

Ast-Club-17 

InstalAgKy  Field 

45 

45  06.Sep.16 

07-Nov-16 

AstCUb-IS 

Instal  Half  fields  /  Bunting  Fields 

M) 

50  13-Sep-16 

21.Npv.16 

Ast-Ckiv-19 

Club  House- Testing /  FFE 

30 

30  22*Nov*16 

OWan-17^^ 

|  Astros  Practice  Fields 

Ast-Ptae-5 

Felds  •  Preparation  lor  Grass  hr  Feb  Tnl  /  Hardscape 

50 

50  23-Mar-16 

)  Q1-Jurv16 

Ail-Prac-9 

Fields  •  Pithing  Mounds  /  Bating  Cages 

15 

15)02-Jov16 

22-Jurv16 

A»t-Pr»c-6 

Felds  •  Flart  Grass  hr  Feld  Tutl  and  Grow  In 

95 

96)Q2-Jun-16 

.  14-Oct*16 

Aat-Prac-I 

j  Observation  Tow  -  Foundations 

10i  ' 

10  03*Jurv16 ' 

■  IS-Jun-16 

Asl-Prac-2 

Observation  Tow  -  Underground  Utjbes 

23-Jun-IS 

Aal-Prac-11 

Fields  -  Hardscape 

15. 

15  22Wun-16 

14-JuHS 

i  Ail-Ptac-3 

Observation  Tower  -  Structure 

"WlS. 

15  24-Jun-l6 

15*JuM6 

Aat-Prac-4 

Fields- Shalow  Uti« 

15  24-Jun-16 

:15JuH6 

FieWs  -  Shalow  Utfties 

□  Fields -Fencing 

□  Observation  Tow  -  Enclosure 

□  Observation  Tow  -  Interior  Rougtvrs 
CD  Observation  Tow  •  Interior  Frones 
□  cieW«  •  Stc  Finishings  /'Signage 


■■I  Actual  Work  4 

i  I  Remaining  Work  ^ 
Critical  Remaining  Work 


15 

15  15*JuM6 

04-AUS-16 

15 

15  lft-Jul-16 

05-AUJ-16 

15 

15  15-Aug-16 

02-Sep-'6 

15 

15 13-Sep-IS 

3*1.16 

10 

10  06-0ct-16 

IB-Oct-lfi 

20 

20  IAApr-16 

ll-May-16 

20 

20  21-Apt-16 

IB-May-16 

40 

40  12-IAay16 

08*JuM6 

30 

30  17-Jun-16 

29-JuH6 

30 

30  18-.sJ.-6 

26-Aug*16 

. 10 

10  OI-Auj-16 

12-Aug-16 

Hunt  Construction  Group 

!  Club  House  •  Foundatons 
□  Club  House  -  Underground  Uttoes 
i  CktoHoise- Structure 
L  1  Battffvg  Tunnek  -  Foundation* 

□  Bating  Tunnefc  -  underground  Uliies 
I.  V  I  Club House- SOG / SOD 
I  I  Batting  Tunnels* Structure  : 
t.i"./,'  '  '  ■  !  Instal  Hardscape  :  K 
:  I  '  .  1  |  Cbb;  House- Enclosure 
E)  Baiting  Tunnels  *  SOG 
i  Batting  Twnte  -  Enfcteurt 
r  '  ...  .  1  Ctuo  House  *  Interio  Rougtvrs  : 

v  '  /".TP  Club  louse :•  Interior Fnshes 

O  Bating  Tunnels  •  Intenof  Rougl  i-ins 
I  1  Batting  Tunnels  -  biternr  Finishes 
□  Batting  Tunnels -Testhg/FFE 
i  .  I  Install  Feld 
i  "~1  Mali  afl  Fields /BuntngFiete 

i  |i  Cbb  House -Tesbng/FFE 
^ Astros  PractcJ  Felds 
i  fields  •  Preparation  foe  Grass  for  Fdd  Tlirf  /  Hardscape 
a  Fete  *  Pfctvng  Mounds /  Bating  CBges 
I  '  *.  . "  "  'I  Fete  •  Pbnt  Grass  tor  Feld  Turt  and  Grow  In 

□  Observattn  Tower -Foundations 
□  Observaten  Tow  -  Underground  Utiles 

□  Fields  •  Hardscape 

I  I  Observaten  Tower -Structure 

□  Fields  -$habw  Utities 

□  Felds -Fencing 

□  Observation  Tower  -Enclosure 

□  Observation  Tower  •  Irtierer  Rough-ms 
□  Observation  Towe  -  Interior  Frahes 
1 13  Fiete- Site  Flashings /Signage 
Maintenance  Bu  ding 

r~~ 1  Mantenance  Butting  -  Foirdation 
m  Maintenance  Buldrig  •  Underground  Utteea 
»  >  Martenance Buying* Structure 

i  t  Martenance  Buikdng  -  Encteaire 

[  . . J  Mantenance  Buiding  •  Inter  or  Rouglvww 

O  Mairtenance  Bidding  •  Harosc  ipe 


Ballpark  of  the  Palm  Beaches  (Astros  and  Nationals) 
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H5MC 

HURT  inunCH  r  NBM*  CMOU  e.'-  I.-Alii: 


7.  List  ofDFCI  Items 


3  ITEMS  -  EQUIPMENT  MATRIX 


D"e"PTWN  "" 

-  -  .  . 

_ MQTHL 

X 

CMAR  TO  PROVIDE  MECHANICAL.  EL ECTRICAL  AND  PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  MECHANICAL  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  MECHANICAL,  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

x 

CMAR  TO  PROVIDE  MECHANICAL .  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PR  OV1DE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

x 

CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

■  ...  .  .  worn .  . 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

CMAR  TO  PROVIDE  POWER  ANO  CONDUIT  AS  REQUIRED 

X 

x 

CMAH  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

DOOR  STRIKES  AND  ROUGH 

N  BY  CONTRACTOR  WHERE  APPLICABLE  (SO  DOO«S)\ 

X 

CMAR  TO  PRCWI 

DE  POWER  AND  CONDUIT  AS  REQUIRED 

x 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED _ 

X 

■e  I 

x 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

SEE  CONCESSIONS  DRAWINGS  FOR  50  POINT  OF  SALE  LOCATIONS  AT  CONCESSION  AREAS  / 16  PORTABLE  CONCESSION 
LOCATIONS 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

x 

(CMAR  TO  PROVIDE  POWER  AND  EMPTY  CONDUrTS  AS  REQUIRED 

X 

| 

x 

A 

_ 

A 

CMAR  TO  PROVIDE  A  COMPLETE  OPERABLE  SYSTEM 

4 

* 

CMAR  TO  PROVIDE  A  COMPLETE  OPERABLE  SYSTEM 

d  ^ 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

,  > 

1  £15!S 

'  NOTES _ _ 

STAINLESS  STEEL  THERAPY  TANKS  (Above  Ground) 

ITT 

r 

_  CMAR  TO  PR  OVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY _ 

THERAPY  POOLS  (Below  Ground) 

A 

x 

CMAR  TO  PROVIDE  COMPLETE  INSTALLATION  OF  THIS  SYSTEMS  PER  MANUFACTURERS  REQUIREMENTS 

POLAR  PLUNGE  POOLS  (Balov  Ground) 

T 

X 

CMAR  TO  PROVIDE  COMPLETE  INSTALLATION  OF  THIS  SYSTEMS  PER  MANUFACTURERS  REQUIREMENTS 

THERMAL  PLUNGE  POOLS  (Below  Ground) 


WHIRLPOOLS  (Above  Ground) 


_ 


CUSTOM  POOLS  (Below  Ground) 


CMAR  TO  PROVIDE  COMPLETE  INSTALLATION  OF  THIS  SYSTEMS  PER  MANUFACTURERS  REQUIREMENTS 


CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 


CMAR  TO  PROVlOE  COMPLETE  INSTALLATION  OF  THIS  SYSTEMS  PER  MANUFACTURERS  REQUIREMENTS, 


CMAR  TO  PROVIDE  HOOK  UPS  AND  PINAL  C 


5  ROUGH  *N  FOR  MECHANICAL.  ELECTRICAL  AND 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  C 


5  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 


WASHER  LARGE  CAPACITY  -MINORS 


CMAR  TO  PROVlOE  HOOK  UPS  AND  FINAL  C 


5  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 


WASHER  SMALL  CAPACITY  -  MINORS 


DRYERS  (ALLOWANCE)  -  MAJORS 


TOP  LOAD  WASHER 


ALL-POWER  QUIET  ZONE  AIR  COMPRESSORS 


WIRE  CARTS 


POLY  CARTS 


let  Maken  -  Non  Food 


FLAKE  ICE  MACHINES 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  C 


S  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 


CMAR  TO  PROVIDE  h 


S  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 


Y 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  C 


S  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  C 


S  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 


A 


CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 


CUBE  ICE  MACHINES 


CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 


CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 


TREADMILLS 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


SUMMIT  TRAINER  NO  TV 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


BIKE  -  RECUMBENT  KIO  TV 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


UPRIGHT  BIKES 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


ELLIPTICALS 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


3  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRE  D 


STATIONARY  BIKES 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


LOWER  BODY  TRAINER 


CMAR  TO  PROVIDE  POWER  AND  CONOUIT  AS  REQUIRED 


MOTION  TRAINERS 


GYM  EXERCISE  MACHINES 


LIFE  FITNESS  EQUIPMENT 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 


10/15/3  81 5 


TO  PROVIDE  POWER  AND  EMPTY  CONDUITS 


CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL. 

_ _ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANCAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY.  CMAR  TO  BUILD  BAR  WALLS  AND  TOPS  COMPLETE _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  _ _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL. 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 


ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 


CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ _ ; _ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  


MECHANICAL.  ELECTRICAL 


CMAR  TO  PROVIDE  HOOK  UPS  ANO  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  E 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  E 

_ PLUMBING  AS  NECESSARY _ _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  E 
PLUMBING  AS  NECESSARY  .  _ _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  E 
PLUMBING  AS  NECESSARY _  .  _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  E 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  E 

_  PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  E 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  E 
_ PLUMBING  AS  NECESSARY _ _ _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIOE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
NECESSARY _ 


75]  Busang  Carl  3  Sh®Vt»e,  Polyethylene,  Cambro  BC2251 10 


CMAR  TO  COORDINATE.  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS,  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ET< 
NECESSARY,  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY  - 

_ CONCRETE  RECESSED  S LAB/IN S U LAT1  ONfT OPPING  SLAB/ FLOOR  COVERING _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL 

_ PLUMBING  AS  NECESSARY _ __ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 


CMAR  TO  COORDINATE,  PROVIDE  AND  INSTALL  ALL  PPING  HOODS.  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ETC.  AS 
NECESSARY,  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY  -  ALSO 

_ _ CONCRETE  RECESSED  S LAB/IN S U LATION/T OPPING  SLAB/FLOOR  COVERING _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_  PLUMBING  AS  NECESSARY _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
_ • _ PLUMBING  AS  NECESSARY _ 


CMAR  TO  PROVIDE  SINK,  FAUCET.  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM. 
CMAR  TO  PROVIDE  SINK  IF  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY.  CMAR  WILL  NOT  PROVDE  SINK  IF  SHOWN  ONLY  ON 
_ KITCHEN  I  FOOD  SERVICE  DRAWINGS _ 


CMAR  TO  PROVIDE  COORDINATION  OF  ROOF  PENETRATIONS.  INSTALL  ROOF  CURBS.  SET  ALL  ROOFTOP  EQUIPMENT,  AS 
REQUIRED.  PROVIDE  ALL  EXHAUST  DUCTWORK.  CONNECTIONS,  INSULATION.  HOOK  UPS  AND  FINAL  CONNECTIONS  FOR 
MECHANICAL,  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE  SYSTEM 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ _ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY _ _ _ _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ _ 


CMAR  TO  COORDINATE.  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS,  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ETC  AS 
NECESSARY.  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY  -  ALSO 

_  CONCRETE  RECESSED  SLAB/WSULATION/TOPPING  SLAB/FLOOR  COVERING _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ _  PLUMBING  AS  NECESSARY _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  A5  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY _ _ 


AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

NECESSARY  _ - 

'  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 


TER1AL  AND  LABOR  FOR  A  COMPLEX 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ _ _  PLUMBING  AS  NECESSARY  .  . . . . . . 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ _ _ 


CMAR  TO  PROVIDE  COORDINATION  OF  ROOF  PENETRATIONS.  INSTALL  ROOF  CURBS.  SET  ALL  ROOFTOP  EQUIPMENT.  AS 
REQUIRED  PROVIDE  ALL  EXHAUST  DUCTWORK.  CONNECTIONS,  INSULATION,  HOOK  UPS  AND  FINAL  CONNECTIONS  FOR 
MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE  SYSTEM 


CMAR  TO  PROVIDE  SINK,  FAUCET,  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM. 
CMAR  TO  PROVIDE  SINK  F  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY.  CMAR  WILL  NOT  PROVIDE  SINK  IF  SHOWN  ONLY  ON 
KITCHEN  /  FOOD  SERVICE  DRAWINGS _ __ 


i  -  EQUIPMENT  MATftlft 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL 

_ PLUMBING  AS  NECESSARY  _  _ _ _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY _ _ _ _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  E 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  E 
_ PLUMBING  AS  NECESSARY _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  E 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  E 

_  PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  N  FOR  MECHANICAL.  E 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  { 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ _  PLUMBING  AS  NECESSARY _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  N  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  ASflaHHhfiARy _ . _ _ 


t,  Poly,  3  Shelves/  Cambro  BC225110 


INSTALL  ALL  PIPING  HOODS.  EQUIPMENT  RAILS  (CURBS) FOR  CONDENSERS  ETC, 
FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY  -  Ai 
RECESSED  SLAB/INSULATION/TOPPING  SLAB /FLOOR  COVERING _ 


PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 


CMAR  TO  COORDINATE.  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS.  EQUIPMENT  RAILS  (CURBS)  FOR  C 
NECESSARY.  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL 
_ CONCRETE  RECESSED  SLAB/INSULATI ON/TOPPING  SLAB/FLQOR  COVERING 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ _ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS 

PLUMBING  AS  NECES 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  W  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY _ 


CMAR  TO  COORDINATE,  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS.  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ETC,  AS 
NECESSARY,  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY  -  AL S' 

_  CONCRETE  RECESSED  S  LAB/IN  SULATIONfrOPPING  SLAB/FLOOR  COVERING _ 

CMAR  TO  PRCMDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ _  PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 


CMAR  TO  PROVIDE  SINK.  FAUCET.  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM. 
CMAR  TO  PROVIDE  SINK  IF  SHOWN  ON  THE  PLUMBING  ORAWINGS  ONLY.  CMAR  WILL  NOT  PROVIDE  SINK  iF  SHOWN  ONLY  ON  , 
_ KITCHEN  /  FOOD  SERVICE  DRAWINGS _ _ j 


CMAR  TO  PROVIDE  COORDINATION  OF  ROOF  PENETRATIONS.  INSTALL  ROOF  CURBS.  SET  ALL  ROOFTOP  EQUIPMENT,  (FANS 
AND  MUA)  AS  REQUIRED.  PROVIDE  ALL  EXHAUST  AND  MU  A  DUCTWORK.  CONNECTIONS,  FIRE  RATED  INSULATION.  HOOK  UPS 
AND  FINAL  CONNECTIONS  FOR  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE 

SYSTEM  _ 

CMAR  TO  PROVIDE  COORDINATION  OF  ROOF  PENETRATIONS.  INSTALL  ROOF  CURBS,  SET  ALL  ROOFTOP  EQUIF^ENT.  (FANS 
AND  MUA)  AS  REQUIRED.  PROVIDE  ALL  EXHAUST  AND  MUA  DUCTWORK,  CONNECTIONS.  FIRE  RATED  INSULATION,  HOOK  UPS 
AND  FINAL  CONNECTIONS  FOR  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE 

_ SYSTEM _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 


TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

PLUM&NG  AS  NECESSARY  _ _ 

'  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
NECESSARY _ 


Balptrhofi 


UST  OF  OFO  I 


EQUIPMENT  MATRIX 


lc/iyzon 


IPMENT  MATRIX 


Mlpflrk  W  tn*  P*lm  IMCMI 


WSCMTKMI  ww,  CBe*  NOTW 

574]  S/S  Island  Service  Courier.  2‘10 *  H  2'6’W 

576]  Front  Serving  Counter,  No  Exposed  Soda/Beer  Bundles,  By  G.C. 

X 

>it  -  i  i  |  ~  7i  i  i  ~f~  1  -i  >  1 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

x 

CMAR  TO  PROVIDE  POWER  AND  EMPTY  RACEWAYS  FOR  POS  EQUIPMENT 

581]  Ca6h  Drawer.  By  Owner,  No  Deiak 

582]  Soda  Dispenser,  By  Purveyor.  No  Detail 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  (CMAR  PROVIDES  ALL  BEVERAGE  CONDUITS) 

583]  Disposable  Cup  Dispenser,  No  Detail 

X 

584]  Dunnage  Rack  3  8" 

x 

K2  11712407  Icecream 

Stadium 

601]  Walk-In  Cooler  290  sf 

CMAR  TO  COORDINATE.  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS.  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ETC.  AS 
NECESSARY.  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY  -  ALSO 
CONCRETE  RECESSED  SLAB/IN  SULATl  ON/TOP  PING  SLAB/FLOOR  COVERING 

603]  Cud  or  Evaporator  Coil 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

604]  Cooler  Condensing  unit.  Outdoor,  Air-Cooled 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

606]  Dsplay  Door,  Included  in  *601 

X 

6071  86’  High. 5  Tier,  MetroMax  (O)  Open  Grid  Mai  Shelving  Free-Standing 

X 

6081  Pallet,  By  Owner 

X 

611]5’Wx22-1/4“Dx84-1M"H,  S/S  Mop  Cabinet,  Eagle  Group  F1916-VSCS 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

61 2]  Service  Faucet,  Included  in  #61 1 

x 

CMAR  TO  PRCMDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  W  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  -  - 

61 4]  Soap  And  Towel  Dispenser,  By  Owner 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY  _ 

618]  Hand  Sink  w /  Side  Splash,  All  Mounl.  9’x9\  Advance  Tabco  7-PS-5  By  «C 

X 

CMAR  TO  PROVIDE  SINK,  FAUCET.  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM. 
CMAR  TO  PROVIDE  SINK  F  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY.  CMAR  WILL  NOT  PROVIDE  SINK  IF  SHOWN  ONLY  ON 
KITCHEN/ FOOD  SERVICE  DRAWINGS 

817]  Trash  Receptacle.  By  Owner 

X 

818]  Ice  Machine.  S/S  Exterior,  1560  lbs.  (Hoahizaki  KM-01900SAH) 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

61 8A)  OpIiPure  FX-22,  2  Housing  Water  treatment  System.  ©  Ice 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

621)  Ice  Bin  1327  lb.  bin  Storage.  ( 2 )  Poly  Carls.  Foiled  ITS1350SG-60 

X 

CMAR  TO  PR  OVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

622]  SmartCART  240.  Insulated,  Poly,  Removable  lid.  240  lb.  Ice  Cart 

x 

623]  S/S  Work  Table,  Undershelf  Island 

„ 

624]  Dry  Storage  Sheh/ing.  86'  H.  5  Tiers.  Free  Standing 

X 

626|  48’  High.  4’x4*  (14  Ga.)  S/S  Comer  Guard  By  t?C 

_ X _ 

CMAR  TO  PROVIDE  MATERIAL  AND  LABOR  FOR  A  COMPLETE  INSTALLATION 

651]  Dry  Storage  Shelving.  BS"  H.  5  Tiers,  Free  Standing 

X 

652]  5'W  x  22-1/4'D  x  84-1/4’H.  S/S  Mop  Cabinet,  Eagle  Group  F1916-VSCS 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

653)  Service  Faucet.  Included  In  #652 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 

654)  Trash  Receptacle,  By  Owner 

X 

650]  (3)  24’  Pot  Sink  w /  Clean  Dish  Table 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

957]  Wall  Flash  80  XL.  20  Ga.  S/S  Panels.  36’  wide  Typical. 

x 

858]  Grease  Interceptor,  By  G.C. 

X 

CMAR  TO  PRCMDE  LABOR  AND  MATERIAL  FOR  COMPLETE  OPERATIONAL  SYSTEM 

661]  Walt  Flash  80  XL,  20  Ga.  S/S  Panels,  36’  wide  Typical, 

x 

662]  Ice  Machine,  S/S  Exterior,  1560  lbs.  (Hoshizald  KM-01900SAH 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

662A]OptiPure  FX-22.  2  Housing  Water  Irealmenl  Syslem.  ©  Ice  #662 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

863]  Ice  Bin  1327  lb.  bin  Storage.  (?)  Poly  Carts.  Foiled  ITS1350SG-60 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  N  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

664]  SmartCART  240,  Insulated,  Poly,  Removable  lid,  240  lb  Ice  Cart 

668]  Soda  System  And  Rack,  by  Purveyor 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  (CMAR  PROVIDES  ALL  BEVERAGE  CONDUITS) 

66 8A]  OpIiPure  FX-22.  2  Housing  Water  trealmenl  System 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

671]  Trash  Receptacle,  By  Owner 

x 

672]  Hand  Sink  m/  Side  Splash.  All  Mounl,  9’x9',  Advance  Taboo  7-PS-58  Bv«C 

X 

CMAR  TO  PROVIDE  SINK.  FAUCET,  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM. 
CMAR  TO  PROVIDE  SINK  IF  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY  CMAR  WILL  NOT  PROVIDE  SINK  IF  SHOWN  ONLY  ON 
KITCHEN  /  FOOD  SERVICE  DRAWINGS 

X 

87 4|  48"  High,  4“x4’  (14  Ga.)  S/S  Comer  Guard  By  uO 

x 

CMAR  TO  PROVIDE  MATERIAL  AND  LABOR  FOR  A  COMPLETE  INSTALLATION _ 

676]  Soft  Serve  Machine,  Air-Cooled,  Taylor  Co  791 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

678]  Soda  Dispenser.  By  purveyor 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  (CMAR  HAS  ALL  BEVERAGE  CONDUITS) 

681 1  Disposable  cup  Dispenser 

X 

682]  Custom  Fabricated  S/S  Work  Counter  w /  Unde/shelves  and  Doors 

x 

683]  Drop-In  Pan  Chillers  No  Detail  j  |  ^ 

691]  Front  Serving  Counter,  Milkwork  By  G.C. 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

692)  POS  Equipment,  By  owner 

X 

CMAR  TO  PRCMDE  POA/ER  AND  EMPTY  RACEWAYS  FOR  POS  EQUIPMENT 

693]  Cash  Drawer,  By  CV«ner 

x 

694]  Dunnage  Reck  3'6' 

X 

K21  IB  12404  Cone 

Stadium 

70 1|  Walk-In  Cooler  250  sf 

CMAR  TO  COORDINATE,  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS.  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ETC  AS 
NECESSARY.  PRCMDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY  -  ALSO 
CONCRETE  RECESSED  SLAB/INS ULAT1  ON/TOPPING  SLAB/FLOOR  COVERING 

702]  Automatic  Sliding  Door,  Included  in #701 

X 

703)  Cooler  Evaporator  Coil 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

704]  Cooler  Condensing  unit.  Outdoor.  Air-Cooled 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

706]  Keg  Rack  Two  (2)  Tire  Keg  Storage 

707]  48’  High.  4’x4"  (14  Ga.)  S/S  Comer  Guard  s> C" 

x 

CMAR  TO  PROVIDE  MATERIAL  AND  LABOR  FOR  A  COMPLETE  INSTALLATION 

708]  Beer  Pump  System.  Perlick  4420-2.  For  ltem#753/882 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

71 1]  Soda  Syslem  And  Rack,  By  Purveyor 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  (CMAR  HAS  ALL  BEVERAGE  CONDUITS) _ 

71 1 A1  OptiPure  FX-22. 2  Housing  Water  trealmenl  Syslem.  Included  in  #71 1 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

712]  Ice  Machine.  S/S  Exterior,  1560  lbs.  (Hoshizaki  KM-01900SAH 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

>0/11/201 S 
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714|  SmarlCART  240.  Insulated  Poty.  Removable  nd  240  lb.  Ice  Can 

X 

7161  5"W  k  22-1 /4“D  x  84-1 /4"H,  S/S  Mop  Cabinet,  Eagle  Group  F1916-VSCS 

* _ 

CM  AH  tO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONI*  AS  WELL  AS  ROUGH  IN  FOR  MECHANICA*..  ElECTRiCAL  AND 
PLUMBING  AS  NECESSARY 

71 7]  Service  Faucet.  Included  in  » 716 

CM  AH  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

PLUMBING  AS  NECESSARY _ 

7181  (3)24“  Pol  Sink  stf  Clean  Dish  Table 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

7201  Wall  Flash  80  XL,  20  Ga.  S/S  Panels.  36“  wide  Typical. 

X 

721]  S/S  Wall  Shelf  w'  Pol  Hooks.  IS  Ga.  Welded  Construction 

X 

722]  Grease  Interceptor,  By  G.C. 

X 

CMAR  TO  PROVIDE  LABOR  AND  MATERIAL  FOR  COMPLETE  OPERATIONAL  SYSTEM _ 

723]  Trash  Receptacle,  By  CXvner 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

724]  Soap  And  Towel  Dispenser.  By  Owner 

X 

726]  Hand  Sink  vV  Side  Splash.  All  Mount,  9“x9“,  Advance  Tabco  7-PS-56  By  -SO 

CMAR  TO  PROVIDE  SINK,  FAUCET.  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM 
CMAR  TO  PROVIDE  SINK  IF  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY  CMAR  WILL  NOT  PROVIDE  SINK  IF  SHOWN  ONLY  ON 
KITCHEN  /  FOOO  SERVICE  DRAWINGS 

727]  Trash  Receptacle.  By  Owner. 

X 

728]  Securiry  Unit,  Mobile.  24'D  x  36“W  x  68-1/2‘H,  Metro  MQ5EC53LE 

X 

7311  Dry  Storage  Shelving,  86"  H,  5  Tiers,  Free  Standing 

Hi 

K 

741]  Reach-In  Glass  Refrigerator.  Single  Section,  24  96  cub  DelfieW  SSR1-G 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

742]  S/S  Back  Service  Counter.  Backsplasb.  Cabinet  base  wt  Doors  Fabricated 

X 

743]  Wine  Dispensing  Cabinet,  12  Bottle  Uni 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

\  US  t  u  f  t,  x?  1  n  'L  !ni 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  U  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

HBHPf  "  '  ’  “  y,7  -V  ,v  » 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  ANO 
PLUMBING  AS  NECESSARY 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

7S1]  S/S  Back  Service  Counler.  Back&plash.  Cabinet  base  w/  Doors  Fabricated 

x 

752]  Front  Serving  Counler,  No  exposed,  Soda/Beer.  By  G.C. 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

753]  Beer  Tower  w/  Drainer.  Perlick  4006-2B 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  JN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

■ 

x 

CMAR  TO  PROVIDE  POWER  AND  EMPTY  RACEWAYS  FOR  POS  EQUIPMENT 

„ 

757]  Disposable  Cup  Dispenser 

X 

758]  Drainboard,  12‘Wx  24"D,  6“H  Baeksplash,PeriickTSDl2 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

761]  Soda  Gun  No  Detail.  By  Purveyor 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  ANO 
PLUMBING  AS  NECESSARY  (CMAR  PROVIDES  ALL  BEVERAGE  CONDUITS) _ 

762]  Soda  Gun  Filler,  Perlick  T5F6SG 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  fCMAR  PROVIDES  ALL  BEVERAGE  CONDUrTS) 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

X 

K2.119  12618  Concessions 

Stadium 

81 1]  Soda  System  And  Rack,  By  Purveyor 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  /CMAR  PROVIDES  ALL  BEVERAGE  CONDUITS) 

811/^  OptiPure  FX-22, 2  Housing  Waler  Irealmenl  System,  Included  in  #811 

X 

CMAR  TO  PR  OVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

813]  Ice  Bin  1327  lb.  bin  Slorage.  (2)  Poly  Carts.  Fallen  ITS13S0SG-60 

x 

CMAR  TO  PROVIDE  HOOK  UPS  ANO  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

81 2A]  OpIiPure  FX-22.  2  Housing  Waler  Irealmenl  System#812 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

Tw , 

X 

816)  5"W  x  22-1/4’D  x  84-1/4‘H,  S/S  Mop  Cabinet,  Eagle  Group  F19I6-VSCS 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

817]  Service  Faucet.  Included  In  #816 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

x 

X 

CMAR  TO  PROVIDE  HOOK  UPS  ANO  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

822]  S/5  Wall  Shelf  w/  Pot  Hooks.  16  Ga.  Welded  Construction 

X 

x 

B24|  Grease  Interceptor.  By  G.C. 

X 

CMAR  TO  PROVIDE  LABOR  AND  MATERIAL  FOR  COMPLETE  OPERATIONAL  SYSTEM 

826]  Hand  Sink  w /  Side  Splash,  All  Mount.  9"k9".  Advance  Tabco  7-PS-56  fcv iSC 

X 

CMAR  TO  PROVIDE  SINK,  FAUCET.  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM. 
CMAR  TO  PROVIDE  SINK  f  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY,  CMAR  WILL  NOT  PROVIDE  SINK  IF  SHOWN  ONLY  ON 
KITCHEN  /  FOOD  SERVICE  DRAWINGS 

827]  Soap  And  Towel  Dispenser.  By  Owner 

X 

8281  Trash  Receptacle,  by  Owner 

X 

831]  Dry  Slorage  Shelving,  86'  H.  5  Tiers.  Free  Standing  V9“x3o| 

X 

841|  S/S  Back  Service  Counler.  Backsplash,  Cabinet  base  w/Doore  Fabricate 

x 

842]  Coffee  Brewer.  By  Purveyor 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

B42A]  OpIiPure  FX-22,  2  Housing  Water  Irealmenl  System  included  in  #  842 

X 

CMAR  TO  PROVIDE  HOOK  UPS  ANO  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

843)  Veniless  Steamer,  Countertop,  Electric.  Cleveland  1SCE 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 

844]  Reach-In  Freezer.  5m gle- Section .24 .96  Cubic,  Daifield  SSF1-S 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

846]  Exhaust  Hood 

CMAR  TO  PR  OVIDE  COORDINATION  OF  ROOF  PENETRATIONS.  INSTALL  ROOF  CURBS,  SET  ALL  ROOFTOP  EQUIPMENT,  (FANS 
ANDMUA)  AS  REQUIRED.  PROVIDE  ALL  EXHAUST  AND  MUA  DUCTWORK.  CONNECTIONS,  FIRE  RATED  INSULATION,  HOOKUPS 
ANO  FINAL  CONNECTIONS  FOR  MECHANICAL,  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE 
SYSTEM 

846A]  Exhausl  hood 

X 

CMAR  TO  PROVIDE  COORDINATION  OF  ROOF  PENETRATIONS.  INSTALL  ROOF  CURBS.  SET  ALL  ROOFTOP  EQUIPMENT,  (FANS 
AND  MUA)  AS  REQUIRED  PROVIDE  ALL  EXHAUST  AND  MUA  DUCTWORK.  CONNECTIONS,  FIRE  RATED  INSULATION.  HOOK  UPS 
AND  FINAL  CONNECTIONS  FOR  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE 
SYSTEM 

x 

CMAR  TO  PROVIDE  HOOKUPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

848|  Wall  Rash  80  XL.  20  Ga.  S/S  Panels.  36“  wide  Typical. 

x 

851]  Dump  Station  S  Cabinet,  S/S  Finish-  Pitco  SG-BNB-14S 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 

852)  Fryer  Battery  w/  Filtration,  Gas, (3)  40-50lb  Oil  Tanka,  Pitco  SSH55-3FD 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY _ 

853]  Heavy  Duty  Range,  Gas.  36",  Griddle.  S/S  Fronl  Vulcan  VGM36 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

854]  Refrigerated  Equipment  Stand,  72“,  4  Drawers  Vulcan  VSC72 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

856]  Reach-In  Refrigerator.  7  Section,  51 .92  Cubic,  Detfiekt  SSR2-S 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

X 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 

864]  Warming  Drawer,  Freestanding.  2  drawer/  APW  Wy oft  HDDIS-2 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

866]  Heated  pass-Thm  Merchandiser.2  2  Shelves,  Hatco  GR2SOS-36D 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

mm 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  RNAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

1V1S/301S 
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868]  Refrigerated  make  Tet>ie  2  Section.  60'  W  2  Dow  Delfletd  4460N-24M 

_ 1 _ x _ [ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMB- NO  AS  NECESSARY 

871]  S/S  Open  Base  Island  Service  Counter  Fabricated 

x 

881]  Front  Serving  Courtier.  No  Exposed  Soda/Beer  Bundles,  By  G.C. 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  (CMAR  PROVIDES  ALL  BEVERAGE  CONDUITS) 

882]  Beer  Tower  w /  Drainer.  Perlick  4056-2 B 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

883]  POS  Equipment,  By  Owner 

x 

CMAR  TO  PROVIDE  POWER  AND  EMPTY  RACEWAYS  FOR  POS  EQUIPMENT 

884]  Cash  Drawer.  By  Owner 

X 

886]  Dunnage  Rack  3'6" 

x 

887]  Soda  Dispenser.  By  Purveyor 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  /CMAR  PROVIDES  ALL  BEVERAGE  CONDUITS) 

888]  Disposable  Cup  Dispenser 

X 

K2.1 20  12601  Bar 

Stadium 

801]  Ice  Machine,  S/S  Exterior.  1560  lbs.  (Hoehizaki  KM-01900SAH 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  ..  . 

901a]  OptiPure  FX-22.  2  Housing  Water  treatment  System,  included  in  #90 1 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

802]  Ice  Bin  1327  lb.  bin  Storage.  (2)  Poly  Carte.  Foiled  ITS1350SQ-80 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

903]  SmartCART  240,  Insulated,  Poly.  Removable  lid.  340  lb.  Ice  Cart 

X 

004]  Soda  System  And  Rack,  by  Purveyor 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY  (CMAR  PROVIDES  ALL  BEVERAGE  CONDUITS) 

904A]  OptiPure  FX-22,  2  Housing  Water  treatment  System.  Induded  in  #904 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

906]  5-W  x  22-1/4-0  x  84-1/4‘H.  S/S  Mop  Cabinet,  Eagle  Group  FI  916-VSCS 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

907]  Service  Faucet.  Included  in  #906 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

008]  Trash  Receptacle,  by  Owner 

X 

91 1|  Wall  Flash  80  XL.  20  Ga.  S/S  Panels.  36- wide  Typical. 

x 

91 2|  (3)  24"  Pot  Sink  w/ Clean  Dish  Table 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

91 3]  S/S  Wall  Shelf  w/  Pol  Hooks.  16  Ga.  Welded  Construction 

x 

914]  Grease  Inlerceplor.  by  G.C. 

X 

CMAR  TO  PROVIDE  LABOR  AND  MATERIAL  FOR  COMPLETE  OPERATIONAL  SYSTEM 

918]  Hand  Sink  w/  Side  Splash.  AH  Mounl,  9'x9',  Advance  Tabco  7-PS-56  0yOC 

X 

CMAR  TO  PROVIDE  SINK.  FAUCET,  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM. 
CMAR  TO  PROVIDE  SINK  IF  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY.  CMAR  WILL  NOT  PROVIDE  SINK  IF  SHOWN  ONLY  ON 
KITCHEN  /  FOOD  SERVICE  DRAWINGS 

91 7]  Soap  and  towel  Dispenser,  By  Owner 

x 

918|  Trash  Receptacle,  By  Owner 

X 

920]  Security  Unit.  Mobile.  24'D*  36"Wx  68-1/2'H,  Metro  MQSEC53LE 

X 

021]  Dry  Storage  Shelving.  86"  H,  5  Tiers.  Free  Standing  1’9"k3'6" 

X 

922]  Beer  Pump  System.  Perlick  4420-2,  For  item  «  951 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

923]  Walk-In  Cooler  255  sf 

X 

CMAR  TO  COORDINATE.  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS.  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ETC.  AS 
NECESSARY,  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY- ALSO 
CONCRETE  RECESSED  SLAB/INSULATION/TOPPING  SLAB/FLOOR  COVERING 

924}  Cooler  Evaporator  Coil 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

926]  Coder  Condensing  Unit,  outdoor.  Air-Cooled 

k  X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECES5ARY 

927]  Display  Door  Outdoor.  Air-Cooled 

X 

928]  Keg  Rack,  Two  (2)  Tier  Keg  Storage 

X 

931]  Trash  Receptacle 

X 

932]  Frozen  Drink  Machine  No  Detail,  By  CXwier 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 

933]  Wine  Dispensing  Cabinet  1 2  Bottle  Unit 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

934]  5/S  Work  Counter  w/  Undershelves  and  Back  Spla6h 

936]  S/S  Work  Cou  nter  w/  Undershelves  and  Back  Splash 

X  _ 

941]  Front  5erving  ADA  Counter,  Miltwork  By  G.C 

X 

942)  Bar  Top  and  Die.  Milhwrk  By  G.C. 

X 

943]  POS  Equipment  By  Owner 

X 

CMAR  TO  PROVIDE  POWER  AND  EMPTY  RACEWAYS  FOR  POS  EQUIPMENT 

944]  Cash  Drawer.  By  Owner 

x 

946)  POS  Cabinet,  S/S.  ia"W,  26"  Work  Height.  Perlick  TSF18POS 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  ft  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

947]  Drainboard  S/S,  18"Wx  24"D.  6"  Backsplash  Perlick  TSD18 

x 

CMAR  TO  PR  OV1DE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBINGAS  NECESSARY 

948]  Single  Speed  Rail,  36"  W.  Pertick  SR-S36 

x 

95 1 1  Beer  Tower  w/  Drainer,  Perlick  40 06- 2 B 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBINGAS  NECESSARY 

952]  Cocktail  Station  with  Cold  Plate  S/S.  Perlick  TSD42IC10 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  ft  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

953]  Single  Speed  Rail  72-W 

X 

954)  Soda  Gun  Filler.  Perlick  TSF6GA 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY  /CMAR  PROVIDES  ALL  BEVERAGE  CONDUITS) _ 

955)  Soda  Gun  By  Purveyor  + 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 

956]  Drainboard,  S/S  24“W  x  24“D.  6‘H  Backsplash.  Perlick  TSD24 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL.  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

957]  Hand  Sink  with  Towel  Dispenser,  Perlick  TSD18HST  Bv3C 

X 

CMAR  TO  PROVIDE  SINK,  FAUCET.  DOMESTIC  WATER  AND  SANITARY  CONNECTIONS  FOR  A  COMPLETE  OPERABLE  SYSTEM. 
CMAR  TO  PROVIDE  SINK  IF  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY.  CMAR  WILL  NOT  PROVIDE  SINK  IF  SHOWN  ONLY  ON 
KITCHEN  /  FOOD  SERVICE  DRAWINGS 

958)  Flat  Top  Bottle  Cooler,  48"  W.  2  Sliding  Door.  Perlick  BC4B 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  ft  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBINGAS  NECESSARY 

961 1  Single  Speed  Rail.  42"  W 

x 

962)  Single  Speed  Rail.  66'W  Perlick  SR-S66 

X 

963]  Drainboard.  S/S  12"Wx  24'D.  0"H  Backsplash.  Perlick  TSD1 2 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  ft  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

964}  Flat  Top  Bottle  Cooler,  36“W  S/S  Sliding  Door.  Perlick  BC36 

X  _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBINGAS  NECESSARY _ 

K2.121  12903  Concessions 

Stadium 

1001]  Walk-In  Cooler  105  sf 

CMAR  TO  COORDINATE.  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS.  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ETC.  AS 
NECESSARY.  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  ft  FOR  ELECTRICAL  AS  NECESSARY  -  ALSO 
CONCRETE  RECESSED  SLAB/ft 5 ULAT) ON/TOPPING  SLAB/FLOOR  COVERING 

1002]  Automatic  Sliding  Doer,  Induded  in  #1002 

X 

1003]  Cooler  Evaporalor  Coil 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 

1004]  Coder  Condensing  Unit,  Outdoor.  Air-Cooled 

x 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBINGAS  NECESSARY 

1006]  86"  High.  5  Tier.  MetroMa*  (Q>  Open  Grid  Mai  Shdving.  Free-Standing. 

x 

1007]  Keg  Rack.  Two  (2)  Tier  Keg  Storage 

X 

1008]  Beer  Pump  System,  Perlick  4420-2  For  Item  #1082 

X 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBINGAS  NECESSARY 

(.  By  Purveyor 

r  Filtration  System.  Included  in  *101 1 


CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
NECESSARY  _ _ _ _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TOPROVIOE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ _ _ _ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  ft  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY _ 


CMAR  TO  PROVIDE  SINK.  FAUCET.  DOMESTIC  WATER  AND  SANITARY  CONNECT  ONS  FOR  A  COMPLETE  OPERABLE  SYSTEM 
CMAR  TO  PROVIDE  SINK  IF  SHOWN  ON  THE  PLUMBING  DRAWINGS  ONLY.  CMAR  WILL  NOT  PROVIDE  SINK  IF  SHOWN  ONLY  ON 
I  _ _ _ KITCHEN  /  FOOO  SERVICE  DRAWINGS _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
NECESSARY _  _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ _ 

CMAR  TO  PROVIDE  COORDINATION  OF  ROOF  PENETRATIONS.  INSTALL  ROOF  CURBS.  SET  ALL  ROOFTOP  EQUIPMENT,  (FANS 
AND  MUA)  AS  REQUIRED  PROVIDE  ALL  EXHAUST  AND  MUA  DUCTWORK.  CONNECTIONS,  FIRE  RATED  INSULATION.  HOOK  UPS 
AND  FINAL  CONNECTIONS  FOR  MECHANICAL,  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE 

_ £ _  '  _ _ 

CMAR  TO  PROVIDE  COORDINATION  OF  ROOF  PENETRATIONS,  INSTALL  ROOF  CURBS,  SET  ALL  ROOFTOP  EQUIPMENT.  (FANS 
AND  MUA)  AS  REQUIRED.  PROVIDE  ALL  EXHAUST  AND  MUA  DUCTWORK,  CONNECTIONS.  FIRE  RATED  INSULATION.  HOOK  UPS 
AND  FINAL  CONNECTIONS  FOR  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE 

_ SYSTEM _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  ft  FOR  MECHANICAL.  ELECTRICAL  AND 
_  PLUMBING  AS  NECESSARY  _ _ _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ 2 _ PLUMBING  AS  NECESSARY _ _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ _ _____ _  PLUMBING  AS  NECESSARY _ 

CMAR  TOPROVIOE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ _ PLUMBING  AS  NECESSARY _ _ _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  ft  FOR  MECHANICAL.  ELECTRICAL  AND 
PLUMBING  AS  NECESSARY 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  ANO  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 
_  PLUMBING  AS  NECESSARY _ _ _ 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS 

__ _ _ _ _  PLUMBING  AS  NECE 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  ANO 

_ _ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ 

PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

PLUMBING  AS  NECESSARY _ 

f  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 


CMAR  TOPROVIOE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY 
PLUMBING  AS  NECESSARY  (CMAR 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS 
_ PLUMBIN 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_ _ _ _ _ PLUMBING  AS  NECESSARY _ _ _ _  _  . 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 

_  PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 


CMAR  TO  COORDINATE.  PROVIDE  AND  INSTALL  ALL  PIPING  HOODS,  EQUIPMENT  RAILS  (CURBS)  FOR  CONDENSERS  ETC  AS 
NECESSARY.  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  AS  WELL  AS  ROUGH  IN  FOR  ELECTRICAL  AS  NECESSARY  -  ALSO 

_ CONCRETE  RECESSED  SLAB/IN SULATIONfrOPPING  SLAB/FLOOR  COVERING _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 


CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOH  MECHANICAL.  ELECTRICAL  «NU 

_ ______ _ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  COORDINATION  OF  ROOF  PENETRATIONS,  INSTALL  ROOF  CURBS.  SET  ALL  ROOFTOP  EQUIPMENT.  (FANS 
AND  MUA)  AS  REQUIRED.  PROVIDE  ALL  EXHAUST  AND  MUA  DUCTWORK.  CONNECTIONS.  FIRE  RATED  INSULATION,  HOOK  UPS 
AND  FINAL  CONNECTIONS  FOR  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY  FOR  A  COMPLETE  AND  OPERABLE 

_ _ _ SYSTEM _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL,  ELECTRICAL  AND 

_ PLUMBING  AS  NECESSARY _ . 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  ft  FOR  MECHANICAL.  ELECTRICAL  ANO 

_ PLUMBING  AS  NECESSARY _ 

CMAR  TO  PROVIDE  HOOK  UPS  AND  FINAL  CONNECTIONS  ONLY  AS  WELL  AS  ROUGH  IN  FOR  MECHANICAL.  ELECTRICAL  AND 
_ PLUMBING  AS  NECESSARY _ 


I  ITEMS  •  EQUIPMENT  MAT* l* 
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KV1S/2015 


GMPExhlfal  K-7 
;■  EQUIPMENT  MATRIX 
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CM AR  RESPONSIBLE  FOR  THE  COMPLETE  INSTALLATION  OF  THIS  WORK  PER  MANUFACTURERS  REQUIREMNTS 

CMAR  TO  PROVIDE  MECHANICAL  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

x 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED _ 

X 

CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

X 

CMAR  TO  PROVIDE  MECHANICAL.  ELECTRICAL  AND  PLUMBING  AS  NECESSARY 

x 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED _ 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

w 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

CMAR  TO  PROVIDE  PCWEK  AND  CONDUIT  *5  RE  OUSTED _ 

x 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

X 

x 

CMAR  RESPONSIBLE  FOR  THE  COMPLETE  INSTALLATION  OF  THIS  WORK  PER  MANUFACTURERS  REQUIREMNTS 

, 

CMAR  RESPONSIBLE  FOR  THE  COMPLETE  INSTALLATION  OF  THIS  WORK  PER  MANUFACTURERS  REQUIREMNTS 

0 TO 

CflCI 

WJTE5L 

WEIGHT  ROOM  EQUIPMENT 

CMAR  TO  PROVIDE  POWER  ANO  CONDUIT  AS  REQUIRED 
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ROLLER  -  greens  . . . . . . . . 

X 

1<V)V201> 


UST  Of  OF C|  ITEMS  -  EQUIPMENT  MATHIS 


‘  fj  PI  U  1  IPSt  - 

X 

□FCI 

DFDt 

CF/C1 

_ !&TE$  . 

VERTICAL  AND  HORIZONTAL  WINDOW  SHADES 

X 

MARKER  BOARDS 

X 

SMART  BOARDS 

x 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

WALL  &  FENCE  PADDING.  TOP  RAILING  (ALL) 

K 

PROJECTION  SCREENS 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED  (COMPLETE  INSTALLATION) 

SIGNAGE  (CODE  RELATED.  CUSTOM.  BUILDING,  MONUMENT  AND  ELECTRONIC  SIGNAGE) 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

GRAPHICS 

CMAR  TO  PROVIDE  WALL  BACKING  WHERE  REQUIRED 

PUBLIC  ART 

TBD-SSOOK  BEING  CARRIED  IN  SOFT  COSTS-CMAR  SCOPE  TO  BE  DEFINED 

STADIUM  VIDEO  BOARD  AND  PRACTICE  FIELDS  SCOREBOARDS 

CMAR  TO  PROVIDE  PRIMARY  STRUCTURE  &  FOUNDATIONS.  LOW  VOLTAGE  RACEWAY  TO  CONTROL  ROOM.  POWER  TO 
DISCCONECT  AT  BOARD  (FOR  MAIN  STADIUM  BOARD).  OWNER  TO  PROVIDE  SECONDARY  STRUCTURE.  BOARDS  AND 
CONTROLS  COMPLETE.  OWNER/DEVELOPER  TO  SUPPLY/INSTALL  PRACTICE  FELD  SCOREBOARDS  COMPLETE  WITH 
STRUCTURE. 

ROLLER  SHADES 

X 

SAFES 

MIRRORS  (FIXED) 

X 

PORTABLE  SUrTE  SEATING 

X 

FLOW  METERS  FOR  RECLAIM  WATER 

X 

RESTROOM  SPECIALTIES  (complete) 

X 

FIXED  MILL  WORK 

X 

WOOD  AND  METAL  LOCKER5 

x 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED _ 

KNOX  BOX 

X 

IRRIGATION  PUMPS  AND  CONTROLERS  (AND  INJECTIONS  SYSTEM) 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED  (RACEWAYS  FOR  TEL  DATA) 

TRASH  BINS  AND  COMPACTORS 

x 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

ARTFICIAL  TURF  t  ASTRO  TURF 

X 

CMAR  TO  PROVIDE  POWER  AND  CONDUIT  AS  REQUIRED 

DRINK  RAILS 

X 

CMAR  TO  PROVIOE  POWER  AND  CONDUIT  AS  REQUIRED 

FENCING  AND  GATES  (AUTOMATIC/MANUAL) 

x 

/  _ 

FOUL  BALL  POLES 

X 

PROTECTIVE  NETTING  AND  POLES  (SAFETY.  BATTING  TUNNELS) 

*  d 

>  _ 

PORTABLE  BATTING  CAGES 

X 

A 

L  W _ _ _ 

OWNER/PROGRAM  MANAGER  (TRAILERS.  COPIERS,  COMPLETE  IT  SYSTEMS,  DESK  EQUIPMENT.  MARKERBOARDS,  SECURITY 
SYSTEMS,  TEMPORARY  POWER.  MARKER  BOARDS.  CMAR  TO  PROVIDE  MONTHLY  POWER  AND  UTILITY  BILLS) 

4 

K  X 

VT 

CMAR  TO  COORDINATE  WITH  PROGRAM  MANAGER.  COMPLETE  COST  TO  BE  CARRIED  IN  HUNT  GCS 

<y 


<< 
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HSMC 


HUNT  I  STRATICON  I  MESSAM  I  COOPER  BALLPARK  PARTNERS 


KEY  PROJECT  PERSONNEL 


DOUGLAS  UTT,  LEED  AP  BD+C 

VICE  PRESIDENT  /  FLORIDA  GENERAL  MANAGER 


2?  Years  with.  Hurd 

c  iv a  WG!N~r  n'w;.ivi£>uv  wm'fusm' 


JEFF  HARDIN 

PRESIDENT,  STRATICON  CONSTRUCTION 

24  Years  Experience 
24  Years  with  Strut  icon 


AS  ViCE  PRESIDENT,  Mr.  Utt  handles  corporate  responsibility 
for  the  performance  of  the  project  team  both  home  office  and 
on-site.  He  provides  leadership,  experience  and  technical 
expertise,  and  anticipates  and  resolves  construction  issues. 
Mr.  Utt  also  ensures  that  client  expectations  are  met  and  is 
responsible  for  resource  allocation  and  daily  communication 
with  the  contract/construction  manager  to  facilitate  on-time, 
within  budget  project  delivery. 


FICON,  Mr. 


A 


AS  PRESIDENT  OF  STRATICON,  Mr.  Hardin  will  be  responsible 
for  the  success  of  your  project.  He  has  a  thorough 
understanding  of  all  that  is  involved  in  finishing  a  project 
successfully  -  on  time,  within  budget  and  exceeding 
expectations  for  quality.  Mr.  Hardin  ensures  projects  are 
properly  managed,  including  the  planning,  budgeting, 
staffing,  customer  satisfaction,  quality  assurance,  safety 
and  end  results. 

V  -  ■ 


JACKIE  COOPER 

PRESIDENT,  COOPER  CONSTRUCTION  MANAGEMENT  &  CONSULTING 

20  Years  Experience 

ii  Years  with  Cooper  Const  ivction  Management  &  Consulting 


AS  PEER  REVIEW/CONTRACT  MANAGER,  Mr.  Cooper  will 
be  responsible  for  the  success  of  your  project.  He  has  a 
thorough  understanding  of  all  that  is  involved  in  finishing  a 
project  successfully  -  on  time,  within  budget  and  exceeding 
expectations  for  quality.  Mr.  Cooper  ensures  projects  are 
properly  managed,  Including  the  planning,  budgeting, 
staffing,  customer  satisfaction,  quality  assurance,  safety 
and  end  results. 


WAYNE  MESSAM,  cgc,  leed  ap  bd+c 


PARTNER,  MESSAM  CONSTRUCTION 

12  Years  Experience 
12  Years  with  Mcsscun 

r:W  ■ ;  Vi.-.tZeM!  KT  Wi  i GY-W-  OS,  nuk:0-i  S  ! 


AS  PARTNER,  MESSAM  CONSTRUCTION,  a  certified  general 
contractor  and  LEED  AP,  Mr.  Messam  adds  technical  and 
sustainable  building  qualifications  and  credentials  to  this 
project.  His  leadership  will  be  key  in  overseeing  the  Messam 
team  as  it  provides  Preconstruction  and  Construction 
Management  Services  during  this  project. 


RICK  PETTY 

PROJECT  EXECUTIVE 

36  Years  Experience 
33  Years  with  Hunt 


roR  to  r a  t.  (A  sa  I.  ?  rr  m  marten*  t  .  ww 


AS  PROJECT  EXECUTIVE,  Mr.  Petty  is  responsible  for  the 
performance  of  the  project  team  both  horn  office  and  on-site. 
He  provides  leadership,  experience  and  technical  expertise, 
and  anticipates  and  resolves  construction  issues.  Mr.  Petty 
also  ensures  contract  compliance,  that  client  expectations 
are  met  and  is  responsible  for  resource  allocation  and  daily 
communication  with  the  contract/construction  manager  to 
facilitate  on-time,  within  budget  project  delivery. 


HSMC  BALLPARK  PARTNERS 


CHRIS  BAUER  .  LEED  AP  BD+C 

PROJECT  LEAD  /  CONSTRUCTION  MANAGER 


FIELD  OPERATIONS  MANAGER 


AS  CONSTRUCTION  MANAGER,  Mr.  Bauer  will  provide 
leadership,  experience  and  technical  expertise.  He  will 
provide  resource  allocation  at  the  jobsite  level.  During 
preconstruction  he  will  contribute  to  project  planning  and 
logistical  considerations,  subcontractor  scoping,  buyout  and 
GMP  Development.  Mr.  Bauer  will  help  maintain  continuity 
of  management  from  Preconstruction  phase  to  Construction 


MARK  McCASKEY,  LEED  AP  BD+C 


AS  FIELD  OPERATIONS  MANAGER,  Mr.  McCaskey  will  provide 
leadership,  experience  and  technical  expertise  to  all  field 
operations.  During  preconstruction  he  will  contribute 
to  project  planning  and  logistical  considerations.  Mr. 
McCaskey  will  helnl  maintain  continuity  of  management 
from  Preconstruction  phase  to  Construction  phase. 


JOE  KRALIS 

PROJECT  MANAGER 


AS  PROJECT  MANAGER  -  STADIUM,  Mr.  Kralis  will  supervise 
and  coordinate  the  project  to  ensure  that  it’s  completed 
on  time,  within  budget,  and  to  the  quality  specified. 
Located  at  the  construction  site,  he  will  oversee  our  on¬ 
site  team  and  the  trade  contractors,  as  well  as  serve 
as  the  liaison  with  the  home  office.  Mr.  Kralis  has  been 
chosen  for  communication  savvy  and  technical  expertise 
and  is  an  expert  in  the  development  of  project  costs, 
schedules,  contracts,  change  order  procedures  and 
engineering  processes. 


jack  McGowan 

PROJECT  MANAGER 


AS  PROJECT  MANAGER  -  CLUBHOUSE/FACILITIES,  Mr. 

McGowan  will  supervise  and  coordinate  the  project  to 
ensure  that  it’s  completed  on  time,  within  budget,  and  to 
the  quality  specified.  Located  at  the  construction  site,  he 
will  oversee  our  on-site  team  and  the  trade  contractors, 
as  well  as  serve  as  the  liaison  with  the  home  office.  Mr. 
McGowan  has  been  chosen  for  communication  savvy  and 
technical  expertise  and  is  an  expert  in  the  development 
of  project  costs,  schedules,  contracts,  change  order 
procedures  and  engineering  processes. 


JOHN  SCHILL 

MEP  MANAGER 


AS  MEP  MANAGER,  Mr.  Schill  will  be  the  on-site  manager  of 
all  MEP  systems.  On-site  management  to  ensure  successful, 
safe  and  timely  completion  and  integration  of  MEP  systems. 
He  will  supervise  MEP  engineering  and  field  staff  and 
implement  policies  and  procedures  for  quality  installation. 
Mr.  Schill  will  oversee  field  operations  of  mechanical  and 
electrical  systems  and  maintain  communication  with 
owners,  architects,  and  trade/subcontractors. 


HSMC  BALLPARK  PARTNERS 


9.  Alternates 


H5MC 


HUNT  |  STRATICON  I  MESSAM  I  COOPER  BALLPARK  PARTNERS 


NOTE:  ALL  DIRECT  COSTS  ONLY  -  NO  HSMC  MARK-UP 


2  Cabanas  -  power  and  data  are  base  bid 


4  Astros  gang  pitching  mound  cover 
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— 1— 

^  ■  :  - 
■  Si.  •  .  V  -=r  .-■ 

Z:. 

■'  ~  -V  . 


r  •  .:-4-Wv 


'  >  -  '-I:  "  '  W  : 

•  ••  ■ 
■■gStfi,  '  m  'A*  :  I  T 

•4  ■  v  -r&. 

*:f 


5  Astros  outdoor  batting  cages  at  all  practice  fields 


C 


6  I  Increase  Astros  Batting  Tunnels  from  1 2  to  1 6 


sp 


Comments 


Furnish  and  install  seven  (!)  extruded  aluminum  cabana  structures.  Product 
shall  be  Commercial  Patio  Shelter  by  Shelter  Outdoor  and  shall  include  side 
roller  blinds.  NOTE  #  1 :  ROLLER  BLINDS  NOT  AVAILABLE  -  PRICE 
INCLUDES  OUTDOOR  DRAPERY.  TAX  NOT  INCLUDED. 


■  B  m  1  wimi 

T §L  'wMf 
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Provide  Roof  Type  04  over  pitcher  and  catcher  at  the  Major  League  and  Minor 
League  gang  pitching  mounds.  Refer  to  Drawings  for  additional  information. 

209  664  N0TES:  96‘ x  28‘  X  4  EA  =  10,752  TSF  @  $19.50/SF  =  $209,664 


Provide  outdoor  batting  cage  netting  and  steel  supports  (uncovered)  at  all  Major 
League  and  Minor  League  practice  fields.  Total  six  (6).  Refer  to  Drawings  for 
additional  information.  NOTES:  SEE  BREAKDOWN  AND  PROPOSAL  FROM 
GRAPHIC  FENCE  CONSTRUCTION  PER  REVIEW  WITH  LIMREAL  THAT 
124116  INCLUDES  PREMIUM  NET  #42. 


Provide  two  (2)  additional  covered  batting  tunnels  for  Major  League  and  two  (2) 
additional  batting  tunnels  for  Minor  League.  Each  additional  tunnel  to  be 
provided  with  associated  power,  data,  and  lighting.  Refer  to  Drawings  for 
additional  information.  NOTE:  BUDGET  FOR  (12)  TOTALS  $1,168,260/12  = 
$97, 3550/TUNNEL  X  (4)  ADDED  =  $389,420  TOTAL  UPCHARGE 

389,420 


Provide  Tarp  Blower  system  at  the  Stadium.  Refer  to  Drawings  for  additional 
4,500  information.  NOTE:  $4,500  IS  COST  PER  FIELD 


Provide  umbrella  shades  to  cover  full  length  and  depth  of  top-most  row  of  picnic 
table  seating  area  in  Left  Field.  Product  shall  be  P6  Duo  Square  by  Shelter 
Outdoor,  16'  x  8'  total  eight  (8)  units.  Install  with  manufacturer's  standard  ground 
34  $90  anchor.  Refer  to  Drawings  for  additional  information. 
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The  Ballpark  of  the  Palm  Beaches 


GMP  Exhibit  K-9 
ALTERNATES 


NO 

10 

Irrigation  and  Bermuda  between  all  practice  fields 
(EDSA) 

$  401,394 

Provide  St.  Augustine  grass  and  irrigation  in  areas  between  practice  fields. 

Refer  to  Drawings  for  additional  information.  NOTES:  SEE  FLORIDA  EXOTIC 
ADJUSTED  PROPOSAL  RECAP  DATED  10.09.15  FOR  IRRIGATION 
($184,254)  PLUS  BERMUDA  CELEBRATION  ($217,140). 
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ASTROS  MLB  KITCHEN  ROOM#  11801  -VINYL  FACED  ACT  WITH  421 TSF 
§  K50/SF  =  $1,895;  SPRINKLER  ($1,400IKITCHEN);  HVAC 
($2,500fKITCHEN);  ELECTRICAL  ($2, 368/KITCHEN).  MEPFS  service  and 
Food  Service  hookups  are  included  -  FOOD  SERVICE  EQUIPMENT  IS  NOT 
INCLUDED. 

L _ Li- _ _  » ...  _ _ _ £_ _ i _ I _ , _ 3l _ 2 _ i _ faj 

. 

;•#.  •  'f  ■■  ? : 

lliltai 

fa-fa  ,fa.fa 

, fafa  ^ 

*7 _  Ui&j 

|8H 

B 

'  ,  -3^;  ,  ■-  “fa  •  ■*■"  ■  ■'■ 

fafa  ^  fa-  4r,  fa 

Y'fa-  •  .  If; 

'  ,  ’  i 

*« 
1  j  H 

'"0§ 

■aw 

gall 

i  i 

fV 

r  •  tm.  -i.fe-v  ‘7' '  ....  ■■;  .,'5  ^ 

'.“*  %  *?W 

t  i^:vfW!As;w 

Km 

^m0M 

Remove  galvanized  steel  aisle  rails  and  provide  anodized  aluminum  rails  at  all 
rails  within  seating  bowl.  With  acceptance  of  this  alternate,  all  exterior  railing 
should  be  anodized  aluminum.  Refer  to  Drawings  for  locations  of  aisle  rails. 
NOTE:  1.078  LFX$5/LF  UPCHARGE  =  $5,390  TOTAL  UPCHARGE 
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GMP  Exhibit  K-9 
ALTERNATES 


HSMC 

The  Ballpark  of  the  Palm  Beaches 


Provide  slat  wall,  transaction  counters,  POS  system  power/data,  lighting  and 
integral  color  stamped  concrete  flooring  in  the  Team  Store  12610.  Refer  to 
drawings  for  additional  information.  NOTES:  DIV  3  CONCRETE  CCK 
PROPOSAL .  INTEGRAL  COLOR  STAMPED  CONCRETE  ($14,800);  DIV  6 
MILLWORK  LEXINGTON  PROPOSAL  PART  1  ($34,691)  -  POS  STATION 
INCLUDES  STONE  COUNTER,  (2)  WOOD/GLASS/METAL/LOCKING 
DISPLAY  CASES,  (1)  POS  CABINET;  (3)  WOOD  CREDENZA  STORAGE 
CABINETS  EACH  WITH  (2)  LOCKING  DOORS;  DIV  6  MILLWORK 
LEXINGTON  PART  2  ($64,947.36)  •  (2)  SLAT  WALL  DISPLAYS  •  EACH 
INCLUDES  STONE  COUNTER  (18'-  6"  X  48"  X  1.5”);  (12)  WOOD  EXTERIOR 
STORAGE  CABINETS  36"W  X  20"D  X  42"H  EACH  WITH  (2)  LOCKING  , 
WOOD  DOORS  &  MELAMINE  INTERIOR;  (2)  STEEL  FRAMES  3"  X  3"  TUBES' 
4’  X 14'  AND  BOLT  ON  18"  HEADER;  SLATWALL  PANELS  TO  COVER  (2) 
SIDES  OF  METAL  FRAME  WITH  WOOD  TRIM  ON  BOTH  ENDS  AND 
ACROSS  TOP;  WOOD  PRICED  AS  FLAT  CUT  OAK;  STONE  PRICED  AS 
BUCK  GALM, GRANITE  &  METAL  PRICED  AS  STAINLESS;  DIV  6 
MILLWORK  LEXINGTON  PART  3  ($6,055.57)  ■  (2)  SETS  OF  HANGING  SUT 
WALL  DISPUY  PANELS  (10'  X 14')  AND  (21'  X 14')  SUTWALL  ON 
PLYWOOD  FRAME  WITH  WOOD  TRIM  ON  BOTH  SIDES,  ACROSS  TOP  AND 
6"  BASE;  WOOD  PRICED  AS  FLAT  CUT  OAK ;  SUT  WALL  IS  WHITE;  NO 
METAL  SLEEVES  IN  SLAT  WALL; 

DIV  21  FIRE  PROTECTION  METRO  PROPOSAL  •  DELETE  UPRIGHTS  @ 
SHELL  EXPOSED  STRUCTURE  CREDIT  ($375);  INSTALL  CONCEALED 
HEADS  @  NEW  CEILING  §  UTER  DATE  ADD  ($2,625);  DIV  26 
ELECTRICAL  DAVCO  ELECTRIC  PROPOSAL  TRIM  LIGHTING  t  CEILING 
WORK  ($12,592) 


Provide  a  single-color  resinous  flooring,  similar  to  RF03,  in  lieu  of  sealed 
concrete  for  the  following  rooms:  MEN  12201,  WOMEN  12202.  FAMILY  TIT 
12203,  JAN  1,2204,  JAN  12401,  FAMILY  TLT 12402,  MEN  12403,  MEN  12513, 
WOMEN  12514,  JAN  12515.  FAMILY  TLT  12516,  WOMEN  12521,  JAN  12814, 
FAMILY  TLT  12815,  WOMEN  12816  AND  MEN  12817.  NOTE:  RESINOUS 
FLOORING  §  $8.75/SF  ■  SEALED  CONCRETE  @  $1.50/SF  YIELDS 
UPCHARGE  OF  $$7.25/SF  X  7,156  SF  =  $51,881  SUBTOTAL  PLUS  EPXOY 
BASE  IN  SPECIFIED  ROOMS  =  2,266  LF  X  6"  =  1,133  SF  §  $8.75  =  $9,914 


Add  Bowl  Seats  &  Adjust  Entry  Plaza  Per  9.24.15  HKS  Sketches.  NOTE: 
CONCRETE  FOR  ADDED  SEATS  =  $49,500  MINUS  CONCRETE  CREDIT  FOR 

YES -IN  GMP  | 

24 

Seating  Bowl  &  Entry  Plaza  Layout 

$ 

5,200 

REDUCED  GRAND  STAIR  ($44,300)  =  $5,200  NET  ADD 
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GMP  Exhibit  K-10 
VALUE  MANAGEMENT  LOG 


1.  The  Architect/Engineer  of  Record  will  revise  the  existing  Contract  Documents  (Plans,  Drawings,  Specifications,  and/or  reports)  and  BIM  Model  to  fully  reflect  all  VE  Items  included  in  the  Master  VE  List  to  the  reasonable  satisfaction  of  the  CMAR  and  to  the  extent 
necessary  to  achieve  the  value  of  the  estimated  cost  savings  set  forth  m  the  Master  VE  List 

2.  The  Contract  Documents  and  BIM  Model  shall  be  revised  by  the  Architect/Engineer  of  Record  to  incorporate  the  VE  Items  in  the  documents  as  to  not  impact  the  deliverable  schedule  defined  in  the  contract  documents. 

3.  To  the  extent  the  VE  Items  are  not  incorporated  to  the  reasonable  satisfaction  of  the  CMAR,  the  Architect/Engineer  of  Record  shall  meet  with  the  CMAR,  the  Design  Team  and  the  Program  Manager  in  an  attempt  to  address  and  resolve  the  CMAR  s  comments  regarding 
the  revised  Contract  Documents.  Thereafter,  within  no  more  than  five  (5)  business  days,  the  Architect/Engineer  of  Record  shall  further  revise  the  Contract  Documents  in  order  to  address  and  resolve  the  CMAR’s  comments  to  the  CMAR’s  &  Developer  reasonable  satisfaction 
and  forward  a  copy  of  the  revised  Contract  Documents  and  BIM  Model  to  the  CMAR  &  Developer  for  its  review. 

A.  Upon  performing  its  review  of  the  revised  Contract  Documents,  to  the  extent  the  CMAR  agrees  that  the  VE  Items  are  fully  incorporated  into  the  Contract  Documents  in  accordance  with  the  Master  V  E  List  so  as  to  allow  the  CMAR  to  realize  all  of  the  corresponding  cost 
savings  identified  in  the  Master  VE  List,  the  revised  Contract  Documents  will  be  issued  by  the  Owner  to  the  CMAR  via  a  Change  Order.  To  the  extent  the  actual  cost  savings  resulting  from  incorporation  of  a  VE  Item  exceed  the  estimated  cost  savings  set  forth  in  the 
Master  VE  List  with  respect  to  that  VE  Item,  such  excess  savings  shall  accrue  to  the  Contingency  for  the  CMAR’s  use, 


B.  Upon  perfomnng  its  review  of  the  revised  Contract  Documents,  to  the  extent  the  CMAR  does  not  agree  that  the  VE  Items  are  fully  incorporated  into  the  Contract  Documents  in  accordance  with  the  Master  VE  List  such  that  the  CMAR  will  not  be  able  to  realize  all  of  the 
corresponding  cost  savmgs  identified  in  the  Master  VE  List,  the  revised  Contract  Documents  will  be  issued  by  the  Owner  to  the  CMAR  via  a  Change  Order  equitably  increasing  the  GMP  to  account  for  all  cost  savings  reflected  in  the  Master  VE  List  that  the  CMAR 


indicates  it  will  not  be  able  to  realize. 


Area  Item  # 

Item  Description  v  . 

Estimated  Cost  Impact 
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ADDED  SCOPE 
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Civil 

36 
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Civil 
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Other 

38 

1 

39 

IHlll 

1 

40 

1^25 

M  '  JjjljjH  wKr 

m 

Stadium  Field 

IN  GMP 
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Stucco  system/acrylic  coatings  as  described  in  current  documents 

IN  GMP 

- — i  -  ■  » 

I 

HD  Storage  Racks  (delete  $200k  previous  estimate,  +  $131k  increase);  REMOVE  FROM  GMP/NIC  OR  BY 
OWNER  ... 

IN  GMP 

L-_ — _ - — — 

I 

HD  Storage  Racks  (correct  to  latest  budget  proposal) 

:  IN  GMP 

_ _ _ 

X 
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Item# 


Item  Description 


Estimated  Cost  Impact 


Plumbing 


REDUCE  BOILER  CAPACITY  TO  600  MBH 


(60,000.00) 


Plumbing 


Plumbing 


Plumbing 


Plumbing 


Plumbing 


Plumbing 


Plumbing 


Plumbing 


Plumbing 


Plumbing 


USE  DEEP  SEAL  TRAPS  IN  LIEU  OF  TRAP  PRIMERS 


USE  STUDOR  VENTS  WHERE  PERMISSIBLE  ($550ea/estimated  10  total) 


TWO  PIECE  FULL  PORT  BALL  VALVES  SS  BALL  ($23ea  at  50) 


72i  USE  ALTERNATE  LEED  FIXTURES  BELOW 


72j  HAND  WASHING  FIXTURE  SLOAN  EAF-350  SERIES 


SLOAN  OPTIMA  PLUS  8186  URINAL  FLUSHOMETER 
SLOAN  OPTIMA  PLUS  81 1-1.28  URINAL  FLUSHOMETER 


SLOAN  ST-2059-A  WATER  CLOSET 


SLOAN  SU-70Q9-A  URINAL 


Plumbing 


Plumbing 


Plumbing 


PROFLO  PFSR2522  SE 


(1,150.00) 


see  below  items 


(44,800.00) 


(57,000.00) 


SLOAN  SS-3002  DROP  IN  LAV  (no  value  per  Kirlin/n 


Alternate  Elkay  2  Station  EWC  w  Bottle  Filler 


HSMC 

Ballpark  of  the  Palm  Beaches 
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it  Item  Description 


National's 


Insulated  Tilt  Wall  (Medicine  ball  Wall);  Part  of  CCK  scope 


Insulated  Tilt  Wall  (Medicine  Ball  Wall);  Part  of  CCK  scope 
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EXHIBIT  2 


Return  to:  (enclose  self-addressed  stamped  envelope) 
Name: 

Address: 


CFN  2015040B169 
OR  BK  27910  PG  1524 
RECORDED  11/84/2015  15:36:45  IZvhihiit 
Pain  Beach  County,  Florida  CXI  IIUIl 
Sharon  R.  Bock, CLERK  &  COMPTROLLER 
Pgs  1524  -  1535;  (12pgs) 


11 

Composite 
B 


BOND  NU 


PUBLIC  CONSTRUCTION  BOND 
82393229.  024063589.  918809.  US00Q6920SSU15A.  09152996 


A 


BOND  AMOUNj^  $107,766,566_ 


47 


;S 


o 


~(Q> 

((% 

_ _ A 

CONTRACTOR^SJN  AME: 

Hunt  Constructjion-prwp,  Inc.' 

DEVELOPERS  NAME: 

HW  Spring  Training  Complex,  LLC 

CONTRACTOR’I^^I&SS: 

150  North  Orange  /W^Sjiite  200 

Orlando,  FL  32801 

DEVELOPER’S  ADDRESS: 

501  Crawford,  Suite  500,  Houston,  TX 

77001 

CONTRACTOR’S  PHO^f 
(317)  227-7800 

DEVELOPER’S  PHONE: 

(561)650-0621 

SURETY  COMPANY:  kkSL 

Federal  Insurance  Company  (?J) 

SURETY  COMPANY: 

Liberty  Mutual  Insurance  Company 

SURETY'S  ADDRESS: 

15  Mountain  View  Road  K~/r‘ 

Warren,  NJ  07059  0=^==^ 

SURETY’S  ADDRESS: 

175  Berkeley  Street 

Boston,  MA  02117 

SURETY’S  PHONE: 

(908)  903-3493 

SURETY’S  PHONE: 

(617)  357-9500 

SURETY  COMPANY: 

National  Union  Fire  Insurance  Company  of 
Pittsburgh,  PA. 

SURETY  COMPANY: 

XL  Specialty  Insurance  Company 

SURETY’S  ADDRESS: 

175  Water  Street 

New  York,  NY  10038 

SURETY’S  ADDRESS: 

505  Eagleview  Blvd. 

Exton,  PA  19341 

SURETY’S  PHONE: 

(212)  770-7000 

SURETY’S  PHONE: 

(203)  964-5200 

SURETY  COMPANY: 

Zurich  American  Insurance  Company 

OWNER’S  NAME: 

Palm  Beach  County  Board  of  County 
Commissioners  Capital  Improvements 
Division 

SURETY'S  ADDRESS: 

3910  Keswick  Road 

Baltimore,  MD  21211 

OWNER’S  ADDRESS: 

2633  Vista  Parkway 

West  Palm  Beach,  FL  3341 1-5604 

SURETY’S  PHONE: 

(800)  987-3373 

OWNER’S  PHONE: 

(561)233-0261 

DESCRIPTION  OF  WORK:  Construction  of  the  MLB  spring  training  facility  called  the  Ballpark  of  the 


Palm  Beaches _  .  - - - 

PROJECT  LOCATION:  That  certain  real  property  generally  located  at  the  intersection  of  45th  Street^ 

Haverhill  Road.  Military  Trail  and  the  “M”  canal.  - 

LEGAL  DESCRIPTION:  5450  N  Haverhill  Rd.  West  Palm  Beach.  Florida  (Parcel  Control  Number 

74-42-43-0 1  -00-000-50 1 0)  - - - - - — - 

COUNTY  PROJECT  NUMBER:  00105900  _ _ _ 
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This  Bond  is  issued  in  favor  of  the  Developer  conditioned  on  the  full  and  faithful  performance  of 
the.  Contract 

ALL  MEN  BY  THESE  PRESENTS:  that  Contractor  (also  referred  to  herein  as 
lipal”)  and  Surety,  are  held  and  firmly  bound  unto 
HW  Spring  Training  Complex,  LLC 

as  Oblig^lterein  called  Developer,  for  the  use  and  benefit  of  claimant  as  herein  below  defined,  in 
the  amc  " 


Dollars  ($107,766,566.00) 


(One  Hundred (§6ven  Million  Seven  Hundred  Sixty  Six  Thousand  Five  Hundred  Sixty  Six  and 
00/100  Dollars) 

for  the  payment  wh^^f  Principal  and  Surety  bind  themselves,  their  heirs,  personal 
representatives,  execij®.  administrators,  successors  and  assigns,  jointly  and  severally,  firmly  by 
these  presents. 

WHEREAS, 

Principal  has  by  written  agrednMt  entered  into  a  contract  with  the  Developer  for 

Project  Name:  Ballparlcbffhg  Palm  Beaches 
Project  No.:  00105900 

Project  Description:  Constr(^$bn  of  the  MLB  spring  training  facility  called  Ballpark  of 
the  Palm  Beaches 


Project  Location:  That  certain 
Haverhill  Road,  Military  Trail 


:rty  generally  located  at  the  intersection  of  45th  Street, 
e  “M”  canal. 


in  accordance  with  Drawings  and  Specifications  prepared  by 

ARCHITECT’S  NAME:  HKS  Architects 
ADDRESS:  350  North  St.  Paul  Street 

Dallas,  Texas  75201 

HONE:  (214)969-5599 
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which  contract  is  by  reference  made  a  part  hereof  in  its  entirety,  and  is  herein  referred  to  as  the 
Contract.  The  real  property,  as  well  as  the  improvements  anticipated  under  the  Contract  to  be 
constructed  there  upon,  are  owned  by  Palm  Beach  County,  Florida  (“County”).  The  work 
anticipated  under  the  Contract  is  authorized  and  required  pursuant  to  that  certain  First  Restated 
Developer  Agreement  dated  October  20,  2015. 


ONDITION  OF  THIS  BOND  is  that  if  Principal: 

erforms  the  Contract  between  Principal  and  Developer  for  the  construction  of 

llpark  of  the  Palm  Beaches _  .  the  Contract  being  made  a 

part  of  this  Bpnd  by  reference,  at  the  times  and  in  the  manner  prescribed  in  the  Contract;  and 


2.  Pf 
supplying  P, 
prosecution 


itly  makes  payments  to  all  claimants,  as  defined  in  Section  255.05,  Florida  Statutes, 
jal  with  labor,  materials,  or  supplies,  used  directly  or  indirectly  by  Principal  in  the 
work  provided  for  in  the  Contract;  and 


3.  Subject  tttuie  terms  of  the  Contract  pays  Developer  all  losses,  damages  (including 
liquidated  damages^cxpenses,  costs,  and  attorneys'  fees,  including  appellate  proceedings,  that 
Developer  sustains  necause  of  a  default  by  Principal  under  the  Contract;  and 


4.  Performs  the  gi 
specified  in  the  Contract^ 


ttee  of  all  work  and  materials  furnished  under  the  Contract  for  the  time 
this  Bond  is  void;  otherwise  it  remains  in  full  force. 


5.  Any  changes  in  or 
any  formalities  connected  wii 
under  this  Bond  and  Surety  wai 


contract  documents  and  compliance  or  noncompliance  with 
^Contract  or  the  changes  does  not  affect  Surety's  obligation 
jotice  of  such  changes. 


6.  The  amount  of  this  Bond  shall 

made  in  good  faith  hereunder,  inclusi 
be  filed  of  record  against  said  improvt 
presented  under  and  against  the  Bond.^ 


reduced  by  and  to  the  extent  of  any  payment  or  payments 
’the  payment  by  Surety  of  construction  liens  which  may 
t,  whether  or  not  claim  for  the  amount  of  such  lien  be 

ca 


7.  Principal  and  Surety  expressly  acknowledge  that  any  and  all  provisions  relating  to 
consequential,  delay  and  liquidated  damages  contained  in  the  Contract  are  expressly  covered  by 
and  made  a  part  of  this  Performance,  Labor  and  Material  Payment  Bond.  Principal  and  Surety 
acknowledge  that  any  such  provisions  lie  within  their  obligations  and  within  the  policy  coverages 
and  limitations  of  this  instrument. 

Section  255.05,  Florida  Statutes,  as  amended,  together  with  all  notice  and  time  provisions 
contained  therein,  is  incorporated  herein,  by  reference,  in  its  entirety.  Any  action  instituted  by  a 
claimant  under  this  Bond  for  payment  must  be  in  accordance  with  the  notice  and  time  limitation 
provisions  in  Section  255.05(2),  Florida  Statutes.  This  instrument  regardless  of  its  form,  shall  be 
construed  and  deemed  a  statutory  bond  issued  in  accordance  with  Section  255.05,  Florida  Statutes. 


Any  action  brought  under  this  instrument  shall  be  brought  in  the  court  of  competent  jurisdiction  in 
Palm  Beach  County  and  not  elsewhere. 


444926688tH0I926688.2 
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A  nota^8blic  or  other  officer  completing  this  certificate  verifies  only  the 
identityv^he  individual  who  signed  the  document  to  which  this  certificate  is 
attached,  frffo  not  the  truthfulness,  accuracy,  or  validity  of  that  document. 


State  of  CalifQfrrfi 


County  of 


C°v 


before  me, 


Kari  Davis.  Notary  Public,  personally 


appeared 

evidence  to  be  the  persH 
instrument  and  acknowlet 
his/he r/their-  authorized  ca] 


who  proved  to  me  on  the  basis  of  satisfactory 
hose  name(s)  is/afe-subscribed  to  the  within 
to  me  that  he/she/they  executed  the  same  in 
,  and  that  by  Ws/her/fcheif-signature(s)  on 


the  instrument  the  person(s),  opthe  entity  upon  behalf  of  which  the  person(s) 
acted/executed  the  instrumenK^k 


I  certify  under  PENALTY  OF  PERJfcfftY^tader  the  laws  of  the  State  of  California  that 
the  foregoing  paragraph  is  true  an?Fc&rrect. 


WITNESS  my  hand  and  official  seal. 

(seal) 

. 


KARI  DAVIS 

Commission  #  2042909  z 

Notary  Public  -  California  z 

Los  Angelas  County  £ 

Jomm.  ExplrestSe£26^017j£ 


Signature 


'OJ.KO 


Kari  Davis,  Notary  Public 
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Chubb 

Surety 


POWER 

OF 

ATTORNEY 


Federal  Insurance  Company 
Vigilant  Insurance  Company 
Pacific  Indemnity  Company 


Attn:  Surety  Department 

15  Mountain  View  Road 
Warren,  NJ  07059 


Know  All  by  These  Presents,  That  FEDERAL  INSURANCE  COMPANY,  an  Indiana  corporation,  VIGILANT  INSURANCE 
COMPANY,  a  New  York  corporation,  and  PACIFIC  INDEMNITY  COMPANY,  a  Wisconsin  corporation,  do  each  hereby  constitute  and 
appoint  Tenzer  V.  Cunningham,  Kari  Davis,  Phuong  Truong  and  Brenda  Wong  of  Los  Angeles,  California - 


each  as  the^ttiie 
thereon  or  othp™ 
Instruments  anto 
In  Witness  Whe^ 
these  presents  an 


lawful  Attorney-  In-  Fact  to  execute  under  such  designation  in  their  names  and  to  affix  their  corporate  seals  to  and  deliver  tor  and  on  their  behalf  as  surety 
bonds  and  undertakings  and  other  writings  obligatory  in  the  nature  thereof  (other  than  bail  bonds)  given  or  executed  in  the  course  of  business,  and  any 
jo  altering  the  same,  and  consents  to  the  modification  or  alteration  of  any  instrument  referred  to  in  said  bonds  or  obligations. 

-said  FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY  have  each  executed  and  attested 
their  corporate  seals  on  this  3  davof  September.  2015. 


,2015. 


I B.  Norris,  Jr..  Vice  Pi 


STATE  OF  NEW  JERSEY  0p) 

County  of  Somerset  ^  ^ _ _ 

On  this  3rd  day  of  September,  2015^tore 
FEDERAL  INSURANCE  COMPANY.  VIGIIA^tQN^UI 
Attorney,  and  the  said  Dawn  M.  Chloros.  being~I?y-Tfife 
INSURANCE  COMPANY,  and  PACIFIC  INOEMNtTYjb 
corporate  seals  and  were  thereto  affixed  by  authority^ 
by  like  authority;  and  that  she  Is  acquainted  with  Da^ 
subscribed  to  said  Power  of  Attorney  Is  in  the  genuine  ha 

Notarial  Seal  - 


C 


Extract  from  the  By-  Laws  of  FEDERAL  INSURANCE  COMPANY,  VIGH, 


ye  me,  a  Notary  Public  of  New  Jersey,  personally  came  Dawn  M.  Chloros,  to  me  known  to  be  Assistant  Secretary  of 
URANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY,  the  companies  Which  executed  the  foregoing  Power  of 
iutduiy  sworn,  did  depose  and  say  that  she  is  Assistant  Secretary  of  FEDERAL  INSURANCE  COMPANY,  VIGILANT 
^COMPANY  and  knows  the  corporate  seals  thereof,  that  the  seals  affixed  to  the  foregoing  Power  of  Attorney  are  such 
jftte^y-  Laws  of  said  Companies;  and  that  she  signed  said  Power  of  Attorney  as  Assistant  Secretary  of  said  Companies 
v  ^  arK*  krow*  him  to  be  Vice  President  of  said  Companies;  and  that  the  signature  of  David  B.  Norn's,  Jr., 

David  B.  Norris,  Jr.,  and  was  thereto  subscribed  by  authority  of  said  By-  Laws  and  In  deponent’s  presence 


ERINE  J.  ADELAAR 
LIB LIC  OF  NEW  JERSEY 
.No.  2316685 
^Expires  July  10,2019 

^Certification 


Notary  Public 


JRANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY: 


Except  as  otherwise  provided  in  these  By-Laws  or  by  law  or  as  otfi erwise/cftfected  by  the  Board  of  Directors,  the  President  or  any  Vice  President  shall  be  authorized  to 
execute  and  deliver.  In  tha  name  and  on  behalf  of  the  Corporation,  aflf^grtetoehts,  bonds,  contracts,  deeds,  mortgages,  and  other  instruments,  either  tor  the  Corporation’s 
own  account  or  in  a  fiduciary  or  other  capacity,  and  the  seal  of  the  Corporation,  if  appropriate,  shall  be  affixed  thereto  by  any  of  such  officers  or  the  Secretary  or  an  Assistant 


and  deliver,  in  toe  name  and  on  behalf  of  toe  Corporation,  agreements,  bonds,  contracts,  deeds,  mortgages,  and  other  instruments,  either  tor  the  Corporation's  own 
account  or  in  a  fiduciary  or  other  capacity,  and,  If  appropriate,  to  affix  toe  seal  of  toe  Corporation  thereto.  The  grant  of  such  authority  by  toe  Board  or  any  such  officer  mav 
be  general  or  confined  to  specific  instances.' 

dohere^certi^toatAMiS<ant  SeCreta,y  01 FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY  (the 'Companies') 
(I)  toe  foregoing  extract  of  toe  By-  Laws  of  the  Companies  is  true  and  correct. 

(il)  toe  Companies  are  duly  licensed  and  authorized  to  transact  surety  business  In  all  50  of  toe  United  States  of  America  and  the  District  of  Columbia  and  are 
,  authorized  by  toe  U.S.  Treasury  Department;  further,  Federal  and  Vigilant  are  licensed  In  the  U.S.  Virgin  Islands,  and  Federal  is  licensed  in  Guam,  Puerto 
Rico,  and  each  of  toe  Provinces  of  Canada  except  Prince  Edward  Island;  and 
(ill)  toe  foregoing  Power  of  Attorney  Is  true,  correct  and  In  full  force  and  effect. 

Given  under  my  hand  and  seals  of  said  Companies  at  Warren,  NJ  this  „  A  nntc 


OCT  3  0  2015 


Dawn  M.  Chloros,  Assistant  Secretary 


IN  THE  EVENT  YOU  WISH  TO  NOTIFY 


LISTED  ABOVE.  OR  BY 


10TIFY  US  OFAClAlfo.  \pRJKpC  A^EN^C^ORT^SBONO  OR  NOTIFY  US  OF  ANY  OTHER  MATTER,  PLEASE  CONTACT  US  AT  ADORESS 
Telephone  (8081  flffr*34®  [908)i>0V3&56 1  .?■  ?-*malI:  nnt«Odwbb.cam 


VI  ;  £  =  *? - 

\  - _ —  ??  Z  e?  >  1 


Form  15-10-  0225 B-  U  GEN  CONSENT  (rev.  07-15) 


V  <•  *  ya*.'  ■ 

•T*-**#  y  f  •  I  ;  F  - 
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Not  Valid  for  mortgage,  note,  loan,  letter  of  credit, 
currency  rate,  interest  rate  or  residual  value  guarantees, 


THIS  POWER  OF  ATTORNEY  IS  NOT  VALID  UNLESS  IT  IS  PRINTED  ON  RED  BACKGROUND. 

This  Power  of  Attorney  limits  the  act9  of  those  named  herein,  and  they  have  no  authority  to  bind  the  Company  except  in  the  manner  and  to  the  extent  herein  stated.. 

Certificate  No.  <533445 


American  Fire  and  Casualty  Company 
The  Ohio  Casualty  Insurance  Company 


Liberty  Mutual  insurance  Company 
West  American  Insurance  Company 


KNOWN  ALL  PE 
the  State  of  New 
isacorporaHc^ 
and  appoint,  __ 
Cunningham 


POWER  OF  ATTORNEY 

RSONS  BY  THESE  PRESENTS:  That  American  Fire  &  Casualty  Company  and  The  Ohio  Casualty  Insurance  Company  are  corporations  duly  organized  under  the  laws  of 
Hampshire ,  that  Liberty/Mutual  Insurance  Company  is  a  coiporation  duly  organized  under  the  laws  of  the  State  of  Massachusetts,  and  West  American  Insurance  Company 
luiyogrenized  under  the  laws  of  the  State  of  Indiana  (herein  collectively  called  the  ‘Companies’),  pursuant  to  and  by  authority  herein  set  forth,  does  hereby  name,  constitute 
Brgsrta  Wona:  Irene  Lau:  Jeffrey  Strassrier:  Kari  Davis:  Kathv  R.  Main  Mechelle  Larkin:  Natalie  K:  Trofimoff:  Patricia  S.Talavera:  Tenzer  V. 


all  of  the  city  of_L 
and  deliver,  for  and  on  i 
be  as  binding  upon  the 


msmm 


state  of  C  A  each  individually  if  there  be  more  than  one  named,  its  true.and  lawful  attomey-in-fact  to  make,  execute,  seal,  acknowledge 

as  surety  and  as  its  art  and  deed,  any  and  all  undertakings,  bonds,  recognizances  and  other  surety  obligations  Jn  pursuance  of  these  presents  and  shall 
as  if  they  haye;been  duly  signed  by  the  president  and  attested  by  the.  secretary  of- the  Companies  in  their  oiMrproper  persons. 


IN  WITNESS  WHEREOF,  this  Po 
thereto  this  30<h  day  of  Jg 


Attqmeyj.has  been  subscribed.by  an  authorized  officer  or  officiaJ.of  the  Companies  arid  the  .corporate  seals  ol  the  Companies  have  been  affixed 


fef  iws  -Wet*  «  m  bf 


STATE  OF  WASHINGTON  ss 
COUNTY  OF  KING  '  . 

On  this  30th-  day  of  -October  -  20l3V"5efoi 
Fire  and  Casualty  Company,  Liberty  Mutual  lnsuranc^Q 
execute  the  foregoing  instrument  for  the  purposes  therefl 


IN  WITNESS  WHEREOF.II.have  hereunto  subscribed  my 


American  Fire  and  Casualty  Company 
The  Ohio  Casualty  Insurance  Company 
Liberty  Mutual  Insurance  Company 
West  American  Insurance  Company 


Gregory  M.  Davenport,  Assistant  Secretary 


e  personally  appeared  Gregory  W.  Davenport,  who  acknowledged  himself,  to  be  the  Assistant  Secretary  of  American 
Smyrjhe  Ohio  Casualty  Company,  and  West  American  Insurance  Company,  and  that  he,  as  such,  being  authorized  so  to  do, 
itainedby  signing  on  behalf  of  the  corporations  by  himself  as  a  duly  authorized  officer. 

ne^o  affixed  my  notarial  seal  at  Seattle,  Washington,  on  the  day  and  year  first  above  written.- 

&L-  ■  yfsjsx  ■ '  •  :  •'  .  . 

(®  '  /.#**% A  -  i ■ 


This  Power  of  Attorney  is  made  and  executed  pursuant  to  and  by  authorit 
Company,  Liberty  Mutual  Insurance.  Company,  and  West  American  Insu 


-  ■  .wotartt  ;  : 
“  *  r-uouc  j  ; 


KD  Riley ,  Notary  Public 


flowing  By-laws  and  Authorizations  of  American  Fire  and  Casualty  Company,  The  Ohio  Casualty  Insurance 
ripany  which  resolutions  are  now  in  full  force  and  effect  reading  as  follows: 


ARTICLE  IV  -  OFFICERS  -  Section  12.  Power  of  Attorney.  Any  office r  or  oteer  qffidpl  of  tha  Corporation  authorized  for  that  purpose  in  writing  by  the  Chairman  or  the  President  and  subject 
to  such  limitation  as  the  Chairman  or  the  President  may  prescribe,  shall  ap^omtamattomeys-in-fact,  as  may  be  necessary  to  act  in  behalf  of  the  Corporation  to  make,  execute,  seal, 
acknowledge  and  deliver  as  surety  any  and  all  undertakings,  bonds,  recognizanc^dmither  surety  obligations.  Such  attorneys-in-fact,  subject  to  the  limitations  set  forth  in  their  respective 
powers  of  attorney,  shall  have  foil  power  to  bind  the  Corporation  by  their  signafonfind  execution  of  any  such  instruments  and  to  attach  thereto  the  seal  of  the  Corporation.  When  so 
:  executed,  such  instruments  shall  be  as  binding,  as  if  signed  by  the  President  and  attested  to  by  the  Secretary.  Any  power  or  authority  granted  to  any  representalive-or  attomey-in-fact  under 
the  provisions  of  this  article  may  be  revoked  at  any  time  by  the  Board,  the  Chairman,  the  President  or  by  the  officer  or  officers  granting  such  power  or  authority. 

ARTICLE  XIII  -  Execution  ofContrads  -  SECTION  5.  Surety  Bonds  antf  Undertakings.  Any  officer  of  the  Company  authorized  for  that  purpose  in  writing  by  the  chairman  or  the  president, 
and  subject  to  such  limitations  as  the  chairman  or  the  president  may  prescribe,  shall  appoint  such  attorneys-in-fact,  as  may  be  necessary  to  act  in  behalf  of  the  Company  to  make,  execute, 
sqal,  acknowledge  and  deliver  as  surety  any  and  al)  undertakings,  bonds,  recognizances  and  other  surety  obligations.  Such  attorneys-in-fact  subject  to  the  limitations  set  forthin  their 

J  respective  powers  of  attorney,  shall  have  foil  power  to  bind  the  Company  by  their  signature  and  execution  of  any  suchinstruments  and  tb  attach  thereto  the  seal  of  the  Company.  Whenso 
executed  such  instruments  shalfbe  as  binding.as  if  signed  by  thepresident  arid  attested  by  the  secretary.  .'  -■ 

Certificate  of  Designation  -  The  Presidentofthe  Company,  acting  pursuant  to  the  Bylaws  of  the  Company,  authorizes  Gregory  W;  Davenport,' Assistant  . Secretary  to  appoint  such 
attorneys-in-fact  as  may  be  necessary  to  action-behalf  of  the  Company  to  make,  execute,  seal,  acknowledge  and  deliver  as  surety  any  arid  aiFundeitakings,  bonds,  recognizances  and 
'.  other  surety  obligations.  .'  f  .  .. 

Authorization  -  By.unaniTOUs'cr^nt  of  the.  f^mpan/s  ^ard  of  Girectors,  the  Company  consents  that  facsimilo  or  mechanically  reproduced  signature  of  any  assistant  secretary  of  toe 
Company,  wherever  appearing  upon  a  certified  copy  of  any  power  of  attorney  issued  by  the  Company  in  connection  witosurety  bonds,  shall  be  valid  and  binding;uponthe  Company  with 
the  same  forceand  effect  as though  .manually  affixed/*  .  . 

.  J, -David  M.  Carey,  the  undersigned,  Assistant  Seoetery,  of  American  Fire  aid  Casually  Company,  the  Ohio,  Casualty  Insurance  Company-Liberty  Mutual  Insurance  Company,  and  West 


is  m  foltforce  and  effect  and  has  not  been  revoked..  -  .  ..  *  . « » ’  ■»  .  -  ... 


‘  *r.  ■ .  u/j 

IN  TESTIMONY  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  toe  seals  of  said  Cpfopaaiesrthisv 

•  ^ ^  11  <  *  o  Q  ft  , 

** 


LMS  12873  092012 


ft/ 


■ , .  *  j  *  -  ■*  •'Jr'yJi* 

..  s*  — 


■  •  -  '  327  Of.  500 
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To  confirm  the  validity  of  this  Power  of  Attorney  call 

1g61pTg32-824P  between  9;00  am  and  4:30  pm  E^T  on  any  business  day. 


POWER  OF  ATTORNEY 


American  Home  Assurance  Company  ' 

National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA. 
Principal  Bond|X?fficc:  175- Water  Street,  New  York,  NY  10038 


KNOW 

ThatAmeric: 

corporation. 


BY  THESE  PRESENTS: 


Power  No.  31890 


No.  05-B.Q4094 


Assurance  Company,  a  New  York  corporation,  and  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA.,  a  Pennsylvania 
ihereby  appoint 


■  .  — Tenzer  V.  Cunningham,  Natalie  K.  Trofimofif,  Patricia  S.  Arana, 

'  Brenda  Wong,  Kari  Davis:  of  Los  Angeles,  California— " 

its  true  and  lawful  Attor^li^(s)-in>Fact,  with  full  authority  to  execute  on  its  behalf  bonds,  undertakings,  recognizances  and  other  contracts  of  indemnity  nod 
writings  obligatory,  in  the  napjr&thereof  issued  in  the  course  of. its  business,  and  to  bind  the  respective  company  thereby. 


IN  WITNESS  WHEREOF, 
these  presents'; 


A 


j^an  Home  Assurance  Company  and  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA.  have  each  executed 
IF'  _  :  this  3rd  day  of  Auguest,  2015 


Fv  - 


Michael  Yang,  Vice  President 


STATE  OF  NEW  YORK 
COUNTY  OF  NEW  YORK  }ss. 

,  On  this '3rd-  day  of  Auguest,  2015  ■  before  me(^n^the  above  named 
officer  of  American  Home  Assurance  Company  and  Nation^FBhi^h  Fire 
Insurance  Company  pF  Pittsburgh,  PA.,  to  irne  personally  knWrrfp  be  the 
individual  and  Officer  described  herein,  and  acknowledged  that  he-executed  the 
foregoing  insturment  and  affixed.the  seals  of  said  corporations  fberctb  by 
authority  ofhis  office; 


3 


JULIANA  HALLENBECK 

Notary  Public  •  Staio  of  New  York 
No.  01HA612S671 
Qualified  In  Bronx  County 
My  Commission  Expires  April  18, 2017 


EFJCATE 

Exerpts  of  Resolutions  adopted  by  the  Boards  of  Directors  of  AmeKc^fldAp  Assurance  Company  and  National  Union  Fire  Insurance  Company  of  Pittsburgh, 
PA.  on  May  18, 1976:  ‘  Q^/Z^ 

"RESOLVED,  that  the  Chairman  of  the  Board,  the  President,  or  any  Vice  President  be,  and  hereby  is,  authorized  to  appoint  Attorneysrin^Fact  to  represent 
and  act  fbr  and  on  behalf  of  the  Company:to  execute  bonds,  undertakings,  recognizances  and  other  contracts  of  indemity  and  writings  obligatory  in  the  nature 
thereof,  and  to  attach  thereto  the  corporate  seal  of  the  Company,  in  the  transaction  of  its  surety  business; 

"RESOLVED,  that  tire  signatures  and  attestations  of  such  officers  and  the  seal  of  the  Company  may  be  affixed  to  any  such  Power  of  Attorney  or  to  any 
certificate  relating  thereto  by  facsimile,  and  any  such  Power  of  Attorney  or  certificate  bearing  such  facsimile  signatures  or  facsimile  seal  shall  be  valid  and 
binding  upon  the  Company  when  so  affixed  with  respect  to  any  bond,  undertaking,  recognizance  and  other  contract  of  indemnity  and  writing  obligatory  in  the 
nature  thereof; 

"RESOLVED,,  that  any  such  Attomey-in-Facl  delivering  a  secretarial  certification  that  the  foregoing  resolutions  still  be  in  effect  may  insert  in  such 
certification. the  date  thereof,  said  date  to  be  not  later  than  the  date  of  delivery  thereof  by  such  Attorney-m-Fact." 


I,  Denis  Butkovic,  Secretary  of  American  Home  Assurance  Company  and  of  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA.  do  hereby  certify  that 
the  foregoing  exeipts  of  Resolutions  adopted  by  the  Boards  of  Directors  of  these  corporations,  and  the  Powers  q££ttomey  issued  pursuant  thereto,  arc  true  and 
Correct,  and  that  both  the  Resolutions  and  the  Powers  of  Attorney  are  in  full  force  and^ffcct;  ■■ 


IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand 


65166(4/96) 


■  ■■  ,.*■  *•* 
and  affixed  the  facsimile  Seal  £f  e&tfif  6Wpor,atfdA  ^ :  f** 

if '  ,  ,  OCT  8  0  2015 

-  t-  •  ■  •  ,  •  '■.<%  ^  this  davof 


•T.-\  ,•  \  A,,  V 

tVV  .v  V'o  - 
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XL 


XL  Group 
Insurance 
Reinsurance 


Power  of  Attorney 
XL  Specialty  Insurance  Company 
Greenwich  Insurance  Company 
XL  Reinsurance  America  Inc 


THIS  IS  NOT  A  BOND  NUMBER 
UNLIMITED  POWER  OF  ATTORNEY 
XL1519812 


KNOW  aLLm&LB^THESE  PRESENTS:  That  XL  Specialty  Insurance  Company,  and  Greenwich  Insurance  Company,  Delaware  insurance  companies 
with  offtasdopted  at  505  Eagleview  Btvd.,  Exton,  PA  19341,  and  XL  Reinsurance  America  Inc,  a  New  York  insurance  company  with  offices  located  at 
70  Sea  view  Stamford,  CT  06902, ,  do  hereby  nominate,  constitute,  and  appoint: 

Kart  A.  Davisi  Tahzmr  V.  Cunningham,  Patricia  Arana,  Branda  Wong 


each  its  true  and  I 
required,  any  and 


torney(s)-ln-fact  to  make,  execute,  attest,  seal  and  deliver  for  and  on  its  behalf,  as  surety,  and  as  Its  act  and  deed,  where 
Is  and  undertakings  in  the  nature  thereof, ,  fix  the  penal  sum  of  no  one  of  which  is  in  any  event  to  exceed  UNLIMITED, 


Such  bonds  and  underrakfog^when  duly  executed  by  the  aforesaid  Attorney  (s)  -  in  -  Fact  shall  be  binding  upon  each  said  Company  as  folly  and  to  the 
same  extent  as  if  such  bdfasijkj  undertakings  were  signed  by  the  President  and  Secretary  of  the  Company  and  sealed  with  Its  corporate  seal. 

The  Power  of  Attorney  is  grattfedaxi  is  signed  by  facsimile  under  and  by  the  authority  of  the  following  Resolutions  adopted  by  the  Board  of  Directors 
of  each  of  the  Companies  on  me  lsWay  of  June  2015.  J 


RESOLVED,  that  Gary  Kaplan,  David  HeWeti 
execute,  seal  and  deliver  for  and  on  behalf' 
that  the  Secretary  or  any  Assistant  Secretar 
undertakings,  contracts  or  obligations  in  sui 


William  Mills,  Gregory  Boal  and  Kevin  Mlrsch  are  hereby  appointed  by  the  Board  as  authorized  to  make, 

E^the  Company,  any  aid  all  bonds,  undertakings,  contracts  or  obligations  in  surety  or  co-surety  with  others  and 
of  the  Company  be  and  that  each  of  them  hereby  is  authorized  to  attest  the  execution  of  any  such  bonds, 
ty-pr,  co-surety  and  attach  thereto  the  corporate  seal  of  the  Company. 


RESOLVED,  FURTHER,  that  Gary  Kaplan,  Da\rf<ftfe%tL  \ 
attorney  qualifying  the  attorney  named  in  the  glyerfp^ 
surety  with  others,  and  that  the  Secretary  or  anyAjsiftai 
execution  of  any  such  power  of  attorney,  and  to  amra-t) 

RESOLVED,  FURTHER,  that  the  signature  of  such  office 
such  powers  of  attorney  or  to  any  certificate  relating  thri 
or  facsimile  seal  shall  be  thereafter  valid  and  binding  up 
surety  with  others  to  which  It  Is  attached. 


William  MDIs,  Gregory  Boal  and  Kevin  Mirsch  each  is  hereby  authorized  to  execute  powers  of 
ver  of  attorney  to  execute,  on  behalf  of  the  Company,  bonds  and  undertakings  in  surety  or  co¬ 
ant  Secretary  of  the  Company  be,  and  that  each  of  them  Is  hereby  authorized  to  attest  the 
^eijejo  the  corporate  seal  of  the  Company. 

renamed  In  the  preceding  resolutions  and  the  corporate  seal  of  the  Company  may  be  affixed  to 
^fitp'by  facsimile,  and  any  such  power  of  attorney  or  certificate  bearing  such  facsimile  signatures 
ipon-toeXpmpany  with  respect  to  any  bond,  undertaking,  contract  or  obligation  in  surety  or  co¬ 


in  WITNESS  WHEREOF,  the  XL  SPECIALTY  INSURANCE  CC 
hereunto  affixed,  and  these  presents  to  be  signed  by  its  du 


P^ 


IY  and  GREENWICH  INSURANCE  COMPANY  has  caused  Its  corporate  seal  to  be 
Wized  officers  this  June  1st,  2015. 


XL  SPECIALTY  INSURANCE  COMPANY 
GREENWICH  INSURANCE  COMPANY 


S.SEALJ? 


STATE  OF  CONNECTICUT 
COUNTY  OF  FAIRFIELD 


David  S.  Hewett,  SENIOR  VICE  PRESIDENT 


Toni  Ann  Perkins,  SECRETARY 


On  this  1st  day  of  June,  2015,  before  me  personally  came  David  S.  Hewett  to  me  known,  who,  being  duly  sworn,  did  depose  and  say:  that  he  is 
Executive  Vice  President  of  XL  SPECIALTY  INSURANCE  COMPANY  and  Senior  Vice  President  of  GREENWICH  INSURANCE  COMPANY,  described  in  and 
which  executed  the  above  instrument;  that  he  knows  the  seals  of  said  Companies;  that  the  seals  affixed  to  the  aforesaid  instrument  are  such  corporate 
seals  and  were  affixed  thereto  by  order  and  authority  of  the  Boards  of  Directors  of  said  Companies;  and  that  he  executed  the  said  instrument  by  like 
order. 


SS*1'  * 


STATE  OF  CONNECTICUT 


\Sf  *0#?. 


/  e*  '■ 

-  %  >.  it  ■ 


'*  A. 

Kim  D.  Sliva,  NOTARY  PUBLIC 


„  v  :  is- 
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COUNTY  OF  FAIRFIELD 


I,  Toni  Ann  Perkins,  Secretary  of  XL  SPECIALTY  INSURANCE  COMPANY  and  GREENWICH  INSURANCE  COMPANY,  corporations  of  the  State  of 
Delaware,  do  hereby  certify  that  the  above  and  forgoing  is  a  full,  true  and  correct  copy  of  a  Power  of  Attorney  issued  by  said  Companies,  and  that  I 
have  compared  same  with  the  original  and  that  It  Is  a  correct  transcript  therefrom  and  of  the  whole  of  the  original  and  that  the  said  Power  of 
Attorney  ^i^in  full  force  and  effect  and  has  not  been  revoked. 

EOF,  I  have  hereunto  set  my  hand  and  affixed  the  seal  of  said  Corporations,  at  the  Gty  of  Stamford,  this _ day  of .  OCT  a  0  2015 


Toni  Ann  Perkins, SECRETARY 


IN  WITNESS  WHEREOl  J RANCH  AMERICA  INC.  has  caused  its  corporate  seal  to  be  hereunto  affixed,  and  these  presents  to  be  signed  by  its  duly 

authorized  officers  this  une,  2015. 

XL  REINSURANCE  AMERICA  INC. 


Tohn  P.  Welch,  PRESIDENT  &  CEO 

Attest:  7 tnn' 


STATE  OF  CONNECTICUT 
COUNTY  OF  FAIRFIELD 

On  this  1st  day  of  June,  2015,  before  me  personally  rap 
of  XL  REINSURANCE  AMERICA  INC.,  described  in  and  i 
the  aforesaid  instrument  is  such  corporate  seal  and  was  i 
executed  the  said  instrument  by  like  order. 


%ps£J 

STATE  OF  CONNECTICUT 
COUNTY  OF  FAIRFIELD 


/L-av 


Toni  Ann  Perkins,  SECRETARY 


'.  Welch  to  me  known,  who,  being  duly  sworn,  did  depose  and  say:  that  he  is  President  &  CEO 
ecu  ted  the  above  instrument;  that  he  knows  the  seal  of  said  Corporation;  that  the  seal  affixed  to 
thereto  by  order  and  authority  of  the  Board  of  Directors  of  said  Corporation,  and  that  he 


A.  k 


- 


Kim  D.  Siiva,  NOTARY  PUBLIC 


I,  Toni  Ann  Perkins,  Assistant  Secretary  of  XL  REINSURANCE  AMERICA  INC.  a  corporation  of  the  State  of  New  York,  do  hereby  certify  that  the  person  who 
executed  this  Power  of  Attorney,  with  the  rights,  respectively  of  XL  REINSURANCE  AMERICA  INC.,  do  hereby  certify  that  the  above  and  forgoing  is  a  full,  true 
and  correct  copy  erf  a  Power  of  Attorney  issued  by  said  Corporation,  and  that  I  have  compared  same  with  the  original  and  that  it  is  a  correct  transcript 
therefrom  and  of  the  whole  original  and  that  the  said  Power  of  Attorney  is  still  in  full  force  and  effect  and  has  not  been  revoked. 

W  OCT  3  0  2015 

IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  the  seal  of  said  Corporation,  at  the  City  of  Stamford,  this _ day  of _ . 


7Pw  fauc&rm 


Toni  Ann  Perkins,  SECRETARY 


This  Power  of  Attorney  may  not  be  used  to  execute  any  bond  with  an  inception  date  after  June  1, 2020 
SB0041 


I  THIS  DOCUMENT  IS  PRINTED  ON  A  BLUE  BACKGROUND  I 
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ZURICH  AMERICAN  INSURANCE  COMPANY 
COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY 
FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND 
POWER  OF  ATTORNEY 


KNOW  ALL  MEN  BY  THESE  PRESENTS:  That  the  ZURICH  AMERICAN  INSURANCE  COMPANY,  a  corporation  of  the  State  of  New 
York,  the  COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY,  a  corporation  of  the  State  of  Maryland,  and  the  FIDELITY 


AND  DEPOSIT  CON 

mich&€lbpnd,  i 

are  set  foriJpbn  the  r 
consti  tute,^n^P&ppoin! 
and  deliyer^jte''|tod  o 
or  undertakin^Inpur 
they  had  been  dul^ijsi 
its  office  In  New'Yotk 
at  its  office  in  Ourajgs 
at  its  office  in  Owings 


T  COMPANY  OF  MARYLAND  a  corporation  of  the  State  of  Maryland  (herein  collectively  called  the  "Companies"),  by 
PND,  Vice  President,  in  pursuance  of  authority  granted  by  Article  V,  Section  8,  of  the  By-Laws  of  said  Companies,  which 
n  the  reverse  side  hereof  and  are  hereby  certified  to  be  in  full  force  and  effect  on  the  date  hereof,  do  hereby  nominate, 
•Appoint  Brenda  WONG,  of  Los  Angeles,  California,  its  true  and  lawful  agent  and  Attomey-in-Fact,  to  make,  execute,  seal 
d  on  its  behalf  as  surety,  and  as  its  act  and  deed:  any  and  all  bonds  and  undertakings,  and  the  execution  of  such  bonds 
i/jnpursuance  of  these  presents,  shall  be  as  binding  upon  said  Companies,  as  fully  and  amply,  to  all  intents  and  purposes,  as  if 
duly^js^uted  and  acknowledged  by  the  regularly  elected  officers  of  the  ZURICH  AMERICAN  INSURANCE  COMPANY  at 
wYipri&New  York,,  the  regularly  elected  officers  of  the  COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY 
Owh^mills,  Maryland.,  and  the  regularly  elected  officers  of  the  FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND 
DwingsMfUs,  Maryland.,  in  their  own  proper  persons: 


The  said  Vice  Presid^rmdoes  hereby  certify  that  the  extract  set  forth  on  the  reverse  side  hereof  is  a  true  copy  of  Article  V,  Section  8,  of 
the  By-Laws  of  said  Com^sni^and  is  now  in  force. 

IN  WITNESS  WHEREGFjpte  said  Vice-President  has  hereunto  subscribed  his/her  names  and  affixed  the  Corporate  Seals  of  the  said 
ZURICH  AMERICAN  INSURANCE  COMPANY,  COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY,  and 
FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND,  this  4th  day  of  September,  A.D.  2015. 

(CJL  ATTEST: 

(W 

ZURICH  AMERICAN  INSURANCE  COMPANY 
COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY 
(tjs  °  FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND 


S>° 


6 


[SllALjJl 


IwS 


0?m 


Secretary 
Eric  D.  Barnes 


c 


12k 


JMLO&J 


Vice  President 
'  Michael  Bond 


State  of  Maryland 
County  of  Baltimore 

On  this  4th  day  of  September,  AD.  2015,  before  the  subscriber,  a  Notary  Public  of  the  State  of  Maryland,  duly  commissioned  and  qualified,  MICHAEL 
BOND,  Vice  President,  and  ERIC  D.  BARNES,  Secretary,  of  the  Companies,  to  me  personally  known  to  be  the  individuals  and  officers  described  in  and 
who  executed  the  preceding  instrument,  and  acknowledged  the  execution  of  same,  and  being  by  me  duly  sworn,  deposeth  and  sail!),  that  he/she  is  the  said 
officer  of  the  Company  aforesaid,  and  that  the  seals  affixed  to  the  preceding  instrument  are  the  Corporate  Seals  of  said  Companies,  and  that  the  Corporate 

Seals  and  the  signature  as  such  officer  were  duly  affixed  and  subscribed  to  the  said  instrument  by  the  authority  and  direction  of  the  said  Corporations. 


IN  TESTIMONY  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  my  Official  Seat  the  day  and  year  first  above  written. 


,11111ft,. 


Constance  A.  Dunn,  Notary  Public 
My  Commission  Expires:  July  9, 2019 


£  £  :  I  £  i&zW 


^50:0  ■}$ 
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EXTRACT  FROM  BY-LAWS  OF  THE  COMPANIES 


"Article  V,  Section  8,  Attomevs-in-Fact  The  Chief  Executive  Officer,  the  President,  or  any  Executive  Vice  President  or  Vice  President 
may,  by  written  instrument  under  the  attested  corporate  seal,  appoint  attomeys-in-fact  with  authority  to  execute  bonds,  policies, 
recognizances,  stipulations,  undertakings,  or  other  like  instruments  on  behalf  of  the  Company,  and  may  authorize  any  officer  or  any  such 
attomey-in-fact  to  affix  the  corporate  seal  thereto;  and  may  with  or  without  cause  modify  of  revoke  any  such  appointment  or  authority  at  any 
time." 

CERTIFICATE 


I, 

CASUA 
foregoing 
the  By 


dersigned.  Vice  President  of  the  ZURICH  AMERICAN  INSURANCE  COMPANY,  the  COLONIAL  AMERICAN 
SURETY  COMPANY,  and  the  FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND,  do  hereby  certify  that  the 
f  Attorney  is  still  in  full  force  and  effect  on  the  date  of  this  certificate;  and  I  do  further  certify  that  Article  V,  Section  8,  of 
Companies  is  still  in  force. 

This  Powei^of^ttpmey  and  Certificate  may  be  signed  by  facsimile  under  and  by  authority  of  the  following  resolution  of  the  Board  of 
Directors  of  the  ZURICH  AMERICAN  INSURANCE  COMPANY  at  a  meeting  duly  called  and  held  on  the  1 5th  day  of  December  1998. 


RESOLVED: 
and  the  Seal  of  the  Com 
facsimile  signature  and 


signature  of  the  President  or  a  Vice  President  and  the  attesting  signature  of  a  Secretary  or  an  Assistant  Secretary 
be  affixed  by  facsimile  on  any  Power  of  Attorney.. .Any  such  Power  or  any  certificate  thereof  bearing  such 
be  valid  and  binding  on  the  Company." 


This  Power  of  Attorney  ^^Certificate  may  be  signed  by  facsimile  under  and  by  authority  of  the  following  resolution  of  the  Board  of 
Directors  of  the  COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY  at  a  meeting  duly  called  and  held  Qn  the  5th  day  of 
May,  1994,  and  the  following  respfSgn  of  the  Board  of  Directors  of  the  FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND  at  a 
meeting  duly  called  and  held  on  the  {QtMjay  of  May,  1990. 

K 

RESOLVED:  "That  the  facsimile  illy  reproduced  seal  of  the  company  and  facsimile  or  mechanically  reproduced  signature 

of  any  Vice-President,  Secretary,  or  Assi§£rf  ary  of  the  Company,  whether  made  heretofore  or  hereafter,  wherever  appearing  upon  a 

certified  copy  of  any  power  of  attorney  issu^  :  Company,  shall  be  valid  and  binding  upon  the  Company  wit!)  the  same  force  and  effect 

as  though  manually  affixed. 


IN  TESTIMONY  WHEREOF,  I  have  hereu 
this _ day  of _ ,  20 


cribed  my  name  and  affixed  the  corporate  seals  of  the  said  Companies, 


Thomas  O.  McClellan,  Vice  President 
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Bond  No  82393229. 024063589.  9 1 8809,  USQ0069205SU 1 5 A.  09 1 52996 


RIDER  ADDING  ADDITIONAL  OBLIGEES 


WHEREAS,  on  or  about  the  29th  day  of  October,  2015,  Hunt  Construction  Group.  Inc,  as  Contractor, 
entered  into  a  written  agreement  with  HW  Spring  Training  Complex.  LLC  for  herein  referred  to  as  the 
Contract;  and 


WHEREAS,  Hunt  Construction  Group,  Inc.,  as  Principal,  and  the  Federal  Insurance  Company,  Liberty 
Mutual  Insurance  Company,  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA.,  XL  Specialty 
Insurance  Company,  and  Zurich  American  Insurance  Company,  as  Sureties,  made,  executed  and 
delivered  to  HW  Spring  Training  Complex,  LLC  their  joint  and  several  Performance  &  Payment  Bonds. 

The  Performance  &  Payment  Bonds  aforesaid  shall  be  and  it  is  hereby  amended  as  follows: 

1.  The  names  of  Palm  Beach  County  Facilities  Development  &  Operations.  Washington  Nationals 

Baseball  Club.  LLC,  and  Houston  Astros.  LLC  shall  be  added  to  said  Bond  as  Named  Obligees. 

2.  There  shall  be  no  liability  on  the  part  of  the  Principal  or  Surety  under  this  bond  to  the  Obligees,  or 
any  of  them,  unless  the  Obligees,  or  any  of  them,  shall  make  payments  to  the  Principal,  or  the  Surety 
in  case  it  arranges  for  completion  of  the  Contract  upon  default  of  the  Principal,  strictly  in  accordance 
with  the  terms  of  said  Contract  as  to  payments,  and  shall  perform  all  the  terms  and  conditions  and  all 
other  obligations  required  to  be  performed  under  said  Contract  at  the  time  and  in  the  manner  therein 
set  forth. 


3.  The  aggregate  liability  of  the  Principal  iind  Surety  hereunder  to  Obligees,  or  any  of  them,  is  limited  to 
the  penal  sum  of  this  bond.  Surety  may,  at  is  option,  make  payments  hereunder  by  check  issued 
jointly  to  Obligees. 


1 


Except  as  herein  modified,  said  Performance  &  Payment  Bonds  shall  be  and  remain  in  force  and  effect. 


SIGNED,  sealed  and  dated  this  29th  day  of  October.  2015. 


*\  -  ■  S' 

.  Huw^Congtructlon  Group.  Inc. 

'-(PrinCipat)  / 


Federal  Insurance  Company 


By: 


Title: 


(Seal) 


(Surety) 


Title:  Brenda  Wong.  Attomev-ln-Fact 


(Seal) 


Liberty  Mutual  Insurance  Company 

(Surety) 


By: 


Jmud 


Title:  Brenda  Wong.  Attomev-ln-Fact 


(Seal) 


National  Union  Fire  Insurance  Company  of  PttsfawhPA,  By. 

(Surety)  Title 


XL  Specialty  Insurance  Company 
(Surety) 

Zurich  American  insurance  Company 
(Surety) 


Palm  Beach  County  Facilities  Development  &  Operations 
(Obfigee)  Title: 


Washington  Nationals  Baseball  Club.  LLC 

V 


(Additional  Obligee) 


. 


Ov 


By 

Title: 


Houston  Astros.  LLC 


By 

Title: 


(Seal) 


(Sea!) 


(Seal) 


(Additional  Obligee) 


-V 


CALIFORNIA  ALL-PURPOSE  ACKNOWLEDGMENT  CIVIL  CODE  §1189 


A  notary  public  or  other  officer  completing  this  certificate  verifies  only  the 
identity  of  the  individual  who  signed  the  document  to  which  this  certificate  is 
attached,  and  not  the  truthfulness,  accuracy,  or  validity  of  that  document. 

_  r\V 

State  of  California 

County  of  Los  Angeles _ 

On  OCT  2  9  2015 _ before  me, _ Kari  Davis,  Notary  Public,  personally 

appeared  Brenda  Wong  who  proved  to  me  on  the  basis  of  satisfactory 
evidence  to  be  the  person(s)  whose  name(s)  is/afe-subscribed  to  the  within 
instrument  and  acknowledged  to  me  that  be/she/tbey  executed  the  same  in 
bis/her/tbeif  authorized  capacity{+es},  and  that  by  bte/her/their  signature(s)  on 
the  instrument  the  person(s),  or  the  entity  upon  behalf  of  which  the  person(s) 
acted,  executed  the  instrument. 


I  certify  under  PENALTY  OF  PERJURY  under  the  laws  of  the  State  of  California  that 
the  foregoing  paragraph  is  true  and  correct. 

WITNESS  my  hand  and  official  seal. 

(seal)  Signature  _ 

Kari  Davis,  Notary  Public 


Commission  #  2042909 
Hqtiry  PuWc  *  Cillfornl*  5 
lwAn«eto«  County  j 

wwgagit?^ 


Chubb 

Surety 


POWER 

OF 

ATTORNEY 


Federal  Insurance  Company 
Vigilant  Insurance  Company 
Pacific  Indemnity  Company 


Attn:  Surety  Department 

15  Mountain  View  Road 
Warren,  NJ  07059 


Know  All  by  These  Presents,  That  FEDERAL  INSURANCE  COMPANY,  an  Indiana  corporation,  VIGILANT  INSURANCE 
COMPANY,  a  New  York  corporation,  and  PACIFIC  INDEMNITY  COMPANY,  a  Wisconsin  corporation,  do  each  hereby  constitute  and 
appoint  Tenzer  V.  Cunningham,  Kari  Davis,  Phuong  Truong  and  Brenda  Wong  of  Los  Angeles,  California . . . 


each  as  thair  true  and  lawful  Attorney-  In-  Fact  to  execute  under  such  designation  In  their  names  and  to  affix  their  corporate  seals  to  and  deliver  for  and  on  their  behalf  as  surety 
thereon  or  otherwise,  bonds  and  undertakings  and  other  writings  obligatory  In  the  nature  thereof  (other  than  bail  bonds)  given  or  executed  in  the  course  of  business,  and  any 
instruments  amantfng  or  altering  the  same,  and  consents  to  the  modification  or  alteration  of  any  Instrument  referred  to  in  said  bonds  or  obligations. 

In  Witness  Whereof,  said  FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY  have  each  executed  and  attested 
these  presents  and  affixed  their  corporate  seals  on  this  3  day  of  September,  2015.  _ 


I 


'  ns 

STATE  OF  NEW  JERSEY 
County  of  Somerset 

On  this  3rd  day  of  September,  2015  before  me,  a  Notary  Public  of  New  Jersey,  personally  came  Dawn  M.  Chloros,  to  me  known  to  be  Assistant  Secretary  of 
FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY,  the  companies  which  executed  the  foregoing  Power  of 
Attorney,  and  the  said  Dawn  M  Chtoros.  being  by  me  duty  sworn,  did  depose  and  say  that  she  Is  Assistant  Secretary  of  FEDERAL  INSURANCE  COMPANY,  VIGILANT 
INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY  and  knows  the  corporate  seals  thereof,  that  the  seals  affixed  to  the  foregoing  Power  of  Attorney  era  such 
corporate  seals  and  were  thereto  affixed  by  authority  of  the  By-  Laws  of  said  Companies;  and  that  she  signed  said  Power  of  Attorney  as  Assistant  Secretary  of  said  Companies 
by  Ilka  authority;  and  that  she  Is  acquainted  with  David  B.  Norris,  Jr.,  and  knows  him  to  be  Vice  President  of  said  Companies;  and  that  the  signature  of  Oavid  B.  Norris,  Jr., 
subscribed  to  said  Power  of  Attorney  Is  in  the  genuine  handwriting  of  David  B.  Norris,  Jr.,  and  was  thereto  subscribed  by  authority  of  said  By-  Laws  and  In  deponent's  presence. 

Notarial  Seel  -js.  / 


KATHERINE  J.  ADEIAAR 
NOTARY  PUBLIC  OF  NEW  JERSEY 
No.  2316665 

Commission  Expires  July  16, 2019 


Notary  Public 


CERTIFICATION 

Extract  from  the  By-  Laws  of  FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY: 

‘Except  as  otherwise  provided  in  these  By-Laws  or  by  law  or  as  otherwise  directed  by  the  Board  of  Directors,  the  President  or  any  Vice  President  shad  be  authorized  to 
execute  and  deliver.  In  the  name  and  on  behalf  of  tie  Corporation,  as  agreements,  bonds,  contracts,  deeds,  mortgages,  and  other  instruments,  either  for  the  Corporation's 
own  account  or  in  a  fiduciary  or  other  capacity,  and  the  seat  of  the  Corporation,  tf  appropriate,  shad  be  affixed  thereto  by  any  of  such  officers  or  the  secretary  or  an  Assistant 
secretary.  The  Board  of  Directors,  the  President  or  any  Vice  President  designated  by  the  Board  of  Directors  may  authorize  any  other  officer,  employee  or  agent  to  execute 
and  deliver,  in  the  name  and  on  behalf  of  the  Corporation,  agreements,  bonds,  contracts,  deeds,  mortgages,  and  other  instruments,  either  for  the  Corporation’s  own 
account  or  in  a  fiduciary  or  other  capacity,  and,  if  appropriate,  to  affix  the  seal  of  the  Corporation  thereto.  The  grant  of  such  authority  by  the  Board  or  any  such  officer  may 
be  general  or  confined  to  specific  Instances* 

I.  Dawn  M.  Chtoros,  Assistant  Secretary  of  FEDERAL  INSURANCE  COMPANY,  VIGILANT  INSURANCE  COMPANY,  and  PACIFIC  INDEMNITY  COMPANY  (the  ‘Companies') 

do  hereby  certify  that 

(i)  the  foregoing  extract  of  the  By-  Laws  of  the  Companies  Is  true  and  correct 

(ii)  the  Companies  are  duly  licensed  and  authorized  to  transact  surety  business  in  all  50  of  the  United  States  of  America  and  the  District  of  Columbia  and  are 
authorized  by  the  U.S.  Treasury  Department;  further,  Federal  and  Vigilant  are  licensed  In  the  U.S.  Virgin  Islands,  and  Federal  is  licensed  In  Guam.  Puerto 
Rico,  and  each  of  the  Provinces  of  Canada  except  Prince  Edward  island;  and 

(III)  toe  foregoing  Power  of  Attorney  Is  true,  correct  and  in  (till  force  and  effect. 

Given  under  my  hand  and  seats  of  said  Companies  at  Warren,  NJthte  _ 


H> 


OCT  2  9  2015 


Dawn  M.  Chloros,  Assistant  Secretary 


IN  THE  EVENT  YOU  WISH  TO  NOTIFY  US  OF  A  CLAIM.  VERIFY  THE  AUTHENTICITY  OF  THIS  BONO  OR  NOTIFY  US  OF  ANT  OTHER  MATTER,  PLEASE  CONTACT  US  AT  ADDRESS 


tSTEO  ABOVE.  OR  BY  T 


•-malt:  luratvOchubb  com 


Not  valid  for  mortgage,  note,  loan,  letter  of  credit, 
currency  rate,  interest  rate  or  residual  value  guarantees, 


THIS  POWER  OF  ATTORNEY  IS  NOT  VALID  UNLESS  IT  IS  PRINTED  ON  RED  BACKGROUND. 

This  Power  of  Attorney  limits  the  acts  of  those  named  herein,  and  they  have  no  authority  to  bind  the  Company  except  in  the  manner  and  to  the  extent  herein  stated. 

Certificate  No.  714Sbos 

American  Fire  and  Casualty  Company  Liberty  Mutual  Insurance  Company 

The  Ohio  Casualty  Insurance  Company  West  American  Insurance  Company 


POWER  OF  ATTORNEY 

KNOWN  ALL  PERSONS  BY  THESE  PRESENTS:  That  American  Fire  &  Casualty  Company  and  The  Ohio  Casualty  Insurance  Company  are  corporations  duly  organized  under  the  laws  of 
the  State  of  New  Hampshire,  that  Liberty  Mutual  insurance  Company  is  a  corporation  duly  organized  under  the  laws  of  the  State  of  Massachusetts,  and  West  American  Insurance  Company 
is  a  corporation  duly  organized  under  the  laws  of  the  State  of  Indiana  (herein  collectively  called  the  'Companies'),  pursuant  to  and  by  authority  herein  set  forth,  does  hereby  name,  constitute 

Truona:  Steohanie  Banh:  Tenzer  V.  Cunninaham 


ail  of  the  city  of  Los  Angeles  state  of  JCA _ each  individually  if  there  be  more  than  one  named,  its  true  and  lawful  attomey-in-fact  to  make,  execute,  seal,  acknowledge 

and  deliver,  for  and  on  its  behalf  as  surety  and  as  its  act  and  deed,  any  and  ail  undertakings,  bonds,  recognizances  and  other  surety  obligations,  in  pursuance  of  these  presents  and  shall 
be  as  binding  upon  the  Companies  as  if  they  have  been  duty  signed  by  the  president  and  attested  by  the  secretary  of  the  Companies  in  their  own  proper  persons. 


IN  WITNESS  WHEREOF,  this  Power  of  Attorney  has  been  subscribed  by  an  authorized  officer  or  official  of  the  Companies  and  the  corporate  seals  of  the  Companies  have  been  affixed 


thereto  this  2 1st  day  of  October 


<Tvns(/7>s 


lit  ,,,, 


By: 

STATE  OF  PENNSYLVANIA  sa  uavia  ASSISiaru  secretary 

COUNTY  OF  MONTGOMERY 

On  this  21$1  dav  of  October _ .  2015  ,  before  me  personally  appeared  David  M.  Carey,  who  acknowledged  himself  to  be  the  Assistant  Secretary  of  American  Fire  and 

Casualty  Company,  Liberty  Mutual  Insurance  Company,  The  Ohio  Casualty  Insurance  Company,  and  West  American  Insurance  Company,  and  that  he,  as  such,  being  authorized  so  to  do, 
execute  the  foregoing  instrument  for  the  purposes  therein  contained  by  signing  on  behalf  of  the  corporations  by  himself  as  a  duly  authorized  officer. 

IN  WITNESS  WHEREOF,  i  have  hereunto  subscribed  mv  name  and  affixed  my  notarial  seal  at  Plymouth  Meeting,  Pennsylvania,  on  the  day  and  year  first  above  written. 

©  COMMONWEALTH  OF  PENNSYLVANIA  f 

~  Notariat  Seal  W  .  ,  ~b  // 

Terasa  Pasiefla.  Notary  Public  By:  _ 

Plymouth  Twp..  Montgomery  County  Teresa  Pastella,  Notary  Public 

My  Commission  Expires  March  2B.  2017 

Member,  Permsytvants  Association  ol  Notaries 

rity  of  the  foBowing  By-laws  and  Authorizations  of  American  Frre  and  Casualty  Company,  The  Ohio  Casualty  Insurance 
Company,  Liberty  Mutual  Insurance  Company,  aid  West  American  Insurance  Company  which  resolutions  are  now  in  foil  force  and  effect  reading  as  follows: 

ARTICLE  IV -  OFFICERS  -  Section  12.  Power  of  Attorney.  Any  officer  or  other  official  of  the  Corporation  authorized  for  that  purpose  In  writing  by  the  Chairman  or  the  President,  and  subject 
to  such  Imitation  as  the  Chairman  or  the  President  may  prescribe,  shall  appoint  such  attomeys-in-fad,  as  may  be  necessary  to  act  in  behalf  of  the  Corporation  to  make,  execute,  seal, 
acknowledge  and  deliver  as  surety  any  and  al  undertakings,  bonds,  recognizances  and  other  surety  obligations.  Such  attomeys-in-fact,  subject  to  the  limitations  set  forth  in  their  respective 
powers  of  attorney,  shall  have  foil  power  to  bind  the  Corporation  by  their  signature  and  execution  of  any  such  instruments  and  to  attach  thereto  the  seal  of  the  Corporation.  When  so 
executed,  such  Instruments  shall  be  as  binding  as  if  signed  by  the  President  and  attested  to  by  the  Secretary.  Any  power  or  authority  granted  to  any  representative  or  attomey-in-fact  under 
the  provisions  of  this  article  may  be  revoked  at  any  time  by  the  8oard,  the  Chairman,  the  President  or  by  the  officer  or  officers  granting  such  power  or  authority, 

ARTICLE  XHI  -  Execution  of  Contracts  -  SECTION  5.  Surety  Bonds  and  Undertakings.  Any  officer  of  the  Company  authorized  for  that  purpose  in  writing  by  the  chairman  or  the  president, 
and  subject  to  such  fanitations  as  the  chairman  or  the  president  may  prescribe,  shaH  appoint  such  attomeys-in-fact,  as  may  be  necessary  to  act  in  behalf  of  the  Company  to  make,  execute, 
seal,  acknowledge  and  deliver  as  surety  any  and  ail  undertakings,  bonds,  recognizances  and  other  surety  obligations.  Such  attomeys-in-fact  subject  to  the  limitations  set  forth  in  their 
respective  powers  of  attorney,  shall  have  full  power  to  bind  the  Company  by  their  signature  and  execution  of  any  such  instruments  and  to  attach  thereto  the  seal  of  the  Company.  When  so 
executed  such  instruments  shall  be  as  binding  as  if  signed  by  the  president  and  attested  by  the  secretary. 

Certificate  of  Designation  -  The  President  of  the  Company,  acting  pursuant  to  the  Bylaws  of  the  Company,  authorizes  David  M.  Carey,  Assistant  Secretary  to  appoint  such  attomeys-in- 
fact  as  may  be  necessary  to  act  on  behalf  of  the  Company  to  make,  execute,  seal,  acknowledge  and  deliver  as  surety  any  and  afl  undertakings,  bonds,  recognizances  and  other  surety 
obligations. 

Authorization  -  By  unanimous  consent  of  the  Company's  Board  of  Directors,  the  Company  consents  that  facsimile  or  mechanically  reproduced  signature  of  any  assistant  secretary  of  the 
Company,  wherever  appearing  upon  a  certified  copy  of  any  power  of  attorney  issued  by  the  Company  in  connection  with  surety  bonds,  shall  be  valid  and  binding  upon  the  Company  with 
the  same  force  and  effect  as  though  manually  affixed. 

I,  Gregory  W.  Davenport,  the  undersigned,  Assistant  Secretary,  of  American  Fire  and  Casualty  Company,  The  Ohio  Casualty  Insurance  Company,  Liberty  Mutual  Insurance  Company,  and 
West  American  Insurance  Company  do  hereby  certify  that  the  original  power  of  attorney  of  which  the  foregoing  is  a  full,  true  and  correct  copy  of  the  Power  of  Attorney  executed  by  said 
Companies,  is  in  full  force  and  effect  and  has  not  been  revoked.  DPT  O  Q  gnic 

IN  TESTIMONY  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  the  seals  erf  sad  Companies  this _ day  of _ _  20 _ . 


American  Fire  and  Casualty  Company 
The  Ohio  Casualty  Insurance  Company 
Liberty  Mutual  Insurance  Company 
West  American  Insurance  Company 

David  M.  CareyfAssistant  Secretary 


Teresa  Pastella,  Notary  Public 


Member,  Penneytvaftts  Aseodattoo  Ol  Noumea 


of  1919  jgj 


Iff 

-(  1912  )g 

i£\  h 


Gregory  W.  Davenport,  Assistant  Secretary 


LMS  12873  122013 


POWER  OF  ATTORNEY 


American  Home  Assurance  Company 

National  Union  Fine  Insurance  Company  or  Pittsburgh,  PA. 

Principal  Bond.  Office:  175  Water  Street,  New  York^NY  1003S 

KNOW  ALL  MEN  BY  THESE  PRESENTS: 


Power  No.  11M2 


No.  05-B-04094 


that  American  Home  Assurance  Company,  a  New  York  corporation,  and  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA.,  a  Pennsylvania 
corporation,  docs  each  hereby  appoint 

— Tenzer  V.  Cunningham,  Natalie  fC.  Trofimoff,  Patricia  S.  Arana, 

Brenda  Wong,  Kari  Davis:  of  Los  Angeles,  California--" 


its  true  and  lawful  Attorney(s)-in-Fact,  with  full  authority  to  execute  on  its  behalf  bonds,  undertakings,  recognizances  and  other  contracts  of  indemnity  and 
writings  obligatory  inthe  nature  thereof,  issued  in  the  course  of  its  business,  and  to  bind  the  respective  company  thereby. 

INWITNESS  WHEREOF,  AmericanHome  Assurance  Company  and  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA.  have  each  executed 
these  presents 

this  3rd  day  of  Auguesl,  20 1 5 

Michael  Yang,  Vice  President 

. .  . 


STATE  OF  NEW  YORK  } 
COUNTY  OF  NEW  YORK  }  ss. 


On  this  3rd  dayof  Auguest,  2015  before  me  came  the  above  nam 
officer  of  American  Home  Assurance  Company  and  National  Union  Fire 
Insurance  Company  of  Pittsburgh,  PA ,  to  me  personally  known  to  be  the 
individual  and  officer  described  herein,  and  acknowledged  that  he  executed  the 
foregoing  insturment  and  affixed  the  seals  of  said  corporations  thereto  by 
authority  of  his  office. 
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uJLcOLxyvCo1 


JULIANA  HALLENBECK 

Notary  PubCc  •  Stata  of  New  York 
NO.01HA8125871 
Qualified  In  Bronx'County 
My  Commission  Expires  April  10.2017 


CERTIFICATE 

lixerpts  Of  Resolutions  adopted  by  the  Boards  of  Directors  of  American  Home  Assurance  Company  and  National  Union  Fire  Insurance  Company  of  Pittsburgh. 
PA.  on  May  18, 1976: 

"RESOLVED)  thafjhe  Chairman  ofthe  Board,  the  President,  or  any  Vice  President  be,  and  hereby  is,  authorized  to  appoint  AtlomcyVin-Fact  to  represent 
and  act.  for  and  on  behalf  of  the  Company  to  execute  bonds,  undertakings,  recognizances  and  other  contracts  of  mdemity  and  writings  obligatory  in  the  nature 
thereof,  and  to  attach  thereto  the'rcorp6mte  seal  of  the  Company,  m  the  transaction  of  its  surety  business' 

"RESOLYED,  that  the  <tlghdiUres  add  attestations  df  such  officers  and  the  seal  ofthe  Company  may  be  affixed  to  any  such  Power  of  Attorney  or  to  any 
certificate  relating  thereto  by  facsimile,  and  any  such  Power  of  Attorney  or  certificalebearing  such  facsimile  signaturesor  facsimileseal  shall  be  valid  and 
binding  upon  the  Company  when  so  affixed  with  .respect  to  any  bond,  undertaking,  recognizance  and  other  contract  of  indemnity  and  writing  obligatory  in  the 
nature  thereof; 

"RESOLVED,  that,  any  such  Aftomey-in-Fact  delivering  a  secretarial  certification  that  the  foregoing  resolutions  still  be  in  effect  may  insert  in  such 
Certification  the  date  thereof,  said  date  to  be  not  Later  than  the  date  of  delivery  thereof  by  such  Attomey-in-Fact." 

1,  Denis- Butkovic,  Secretary  of  American  Home  Assurance  Company  and  of  National  Union  Fire  Insurance  Company  of  Pittsburgh,  PA.  do  hereby  certify  that 
the  foregoing  exerpts  of  Resolutions  adopted  by  the  Boards  of  Directors  of  these  corporations,  and  the  Powers  of  Attorney  issued  pursuant  thereto,  are  true  and 
correct,  and  that  both  the  Resolutions  and  the  Powers  of  Attorney  arc  in  full  force  and  effect 


IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  the  facsimile  seal  of  each  corporation 


65166(4/96) 


this 


day  of 


OGT  2  9  Z0t5 


Denis  Butkovic,  Secretary 


XL 


XL  Group 
.Insurance 
Reinsurance 


Power  of  Attorney 
XL  Specialty  Insurance  Company 
Greenwich  Insurance  Company 
XL  Reinsurance  America  Inc 


THIS  IS  NOT  A  BOND  NUMBER 
UNLIMITED  POWER  OF  ATTORNEY 
XL1519810 


KNOW  ALL  MEN  BY  THESE  PRESENTS:  That  XL  Specialty  Insurance  Company,  and  Greenwich  Insurance  Company,  Delaware  insurance  companies 
with  offices  located  at  505  Eagleview  Bivd.,  Exton,  PA  19341,  and  XL  Reinsurance  America  Inc.,  a  New  York  Insurance  company  with  offices  located  at 
70  Seaview  Avenue,  Stamford,  CT  06902, ,  do  hereby  nominate,  constitute,  and  appoint: 

Kiri  A  Davis,  Tamar  V.  Cunningham,  Patricia  Anna,  Branda  Wong 


••■•V  if  |:v'feach  its  true  and  lawful  Attomey(s)*fo'fact  to  make,  execute,  attest,  seal  and  deliver  for  and  on  its  behalf,  as  surety, 
*  (*•  ®  required,  any  and  all  bonds  and  undertakings  In  the  nature  thereof, ,  for  the  penal  sum  of  no  one  of  which  is  In  any  < 


,  and  as  Its  act  and  deed,  where 
event  to  exceed  UNLIMITED. 


exceed  ur 

s 


Such  bonds  and  undertakings,  when  duly  executed  by  the  aforesaid  Attorney  (s)  *  In  -  Fact  shall  be  binding  upon  each  said  Company  as  folly  and  to  the 
same  extent  as  if  such  bonds  and  undertakings  were  signed  by  the  President  and  Secretary  of  the  Company  and  sealed  with  Its  corporate  seal. 

The  Power  of  Attorney  Is  granted  and  is  signed  by  facsimile  under  and  by  the  authority  of  the  following  Resolutions  adopted  by  the  Board  of  Directors 
.  of  each  of  the  Companies  on  the  1st  day  of  June  2015. 

'  ‘RESOLVED,  that  Gary  Kaplan,  David  Hewett,  William  Mills,  Gregory  Boal  and  Kevin  Mlrsch  are  hereby  appointed  by  the  Board  as  authorized  to  make, 
execute,  seal  and  deliver  for  and  on  behalf  of  the  Company,  any  and  all  bonds,  undertakings,  contracts  or  obligations  In  surety  or  co-surety  with  others  and 
that  the  Secretary  or  any  Assistant  Secretary  of  the  Company  be  and  that  each  of  them  hereby  is  authorized  to  attest  the  execution  of  any  such  bonds, 
undertakings,  contracts  or  obligations  in  surety  or  co-surety  and  attach  thereto  the  corporate  seal  of  the  Company. 

RESOLVED,  FURTHER,  that  Gary  Kaplan,  David  Hewett,  William  Mills,  Gregory  Boal  and  Kevin  Mlrsch  each  Is  hereby  authorized  to  execute  powers  of 
attorney  qualifying  the  attorney  named  in  the  given  power  of  attorney  to  execute,  on  behalf  of  the  Company,  bonds  and  undertakings  in  surety  or  co- 
r  surety  with  others,  and  that  the  Secretary  or  any  Assistant  Secretary  of  the  Company  be,  and  that  each  of  them  is  hereby  authorized  to  attest  the 
^execution  of  any  such  power  of  attorney,  and  to  attach  thereto  the  corporate  seal  of  the  Company. 

'/•e|y |r£>  r 

RESOLVED,  FURTHER,  that  the  signature  of  such  officers  named  In  the  preceding  resolutions  and  the  corporate  seal  of  the  Company  may  be  affixed  to 
such  powers  of  attorney  or  to  any  certificate  relating  thereto  by  facsimile,  and  any  such  power  of  attorney  or  certificate  bearing  such  facsimile  signatures 
or  facsimile  seal  shall  be  thereafter  valid  and  binding  upon  the  Company  with  respect  to  any  bond,  undertaking,  contract  or  obligation  in  surety  or  co¬ 
surety  with  others  to  which  it  is  attached. 


It® 


IN  WITNESS  WHEREOF,  the  XL  SPECIALTY  INSURANCE  COMPANY  and  GREENWICH  INSURANCE  COMPANY  has  caused  Its  corporate  seal  to  be 
hereunto  affixed,  and  these  presents  to  be  signed  by  Its  duly  authorized  officers  this  June  1st,  2015. 


.SEALfJ 


w 


STATE  OF  CONNECT! CL 
COUNTY  OF  FAIRFiaD 


XL  SPECIALTY  INSURANCE  COMPANY 
GREENWICH  INSURANCE  COMPANY 

Owdi-  Lfb 


David  S.  Hewett,  SENIOR  VICE  PRESIDENT 


Attest:  JVw  Otuc  ftrfy 


Toni  Ann  Perkins,  SECRETARY 


i  v 


rill 


On  this  1st  day  of  June,  2015,  before  me  personally  came  David  s.  Hewett  to  me  known,  who,  being  duly  sworn,  did  depose  and  say:  that  he  Is 
Executive  Vice  President  of  XL  SPECIALTY  INSURANCE  COMPANY  and  Senior  Vice  President  of  GREENWICH  INSURANCE  COMPANY,  described  in  and 
which  executed  the  above  instrument;  that  he  knows  the  seals  of  said  Companies;  that  the  seals  affixed  to  the  aforesaid  Instrument  are  such  corporate 
seals  and  were  affixed  thereto  by  order  and  authority  of  the  Boards  of  Directors  of  said  Companies;  and  that  he  executed  the  said  Instrument  by  like 
order. 


Jss1 

£ 


'JjLLLt—  - - 

Kim  D.  Stiva,  NOTARY  PUBLIC 


STATE  OF  CONNECTICUT 


SB-0034  -  3/1 1 


COUNTY  OF  FAIRFIELD 


I,  Toni  Ann  Perkins,  Secretary  of  XL  SPECIALTY  INSURANCE  COMPANY  and  GREENWICH  INSURANCE  COMPANY,  corporations  of  the  State  of 
Delaware,  do  hereby  certify  that  the  above  and  forgoing  is  a  full,  true  and  correct  copy  of  a  Power  of  Attorney  issued  by  said  Companies,  and  that  I 
have  compared  same  with  the  original  and  that  It  Is  a  correct  transcript  therefrom  and  of  the  whole  of  the  original  and  that  the  said  Power  of 
Attorney  Is  still  in  full  force  and  effect  and  has  not  been  revoked. 

IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  the  seal  of  said  Corporations,  at  the  City  of  Stamford,  this _ day  of  _  _Q£J  2  9  2015 

Toni  Ann  Perkins, SECRETARY 

IN  WITNESS  WHEREOF,  XL  REINSURANCE  AMERICA  INC.  has  caused  its  corporate  seal  to  be  hereunto  affixed,  and  these  presents  to  be  signed  by  its  duly 
authorized  officers  this  1st  day  of  June,  2015.  ^  ^7 


XL  REINSURANCE  AMERICA  INC. 

* 

Tohn  P.  Welch,  PRESIDENT 


STATE  OF  CONNECTICUT 
COUNTY  OF  FAIRFIELD 


<V 


:4 


&  CEO 
fLSlS 

Toni  Ann  Perkins,  SECRETARY 


On  this  1st  day  of  June,  2015,  before  me  personally  came  John  P.  Welch  to  me  known,  who,  being  duly  sworn,  did  depose  and  say:  that  he  is  President  &  CEO 
of  XL  REINSURANCE  AMERICA  INC.,  described  in  and  which  executed  the  above  instrument;  that  he  knows  the  seal  of  said  Corporation;  that  the  seal  affixed  to 
the  aforesaid  instrument  is  such  corporate  seal  and  was  affixed  thereto  by  order  and  authority  of  the  Board  of  Directors  of  said  Corporation,  and  that  he 
executed  the  said  Instrument  by  like  order. 


.jag-’ 


3 _ „ 

*c0Ntie' 


C 


STATE  OF  CONNECTICUT 
COUNTY  OF  FAIRFIELD 


h.  — 

Kim  D.  Sliva,  NOTARY  PUBLIC 


I,  Toni  Ann  Perkins,  Assistant  Secretary  of  XL  REINSURANCE  AMERICA  INC.  a  corporation  of  the  State  of  New  York,  do  hereby  certify  that  the  person  who 
executed  this  Power  of  Attorney,  with  the  rights,  respectively  of  XL  REINSURANCE  AMERICA  INC,  do  hereby  certify  that  the  above  and  forgoing  is  a  full,  true 
and  correct  copy  of  a  Power  of  Attorney  issued  by  said  Corporation,  and  that  I  have  compared  same  with  the  original  and  that  it  Is  a  correct  transcript 
therefrom  and  of  the  whole  original  and  that  the  said  Power  of  Attorney  is  still  in  full  force  and  effect  and  has  not  been  revoked.  nnr  n  a  nnie 

ul  I  &  y  zui j 

IN  WITNESS  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  the  seal  of  said  Corporation,  at  the  City  of  Stamford,  this _ day  of _ . 


UMaj  Qaul  kr&  'fLsis 

Toni  Ann  Perkins,  SECRETARY 


This  Power  of  Attorney  may  not  be  used  to  execute  any  bond  with  an  inception  date  after  June  1,  2020 
SB004I 


I  THIS  DOCUMENT  IS  PRINTED  ON  A  BLUE  BACKGROUND 


SB-0034-  3/ U 


ZURICH  AMERICAN  INSURANCE  COMPANY 
COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY 
FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND 
POWER  OF  ATTORNEY 


KNOW  ALL  MEN  BY  THESE  PRESENTS:  That  the  ZURICH  AMERICAN  INSURANCE  COMPANY,  a  corporation  of  the  State  of  New 
York,  the  COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY,  a  corporation  of  the  State  of  Maryland,  and  the  FIDELITY 
AND  DEPOSIT  COMPANY  OF  MARYLAND  a  corporation  of  the  State  of  Maryland  (herein  collectively  called  the  "Companies"),  by 
MICHAEL  BOND,  Vice  President,  in  pursuance  of  authority  granted  by  Article  V,  Section  8,  of  the  By-Laws  of  said  Companies,  which 
are  set  forth  on  the  reverse  side  hereof  and  are  hereby  certified  to  be  in  full  force  and  effect  on  the  date  hereof,  do  hereby  nominate, 
constitute,  and  appoint  Brenda  WONG,  of  Los  Angeles,  California,  its  true  and  lawful  agent  and  Attomey-in-Fact,  to  make,  execute,  seal 
and  deliver,  for,  and  on  its  behalf  as  surety,  and  as  its  act  and  deed:  any  and  all  bonds  and  undertakings,  and  the  execution  of  such  bonds 
or  undertakings  in  pursuance  of  these  presents,  shall  be  as  binding  upon  said  Companies,  as  fully  and  amply,  to  all  intents  and  purposes,  as  if 
they  had  been  duly  executed  and  acknowledged  by  the  regularly  elected  officers  of  the  ZURICH  AMERICAN  INSURANCE  COMPANY  at 
its  office  in  New  York,  New  York.,  the  regularly  elected  officers  of  the  COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY 
at  its  office  in  Owings  Mills,  Maryland.,  and  the  regularly  elected  officers  of  the  FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND 
at  its  office  in  Owings  Mills,  Maryland,,  in  their  own  proper  persons. 

The  said  Vice  President  does  hereby  certify  that  the  extract  set  forth  on  the  reverse  side  hereof  is  a  true  copy  of  Article  V,  Section  8,  of 
the  By-Laws  of  said  Companies,  and  is  now  in  force. 

IN  WITNESS  WHEREOF,  the  said  Vice-President  has  hereunto  subscribed  his/her  names  and  affixed  the  Corporate  Seals  of  the  said 
ZURICH  AMERICAN  INSURANCE  COMPANY,  COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY,  and 
FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND,  this  4th  day  of  September,  A.D.  2015. 

ATTEST: 


ZURICH  AMERICAN  INSURANCE  COMPANY 
COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY 


By 


Secretary 
Eric  D.  Barnes 


State  of  Maryland 
County  of  Baltimore 

On  this  4th  day  of  September,  A.D.  2015,  before  the  subscriber,  a  Notary  Public  of  the  State  of  Maryland,  duly  commissioned  and  qualified,  MICHAEL 
BOND,  Vice  President,  and  ERIC  D.  BARNES,  Secretary,  of  the  Companies,  to  me  personally  known  to  be  the  individuals  and  officers  described  in  and 
who  executed  the  preceding  instrument,  and  acknowledged  the  execution  of  same,  and  being  by  me  duly  sworn,  deposeth  and  saith,  that  he/she  is  the  said 
officer  of  the  Company  aforesaid,  and  that  the  seals  affixed  to  the  preceding  instrument  are  the  Corporate  Seals  of  said  Companies,  and  that  the  said  Corporate 
Scab  and  the  signature  as  such  officer  were  duly  affixed  and  subscribed  to  the  said  instrument  by  the  authority  and  direction  of  the  said  Corporations. 


IN  TESTIMONY  WHEREOF,  I  have  hereunto  set  my  hand  and  affixed  my  Official  Seal  the  day  and  year  first  above  written. 


f\ 


a  O, 


Constance  A.  Dunn,  Notary  Public 
My  Commission  Expires:  July  9, 2019 


POA-F  012-2746Z 


EXTRACT  FROM  BY-LAWS  OF  THE  COMPANIES 


"Article  V,  Section  8,  Attomevs-in-Fact.  The  Chief  Executive  Officer,  the  President,  or  any  Executive  Vice  President  or  Vice  President 
may,  by  written  instrument  under  the  attested  corporate  seal,  appoint  attomeys-in-fact  with  authority  to  execute  bonds,  policies, 
recognizances,  stipulations,  undertakings,  or  other  like  instruments  on  behalf  of  the  Company,  and  may  authorize  any  officer  or  any  such 
attomey-in-fact  to  affix  the  corporate  seal  thereto;  and  may  with  or  without  cause  modify  of  revoke  any  such  appointment  or  authority  at  any 
time." 

CERTIFICATE 

I,  the  undersigned.  Vice  President  of  the  ZURICH  AMERICAN  INSURANCE  COMPANY,  the  COLONIAL  AMERICAN 
CASUALTY  AND  SURETY  COMPANY,  and  the  FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND,  do  hereby  certify  that  the 
foregoing  Power  of  Attorney  is  still  in  full  force  and  effect  on  the  date  of  this  certificate;  and  I  do  further  certify  that  Article  V,  Section  8,  of 
the  By-Laws  of  the  Companies  is  still  in  force. 

This  Power  of  Attorney  and  Certificate  may  be  signed  by  facsimile  under  and  by  authority  of  the  following  resolution  of  the  Board  of 
Directors  of  the  ZURICH  AMERICAN  INSURANCE  COMPANY  at  a  meeting  duly  called  and  held  on  the  15th  day  of  December  1998. 

RESOLVED:  "That  the  signature  of  the  President  or  a  Vice  President  and  the  attesting  signature  of  a  Secretary  or  an  Assistant  Secretary 
and  the  Seal  of  the  Company  may  be  affixed  by  facsimile  on  any  Power  of  Attorney.. .Any  such  Power  or  any  certificate  thereof  bearing  such 
facsimile  signature  and  seal  shall  be  valid  and  binding  on  the  Company." 

This  Power  of  Attorney  and  Certificate  may  be  signed  by  facsimile  under  and  by  authority  of  the  following  resolution  of  the  Board  of 
Directors  of  the  COLONIAL  AMERICAN  CASUALTY  AND  SURETY  COMPANY  at  a  meeting  duly  called  and  held  on  the  5th  day  of 
May,  1994,  and  the  following  resolution  of  the  Board  of  Directors  of  the  FIDELITY  AND  DEPOSIT  COMPANY  OF  MARYLAND  at  a 
meeting  duly  called  and  held  on  the  10th  day  of  May,  1990. 

RESOLVED;  "That  the  facsimile  or  mechanically  reproduced  seal  of  the  company  and  facsimile  or  mechanically  reproduced  signature 
of  any  Vice-President,  Secretary,  or  Assistant  Secretary  of  the  Company,  whether  made  heretofore  or  hereafter,  wherever  appearing  upon  a 
certified  copy  of  any  power  of  attorney  issued  by  the  Company,  shall  be  valid  and  binding  upon  the  Company  with  the  same  force  and  effect 
as  though  manually  affixed. 


IN  TESTIMONY  WHEREOF,  I  have  hereunto  subscribed  my  name  and  affixed  the  corporate  seals  of  the  said  Companies, 


Thomas  O.  McClellan,  Vice  President 


